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MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 
***  MISSOULA  DISTRICT  **♦ 


PROJECT 
. £?0  J ECJ_  DESJ  6N  AT  J QN_ 


MILEAGE 


TYPE  OF  WORK 


iiftrcmcw:: 


■‘OTHGIN 

CONTRACT 

.AHARP.M, 


CONTRACTOR 
fAV«ENTS__ 


PAGE  NO:  I 

MDTir.DEPr.' OF"  TRANSPORTATION  MANAGER 
' "'ANARO'  DATE' ' ' PERCENT" " PERCENT"  ‘ Y CONST". " " V CDNT; 
WORK  BEG.  PROJECT  TIME 

USED 


RTF-BRF  1-1(31)19  G,  GS,  PHS,  6 OGFC  WASHINGTON  CONSTRUCTION 

TROY  - LIBBY  (W.  SECT.) 

F 1-1(32)23  l F-DE  0201(802) 

TROY  - LIBBY  (E.  SECT.) 

RTF  1-1(33)17  U1 
TROY  REST  AREA  (GRADING) 

15.965  $ 19,979,070  $ 32,586,938 


10/07/88  F.P.M.  MITCHELL,  JAMES  D. 

11/16/88  PHONE  NO. 295-5782 

**11/15/91 


BHF  1-1(22)6  STR.  WIDENING 

N.W.  OF  TROY 
F 1-1(28)0 
TROY  - W. 

HES  56-2(3)30 
3 LOC'S.  - S.  OF  TROY 
FH  62-1(9)27  (RS  508) 

YAAK  RIVER  ROAD 

16.678 


RIVERSIDE  CONTRACTING 


08/07/90  F.P.M.  MARIN,  GARY  R. 
08/13/90  PHONE  NO. 756-7029 
**06/30/92 


9,920,830  * 9,223,399 


95.5 


95.0 


IR  90-2(78)99 
MISSOULA  - W. 


PCCP  REHABILITATION  DIAMOND  SURFACING, INC 


11.219 


9,633,339  $ 9,791,937 


10/05/90  F.P.M.  MAART,  WILLIAM  C. 

11/15/90  PHONE  NO. 599-6991 

11/21/91  100.0  122.5 


SMP  1899190) 

HAINT.  STOCKPILE  - DIST.  «1 


CRUSH  i STOCKPILE  GRAVEL  SCHELL1NGER  CONST  CO. 

t 398,530  ( $ 977,559 


03/11/91  F.P.M.  CHRISIN6ER, KENNETH  L 

09/16/91  PHONE  NO. 756-7056 

11/06/91  100.0  BY  11/01/9 


F 1-2(31)123 

LaSALLE  RD.  INT.-  KALI  SPELL 


SIGNING,  i SIGNALS 


0.000 


NELCDN,  INC. 

269,629  * 190,972 


03/29/91  F.P.M.  T0HRR1NK , DAN 

09/06/91  PHONE  NO. 756-7023 

**11/28/91  70.0  53  3 


RTM  8113(9) 

HIGGINS  AVE.  BR.  - MISSOULA 
RTF  7-2(13)95 


♦♦  ESTIMATED  COMPLETION  DATE  ONLY 


STR. 


REHAB.  FRONTIER-WEST, 

SiAiF  DOCUMENTS  COLLECTION 


INC. 


06/09/91  F.P.M,  CHE2ICK.  LAWRENCE 

07/29/91  PHONE  NO. 826-^957 

♦*09/13/92 


FEBl  1392 

MONTANA  STATE  LIBRARY 
1515  E.  6th  AVE. 
HELENA,  MONTANA  59620 


n f/\Qi 

i i f ■ 


/ u. 


J. 

BY  10/15/91 


DATE : 02/ 13/92 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 
***  MISSOULA  DISTRICT  *** 

PAGE  NO:  2 

PRIME  CONTRACTOR 

“AWARD' DATE" 
WORK  BEG. 
PROJ.COMP. 

‘HOROEPTT'OF'TRARSPORTATIOOARAGER 

PROJECT  NUMBER 

PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

'“ORIGINAL 

CONTRACT  CONTRACTOR 

...Am  AM_T,_.  _ _ _ PAYMENTS 

PERCENT  PERCENT  \ CONST. 
PROJECT 

COMPLETE 

X CDFTT. 
TIME 

USED 

nalisuft  btc'dr".  * fibboula 

0.000 

i 

165, 02A  $ 155, A65 

9A.2 

F-FH  5-4(9)168  & FH  12-1(3) 
FORTINE  - N. 

A.  899 

6,  GS,  PMS,  1 STR. 

i 

HASHINGTON  CONSTRUCTION 

A,AA7,A91  * 2 , 075 , A53 

07/02/91 

08/09/91 

#*10/30/92 

F.P.M.  FIEDALUE,  EUGENE  R. 
PHONE  NO. 881-2213 

A6.7 

39.3 

RS  269-1(9)0 

HAMILTON  - CORVALLIS 

A.  793 

HI  DEN  i PMS  OVERLAY 

i 

A-l  PAVING,  INC. 

1,593,355  $ 1,336,953 

07/11/91 

08/05/91 

*#06/30/92 

F.P.M.  JOHNSON,  ROBERT  L. 
PHONE  N0.821-AA68 

83.9 

77.5 

IR  90-1(111)35 

ST.  REGIS  - E. 

3.331 

RESEAL  JOINTS 

$ 

MULTIPLE  CONCRETE  ENTERPRISES 

629,096  i 6,292 

12/11/91 

/ / 

*#07/30/92 

F.P.M.  JOHNSON,  ROBERT  L. 
PHONE  N0.821-AA68 

1.0 

SMP  3299(911 

MAINT.  STOCKPILE  - DIST.  »1 

0.000 

CRUSH  i STOCKPILE  GRAVEL 

i 

KONITZ  CONTRACTING,  INC. 

269,210  $ 0 

12/11/91 

/ / 

*#07/30/92 

F.P.M.  WILLIAMS,  JAMES  R. 
PHONE  NO. 721 -1769 

0.0 

BY  06/30/92 

SMP  1599(91) 

MAINT.  STOCKPILE  - DIST.  11 

0.000 

CRUSH  6 STOCKPILE  GRAVEL 

i 

WASHINGTON  CONSTRUCTION 

515, 5A1  t 0 

12/11/91 

/ / 

*♦06/30/92 

F.P.M.  CHRISINGER, KENNETH  L 
PHONE  NO. 756-7056 

0.0 

BY  06/30/92 

BH  9027(5) 

KOOTENAI  RV.-  NU  EDGE  OF  TROY 

0.100 

STR.  REHAB. 

i 

BINKERD  CONSTRUCTION,  INC. 

A02 , 7A9  t A, 598 

12/11/91 

1111*12. 

**08/27/92 

F.P.M.  KALBER6,  J.  6ARY 
PHONE  NO. 756-7026 

1.1 

HES  373-1(1)0 

E.  OF  HOODS  IDE 

1.200 

BR.  RAIL  REV.  1 END  TREATMENT 

$ 

OMO  CONSTRUCTION  INC 

65 ,07 A $ 0 

02/03/92 
/ / 

**05/15/92 

F.P.M.  VANMIL,  MARTIN  C. 
PHONE  N0.5A9-6A91 

0.0 

»*  ESTIMATED  COMPLETION  DATE  ONLY 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 
**♦  MISSOULA  DISTRICT  **» 


DATE:02/ 13/92 

**♦  MISSOULA  DISTRICT  **» 

PAGE  NO:  3 

PRIME  CONTRACTOR 

MONT. DEPT.  OF  TRANSPORTATION  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

ORTGTNAt 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

WARD  DATF 
WORK  BEG. 
PRO J. COMP. 

''PERCENT 'PERCENT ' Y CONST". ' " Y CONT 
PROJECT  TIME 

COMPLETE  USED 

BR  9041(10) 

B'ROOT  CANAL  - N.E.OF  HAMILTON 

0.085 

STR.  & APPR'S. 

FRONTIER-WEST,  INC. 

$ 210, 3^5  $ 0 

02/03/92 
/ / 

**07/30/92 

F.P.M.  VANMIL,  MARTIN  C. 

PHONE  NO. 549-6491 

0.0 

!QMOIP]5]B]£OMS]! 


Tw*wm~~~r'ft.'Tw.wr 


'WJ 


RS  540-1(7)27 

DEEP  CREEK  BR.  - N. 

0.647 

6,  GS,  PMS,  1 PIPE 

$ 

SWAN  AND  SONS  CONST.  CO. 

567,017  » 524,342 

08/07/90 

09/04/90 

10/31/91 

F.P.M.  SAUNDERS. LESLIE 

PHONE  NO. 222-8199 

100.0 

165.0 

BRF-F  84-1(5)8 

MADISON  RV.  - E.  OF  NORRIS 

0.000 

STR.  fc  APPR'S. 

$ 

COP  CONSTRUCTION  CO. 

1,735,825  $ 1,640,073 

10/05/90 

11/02/90 

**06/30/92 

F.P.M.  WIEBE,  HAROLD 

PHONE  NO. 685-3290 

94.5 

98.3 

F 8-2(29)46 

EAST  HELENA  - E.  & U. 

3.951 

PCCP  l STR.  REHAB. 

$ 

DICK  ANDERSON  CONSTRUCTION 

1,388,575  $ 1,226,390 

03/11/91 

04/15/91 

**06/30/92 

F.P.M.  ENGSTEDT,  CARL 

PHONE  NO. 444-6326 

88.3 

92.5 

H 1816(5) 

ELIZABETH  WARREN  AVE.  - BUTTE 

0.946 

6,  GS,  F'MS 

$ 

JIM  GILMAN  EXCAVATING  INC. 

684,397  $ 649,633 

03/11/91 

04/22/91 

10/15/91 

F.P.M.  HELD,  TERRY  (ACTING) 
PHONE  NO. 494-2403 

100.0 

98.3 

RS  284-3(2)16 

BROADWATER  CO.  LINE  - S.E. 

22.329 

GS,  PMS,  S6C 

$ 

JIM  GILMAN  EXCAVATING  INC. 

595,188  ♦ 560,187 

03/11/91 

03/21/91 

10/24/91 

F.P.M.  O'BRIEN. MURRAY  (ACT) 
PHONE  NO. 494-3224 

100.0 

91.1 

RRP  4139(66)  U1 

VAR.  LOC'S.  - DIST.  11  l *2 

0,000 

RR  SIGNING  1 PVMT . MK6S. 

t 

MONTANA  LINES,  INC 

423,657  $ 438,837 

04/09/91 

06/10/91 

09/20/91 

F.P.M.  DOUGHERTY.  HUGH  (ACT 
PHONE  NO. 494-3224 

100.0  BY 

11/01/91 

*♦  ESTIMATED  COMPLETION  DATE  ONLY 


) 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 


DATE : 02/ I 3/92 

***  BUTTE  DISTRICT  *** 

PAGE  NO:  9 

PRTRE  CONTRACTOR 

"RDNOEPTT'OF’TRANSPORTfiTIOfTHARAGER 

■"Tmmm 

AWARITMTF" 

PERCENT'  PERCENT' " T CONST'. 

TCDNT. 

PROJECT  NUMBER 

MILEA6E 

TYPE  OF  WORK 

CONTRACT  CONTRACTOR 

WORK  BEG. 

PROJECT 

TIME 

PROJECT  DESIGNATION 

AWARD  AMT.  PAYMENTS 

PROJ.COMP. 

COMPLETE 

USED 

HES  11-1(20)21 

SLOPE  FLATTEN,  l DELINEATION 

STANDISH  CONSTRUCTION 

09/09/91 

F.P.M.  SAUNDERS. LESLIE 

S.  OF  EMIGRANT 

07/13/91 

PHONE  NO. 222-8199 

0.380 

t 

58,383  * 58,309 

**06/30/92 

98.0 

233.3 

F 8-4(14)57 

MILL,  FILL,  PMS  OVERLAY 

RIVERSIDE  CONTRACTING 

06/09/91 

F.P.M.  McCORMICK, THOMAS 

WINSTON  - N. 

07/22/91 

PHONE  NO. 266-3925 

8.300 

$ 

2,272,172  $ 2,089,528 

**09/13/92 

92.0 

91.1 

RS  278-1(6)0 

6,  GS,  L PMS 

JIM  GILMAN  EXCAVATING  INC. 

06/09/91 

F.P.M.  WILLIAMS,  PAUL 

JACKSON  INTERCHANGE  - W. 

08/28/91 

PHONE  NO. 683-6290 

8.700 

t 

1,821,855  $ 367,157 

**06/30/92 

20.2 

39.0 

M 1805(A) 

G,  GS,  PMS 

JIM  GILMAN  EXCAVATING  INC. 

06/09/91 

F.P.M.  HELD,  TERRY  (ACTING) 

HOLMES  AVE.  - BUTTE 

07/29/91 

PHONE  NO. 999-2903 

1.598 

* 

899,903  $ 715, B25 

**06/30/92 

89.2 

100.0 

RTF  13-5(1)93 

MILL,  PMS  OVERLAY,  S&C 

JIM  GILMAN  EXCAVATING  INC. 

06/09/91 

F.P.M.  WILLIAMS,  PAUL 

THREE  FORKS  - W. 

RTS  229-1(1)0 

08/05/91 

**06/30/92 

PHONE  NO. 683-6290 

N.  MONTANA  AVE . - N.  OF  HELENA 
RTM  1901(1) 

BREWERY  BYPASS  - BUTTE 
RT  4758611) 

CENTENNIAL  DR.-  U.  OF  BUTTE 
RTS  518-1(1)0 
MONTANA  CITY  ROAD 
RTF  69-1(7)32 
BOULDER  - S. 

RTM  5809(9) 

N.  MONTANA  AVE.-  HELENA 
RTF  29-9(19)83 
HARRISON  AVE.  - BUTTE 
RTF  8-1(15)23 
Mac  DONALD  PASS  (U.  SIDE) 

RTF  29-4 (15)78 


**  ESTIMATED  COMPLETION  DATE  ONLY 


9 


'■ 


) 


) 


QAJE:02/13/?g. 


PROJECT  NUMBER 
PROJECT  DESIGNATION 
BDTTF-“5~  


MILEAGE 


39.868 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 

***  BUTTE  DISTRICT  ***  PAGE  NO:  5 

prihe-costractor  rort:dept:’op‘trarsportation’harager 

BTHBIM  AWARF  TOTF"  PERCENT"  PERCENT ' T CONST."  V CONT'. 

TYPE  OF  WORK  CONTRACT  CONTRACTOR  WORK  BEG.  PROJECT  TIME 

AWARD  AMT.  PAYMENTS  PROJ.COMP.  COMPLETE  USED 


I 2,050,942  $ 1,109,668 


IR  90-4(40)229  PARTIAL  INTERCHANGE  LIGHTING  SKINNER  ENTERPRISES 

CONTINENTAL  DRIVE  INT.-  BUTTE 
IR  15-1(78)64 
N.  DILLON  INTERCHANGE 

0.000  $ 218,540  * 125,647 


07/02/91  F.P.M.  HUNTER, LARRY 

10/18/91  PHONE  NO. 782-1797 

**06/30/92 

57.5 


RS-BRS  231-1(3)0  G,  GS,  PMS,  l STR'S. 

GREEN  MEADOW  DR.  - HELENA 

3.047 


MARQNICK  CONST.  CO.,  INC 
2,368,374  $ 900,817 


07/30/91  F.P.M.  ENGSTEDT,  CARL 

08/26/91  PHONE  NO. 444-6326 

**06/29/92  38.0  36.4 


BR  9001(12)  STR.  6 APPR'S. 

BEAVERHEAD  RIV.  - SW  OF  DILLON 

0.132 


TAMIETTI  CONSTRUCTION  CO. 
293,876  * 190,442 


08/28/91  F.P.M.  WIEBE,  HAROLD 

09/17/91  PHONE  NO. 685-3290 
**05/28/92  64.8  28.3 


BRF  29-1(18)50 

JEFF.RV.-  N.  OF  TWIN  BRID6ES 


STR.  & APPRS.  (NEW  ALIGNMENT) 


0.693 


JIM  GILMAN  EXCAVATING  INC. 
1,778,982  $ 751,151 


08/28/91  F.P.M.  GILMAN,  ROBERT 

09/24/91  PHONE  NO. 684-5869 
**05/31/92  42.2  84.0 


RRS-BRS  205-1(13)28  RROP  REPLACEMENT  i APPRS. 

BN  RROP  - N.  OF  BOZEMAN 

0.517 


DICK  ANDERSON  CONSTRUCTION 
2,728,514  $ 27,286 


10/30/91  F.P.M.  SAUNDERS, LESLIE 

/ / PHONE  NO. 222-8199 
**09/28/92  1.0 


IR  0002  (22)  U1  STR.  REHAB. 

1-90  BR.  REHAB.  - DIST.  *2 

0.200 


SLETTEN  CONSTRUCTION  CO. 
1,346,643  i 13,468 


12/11/91  F.P.M.  HUNTER, LARRY 

/ / PHONE  NO. 782- 1797 
**06/30/92  1.0  BY  11/01/92 


F 14-1(4)14 


RIPRAP  l CHANNELIZATION 


O'NEILL  CONTRACTING,  INC. 


02/03/92  F.P.M.  FLYNN,  CLAUDE  J. 
PHONE  NO. 494-3224 


**  ESTIMATED  COMPLETION  DATE  ONLY 


Digitized  by  the  Internet  Archive 
in  2017  with  funding  from 
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MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDIN6  01/31/92 
D ATE : 02/ 1 3/ 92  tit & UT  T E DISTRICT  _*** 


PROJECT  NUMBER 

PROJECT  DESIGNATION 

MILEA6E 

TYPE  OF  WORK 

CONTRACT 

AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

AWARD  DATE 
WORK  BE6. 
PROJ.COMP. 

BEEP'TOrCWYOr 

0.179 

f 

39,995  $ 

0 

♦109/13/92 

F 96-2(5)26 

RIPRAP  PLACEMENT 

RICH-MARK- IVERSON  f JV 

02/03/92 

BIG  HOLE  RIVER  - W.  OF  WISDOM 

/ / 

0.000 

♦ 

99,721  $ 

0 

♦♦09/13/92 

F 69-1(8)7 

SLIDE  CORRECTION 

A.M.  WELLES 

02/03/92 

BIG  SKY  SLIDE  »2 

/ / 

0.000 

t 

39,860  $ 

0 

♦♦06/30/92 

NH  06-1(17)0 

SIGNAL  INSTALLATION 

SCOTT  CONSTRUCTION  INC. 

02/03/92 

ROUSE  3 M-HALL  l T-RACK-BZMN 

/ / 

0.000 

$ 

50,987  $ 

0 

♦♦07/31/92 

NH  50-2(28)88 

MILLING  & PMS  OVERLAY 

PIONEER  READY  MIX 

02/03/92 

W.  MAIN  ST.  - BOZEMAN 

/ / 

0.000 

$ 

800,000  $ 

0 

♦♦07/31/92 

PAGE  NO:  6 

■H0«T7DEPT:~0F"TRflRSP0RTATT0H"RBHAEER 


TINE 


0.0 


F.P.M.  FLYNN,  CLAUDE  J. 
PHONE  NO. 999-3229 
0.0 


F.P.M.  FLYNN,  CLAUDE  J. 
PHONE  NO. 999-3229 

0.0 


PHONE  NO. 999-3229 
0.0 


PHONE  NO. 999-3229 
0.0 


BUTTE'  DIBTRTCT  TOTALS' 


i J / , 0 J / 9 11. 000,  / Jv 

'GReAT'FAECS'BISTRICT' 


'51~.V 


BR  9008(11)  STR.  1 APPR’S. 

TETON  RV.  - 1 MI.  S.  OF  LOMA 

EDWARD  T.  CORPS  CONST. 

03/11/91 

08/12/91 

F.P.M.  WILMOT,  DOUG 

PHONE  NO. 622-5369 

0.139 

t 283,890  $ 186,313 

♦♦06/30/92 

65.6 

58.9 

F 10-2(18)62 

6,  GS,  PMS,  8,  STR’S. 

SLETTEN  CONSTRUCTION  CO. 

03/11/91 

F.P.M.  ENDERSON,  GLEN 

LOMA  - BIG  SANDY 

20.92B 

$ 6,958,186  $ 5,273,917 

09/15/91 

♦♦10/28/92 

PHONE  NO. 739-9205 

75.8 

85.8 

♦♦  ESTIMATED  COMPLETION  DATE  ONLY 


' 


DATE:02/ 13/9H 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/98 
***  GREAT  FALLS  DISTRICT  *** 


PAGE  NO:  7 


PRIRE_CQRTRfiCTOR 

‘HONT:DEPT;“OF  TRANSPORTATION  MANAGER 

PROJECT  NUMBER 

PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

""'DRTC1M' 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

marfwte- 

WORK  BEG. 
PROJ.COMP. 

PERCENT- ' PERCENT'  ' Y CONST'. 
PROJECT 

COMPLETE 

‘"VCNTT 

TIME 

USED 

RRP  4139(66)  U8 

VAR.  LOC'S.  - DIST.  13 

0.000 

RR  SIGNING  6 PVMT.  MKGS. 

i 

MONTANA  LINES,  INC 

178,301  « 176,965 

04/09/91 

05/08/91 

11/15/91 

F.P.M.  GREGORY.  DOUGLAS 
PHONE  NO. 355-4309 

100.0 

BY  10/01/91 

H 5718(3) 

14TH  AVE.  - HAVRE 

0.400 

G,  GS,  i PMS 

i 

BALTRUSCH  CONST.  CO., INC. 

659,318  t 640,678 

04/09/91 

05/06/91 

**06/30/98 

F.P.M.  TREFT2,  GORDON 

PHONE  NO. 353-8616 

97.8 

100.0 

F 3-4(4)101 

4 MI.  S.E.  OF  BROUN I NG  - S.E. 

9.800 

PHS  OVERLAY 

$ 

RIVERSIDE  CONTRACTING 

1,381,998  $ 1,378,076 

05/08/91 

05/80/91 

11/14/91 

F.P.M.  LEO.  DENNIS 

PHONE  NO. 434-8470 

100.0 

98.7 

F 84-3(19)83 

ROGERS  PASS  - U. 

8.100 

HILL,  PHS  OVERLAY,  S&C 

$ 

RIVERSIDE  CONTRACTING 

8,533,616  * 8,950,398 

06/04/91 

06/80/91 

10/08/91 

F.P.M.  STEEN,  GARY 

PHONE  NO. 787-4350 

100.0 

BY  10/15/91 

RS  818-1(3)19 

E.  OF  CONRAD  - E. 

5.910 

WIDENING,  PHS  OVERLAY 

$ 

RIVERSIDE  CONTRACTING 

1,060,439  $ 1,053,190 

06/04/91 

06/17/91 

11/18/91 

F.P.M.  HICKMAN,  TERRY 

PHONE  NO. 878-7931 

100.0 

78.8 

RTS  881-1(1)84 

MAIN  ST.  - DUTTON 

RT  81005(1) 

BRADY  - COLLINS  (FRONTAGE  RD.) 
RT  81006(1) 

BRADY  - MIDWAY  (FRONTAGE  RD. ) 
RTS  365-1(4)0 

CENTRAL  AVE.-  BRADY 

PHS  OVERLAY,  SLC 

SLETTEN  CONSTRUCTION  CO. 

06/04/91 

06/86/91 

**06/30/98 

F.P.M.  HICKMAN,  TERRY 

PHONE  NO. 878-7931 

17.640 

♦ 

945,611  $ 866,868 

91.6 

86.7 

IR  15-4(67)816 

MILLING,  PMS  OVERLAY,  SIC, 

RIVERSIDE  CONTRACTING 

07/30/91 

F.P.M.  THOMSON,  BOB 

PHONE  NO. 787-4350 

**  ESTIMATED  COMPLETION  DATE  ONLY 


( 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 

DATE :02/ 13/9E  ***  GREAT  FALLS  DISTRICT  *** 

PRTflrCOSTRACTOR 

DUlBlir 

PROJECT  NUMBER  MILEA6E  TYPE  OF  WORK  CONTRACT 

PROJECT  DESIGNATION  AWARD  AMT. 

BIT.  ‘ REHAB','  I'EIW  STRIPING 

11.611  * 3,170,613  t 2,278,471 


CONTRACTOR 

PAYMENTS 
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mJIJT:DEpT:-(jrTRBRSp0BTBTI0M-HBRfiGER 

■ ' ABARD"  DATE"  * ' PERCENT  “ PERCENT' ' Y CONST".  * ' Y CDRT. 
WORK  BEG.  PROJECT  TIME 

PROJ.COMP.  COMPLETE  USED 

"W1B7R1 

**07/28/92  71.9  54.4 


HES  1-7(13)425 

US  2 - HARLEM 

0.000 

INTERSECTION  LIGHTING 

$ 

MIDLAND  ELECTRIC  CO.  INC. 

14,000  % 11,010 

07/30/91 

09/03/91 

11/06/91 

F.P.M.  GREGORY,  DOUGLAS 
PHONE  NO. 355-4309 

100.0 

10.0 

F 1-7(9)430 

FORT  BELKNAP  - E. 

16.372 

G,  GS,  PMS,  i STR'S. 

$ 

SK  CONSTRUCTION,  INC. 

12,715,057  $ 2,586,157 

08/28/91 

09/24/91 

**07/28/94 

F.P.M.  TREFTZ,  GORDON 
PHONE  NO. 353-2616 

20.3 

11.7 

HES  1-3(23)205 

U.  OF  E.  6LACIER 

1.520 

CABLE  GDRL.  INSTALLATION 

$ 

OMO  CONSTRUCTION  INC 

63,892  * 0 

12/11/91 
/ / 

**08/30/92 

F.P.M.  LEO,  DENNIS 

PHONE  N0.4J4-2470 

0.0 

SMP  799(91) 

MAINE.  STOCKPILE  - 

DIST.  «3 

0.000 

CRUSH  t STOCKPILE  GRAVEL 

% 

KONITZ  CONTRACTING,  INC. 

299,260  $ 0 

12/11/91 

01/17/92 

**06/30/92 

F.P.M.  LEO,  DENNIS 

PHONE  NO. 434-2470 

0.0 

BY  06/30/92 

NH  60-2(27)71 
ARMINGTON  JUNCTION 

0.000 

REST  AREA  6 HEIGH  STATION 

$ 

BOST  CONSTRUCTION 

1,106,976  $ 0 

02/03/92 
/ / 

**09/18/92 

F.P.M.  BLOSSOM,  R06ER 
PHONE  NO. 727-4350 

0.0 

RTF  60-1(4)26 

KINGS  HILL  - N.  t 

S. 

13.400 

PMS  OVERLAY,  S&C 

$ 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

889,436  $ 0 

02/03/92 
/ / 

**10/01/92 

F.P.M.  BLOSSOM,  ROGER 
PHONE  NO. 727-4350 

0.0 

BY  09/01/92 

NH  1-7(17)428 

MILK  RIVER  BRIDGE 

0.000 

RIPRAP  PLACEMENT 

1 

SHUMAKER  TRUCKING  AND  EXC. 

141,255  $ 0 

02/03/92 
/ / 

**05/29/92 

F.P.M.  BLOSSOM,  POGER 
PHONE  NO. 727-4350 

0.0 

**  ESTIMATED  COMPLETION  DATE  ONLY 


* 


QAIE:0S/13/?2. 


PROJECT  NUMBER  MILEAGE 

PROJECT.  PESJ  GNAJJ  ON_ 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 

***  GREAT  FALLS  DISTRICT  *♦*  PAGE  NO:  9 

PRIFTCONTRACTOR  flORTTDEPTr'OF'TRfiNBPORTfiTKrHBRBGER 

TOTC]M- BMRD'W"  PIREENT  "PERCENT  ’ X CIMT."  X CDfTT. 

TYPE  OF  WORE  CONTRACT  CONTRACTOR  WORK  BEG.  PROJECT  TIME 

AWARD  AMT.  PAYMENTS  PROJ.COMP.  COMPLETE  USED 


GREBT'FBCCS'DISTRICrTIITffiSr 

~r32:{0rrff{r"rr7r3w;93r 

"''iM'BCtoDNE'OISTflTCT' #Ii 

RRS  9138(63) 

B.N.R.R.  U-PASS'S  - DIST.  #9 

0.000 

UPGRADE  PUMPING  FACILITIES 

OLANDER  CONTRACTING  CO. 

* 396,357  $ 380,795 

02/27/90 

05/15/90 

09/09/91 

F-FLH  37-1(12)9 

BUSBY  - W. 

9.986 

G,  GS,  4 PMS 

KIEWIT  WESTERN  CO. 

* 10,151,983  * 9,938,118 

05/09/90 

07/09/90 

**06/30/93 

F-BRF  32-1(9)6  U2 

MACON  - N. 

0.000 

FENCING  & SEEDING  (NEGOTIATED 
TRIBAL  CONTRACT) 

ASSINIBOINE  4 SIOUX  TRIBES 

* 207,929  $ 160,835 

05/29/90 

07/09/90 

**06/30/92 

RS  938-1(7)25  U2 

25  MI.  N.  OF  NASHUA  - N. 

0.000 

FENCING  4 SEEDING  (NEGOTIATED 
TRIBAL  CONTRACT) 

ASSINIBOINE  4 SIOUX  TRIBES 

$ 69,566  $ 93,599 

05/29/90 

07/09/90 

**06/30/92 

F 23-3(9)108 

HAMMOND  - S.E. 

11.000 

WIDENING,  4 PMS  OVERLAY 

BORDER  STATES  PAVING, INC. 

i 2,821,029  $ 2,817,017 

07/09/90 

08/20/90 

01/31/92 

F 98-1(1)0 

BUSINESS  LOOP  - GLENDIVE 

F 57-7(10)326 

BUSINESS  LOOP  - GLENDIVE 

2.555 

PMS  OVERLAY,  4 RUBBER  RR  XING 

PORTABLE  PAVERS,  INC. 

* 1,609,727  $ 1,615,611 

10/05/90 

11/07/90 

11/08/91 

F.P.M.  GREUFE,  LARRY 
PHONE  NO. 453- 1050 
100.0  128.3 


F.P.M.  STRQHHAYER,  DUANE  J. 

PHONE  NO. 232- 1093 
97.9  96.8 


F.P.M.  QUALE,  KENNETH 
PHONE  NO. 365-2877 
77.9  BY  / / 


F.P.M.  QUALE,  KENNETH 
PHONE  NO. 365-2877 
62.7  BY  / / 


F.P.M.  SWANSON,  ROBERT  E. 

PHONE  NO. 936-2271 

100.0  112.0 


F.P.M.  WOLF,  LARRY 
PHONE  NO. 365-2877 


100.0 


»*  ESTIMATED  COMPLETION  DATE  ONLY 


( 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 

DATE : 02/13/92  _ _ ***  6LENDIVE  DISTRICT  ***  _ _ PAGE  N0:10 


PRIRrCONTRfiCTOR 

flORTTDEPTrorTPANSPORmiOOfiRAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

ORIGINAL 
CONTRACT 
AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

mw  mr  ~ * percent'  * percent'  * r const.'  * r error. 

WORK  BEG.  PROJECT  TIHE 

PRDJ.COMP.  COMPLETE  USED 

rwnFTrcioi 

MACON  - N. 

10.391 

■ iriDETTiftir,  ' 

■'■'WMEpflr." 

* 3,955,992  t 

3,417, 954 

1 T>7  W9T)  FT  P*.  N'. " SAT  TT.  'LARRY 

04/04/91  PHONE  NO. 653-1050 
**10/28/92  86. A 86.7 

F 57-5(16)171 

SLOPE  FLATTEN.,  PMS  OVERLAY, 

WASHINGTON  CONSTRUCTION 

10/05/90 

F.P.M.  STEWART,  DONALD 

SAND  SPRINGS  - W. 

SiC 

11/13/90 

PHONE  NO. 557-2333 

8.116 

$ 

5,060,677 

t 5,118,800 

**09/28/92 

98.0 

76.1 

RS  261-1(6)5 

PMS  OVERLAY 

PORTABLE  PAVERS,  INC. 

10/05/90 

F.P.M.  WOLF,  LARRY 

5 MI.  N.  OF  WIBAUX  - N. 

06/08/91 

PHONE  NO. 365-2877 

IR  96-7(18)235 

WIBAUX  - E.  1 W. 

12.662 

$ 

1,572,238 

♦ 1,500,319 

**06/30/92 

95.6 

F 25-1(17)9 

G,  GS,  PMS,  & STR. 

SK  CONSTRUCTION,  INC. 

12/16/90 

F.P.M.  FRIEND,  DAVE 

9 HI.  N.  OF  CIRCLE  - N. 

7.971 

02/12/91 

PHONE  NO. 365-2877 

$ 

5,287,969 

* 6,826,059 

♦*08/30/92 

91.3 

66.7 

RS  268-2(3)12 

DANIELS  CO.  LINE  - E. 

13.166 

GS,  & PMS 

CENTURY  COMPANIES,  JV 

03/11/91 

06/26/91 

F.P.M.  LA  ROQUE,  ARCHIE 

PHONE  NO. 228-9678 

$ 

1,121,800 

$ 1,063,556 

**06/30/92 

93.0 

108.3 

BRF  62-3(10)73  111 

MILK  RIVER  - S.  OF  GLASGOW 

0.260 

STR.  REPL. 

SLETTEN  CONSTRUCTION  CO. 

03/11/91 

06/01/91 

F.P.M.  BACON.  DAVE  W.  (ACT) 
PHONE  NO. 365-2877 

% 

982,565 

♦ 1,015,506 

11/27/91 

100.0 

87.5 

BR  9062(8) 

USRS  MAIN  CANAL  - SAVAGE 

0.000 

STR.  L APPR’S. 

$ 

TRACY  COWDREY  1 ASSOC. 

03/29/91 

11/12/91 

F.P.M.  QUALE,  KENNETH 

PHONE  NO. 365-2877 

119,518 

1 99,771 

**05/30/92 

83.5 

20.0 

*»  ESTIMATED  COMPLETION  DATE  ONLY 


Q01i ■ Q2/I3/92 


PROJECT  NUMBER 
PROJECT  DESIGNATION 

m'wnmrwr 

VAR.  LOC'S.  - DIST.  19  l «5 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 
♦ **  GLENDIVE  DISTRICT  *** 

PRIRrCORTRfiCTOR 

W1B1M 

MILEAGE  TYPE  OF  WORK  CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

wrBiBimffirvpviir."flKBr.  karoittohebtiw:'. 

0.000  $ 325,956  I 292,689 
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fi0RT:pEpT:-0F-TRfiN5p0RTfiTinR-HARflGER 

' AMD'  BIT  • ‘ PERW  ' PERCENT' ' V CDNST'.  "V  CDRTT 
WORK  BEG.  PROJECT  TIME 

PRO J. COMP.  COMPLETE  USED 

' ■ WWW  ~r.  P'.  W.  ■ Mr. 'LARRY' ' ' ■ 

06/17/91  PHONE  NO. 365-2877 

10/25/91  100.0  BY  11/01/91 


F 1-10(23)581  PMS  OVERLAY 

WOLF  POINT  - U. 

10.559 


BORDER  STATES  PAVING, INC. 
2,788,279  $ 1,013,519 


09/09/91  F.P.M.  BALDWIN. JAMES 

06/13/91  PHONE  NO. 787-5701 

**07/30/92  36.3  83.3 


BR  9036(11)  STR.  i APPR'S. 

NODDY  ISLAND  COULEE 

0.187 


COP  CONSTRUCTION  CO. 
397,758  $ 379,096 


05/02/91  F.P.M.  PETERSON,  LES 

06/03/91  PHONE  NO. 365-5296 

10/16/91  100.0  96.7 


F 37-2(9)63 
ASHLAND  - E. 


PMS  OVERLAY,  MIN.  WID. , SIC  BORDER  STATES  PAVING, INC. 
13-600  * 3,202,006  $ 2,679,237 


06/09/91  F.P.M.  SWANSON.  ROBERT  E. 

07/02/91  PHONE  NO. 936-2271 
**06/28/93  83.5  99.9 


RTF  22-2(11)58  LEVELING,  RUT  FILLING,  SIC 

MEDICINE  LAKE  - N.  ’ 

RTF  1-8(19)958 
W.  OF  MALTA  - U. 

RTF  23-1(19)28 

28  HI.  S.  OF  MILES  CITY  - S. 

25.900 


PORTABLE  PAVERS,  INC. 


837,989  ♦ 521,280 


06/09/91  F.P.M.  BALDWIN, JAMES 

07/02/91  PHONE  NO. 787-5701 

**06/30/92 


62.2 


BR  9013(7) 

PENNEL  CR.-16  MI.  NU  OF  PLEVNA 

0.208 


STR.  i APPR'S. 


MACKIN  CONSTRUCTION  CO 
160,168  t 137,557 


07/02/91  F.P.M.  SCHNEIDT,  JOE 

08/26/91  PHONE  NO. 232-1093 

11/13/91  100.0  BY  11/15/91 


RS  322-1(1)11  STR.  & APPR'S. 

LITTLE  BEAVER  CR.-  SE  OF  BAKER 

0.917 


COP  CONSTRUCTION  CO. 
722,172  $ 7,219 


10/02/91  F.P.M.  SCHNEIDT,  JOE 

/ / PHONE  NO. 232-1093 

**11/28/92  1.0 


*»  ESTIMATED  COMPLETION  DATE  ONLY 


( 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 


DATE : OP/ 13/92 

***  GLENDIVE  DISTRICT  *** 

PAGE  NO: 12 

PRIME  CONTRACTOR 

HONT.DEPTT’OF  TRARSPORTATTDOANBGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

DRTBIM 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

mWMTF' 
WORK  BEG. 
PROJ.COMP. 

"PERCENT  * PERCENT"  IT  CONST."  V CONT. 
PROJECT  TIME 

COMPLETE  USED 

F 57-5116)192 

BIG  DRY  CREEK  - U. 

8.805 

G,  GS,  PMS,  l STR. 

WASHINGTON  CONSTRUCTION 

$ 5,466,600  $ 370,809 

10/02/91 

11/15/91 

♦*12/22/92 

F.P.M.  WOLF.  LARRY 

PHONE  NO. 365-2877 

6.8 

IR  94-4(44)138 

MILES  CITY  - E.  1 «, 

11.303 

PMS  OVERLAY,  SIC 

PORTABLE  PAVERS,  INC. 

< 2,848,444  % 28,485 

10/30/91 

/ / 

**10/30/92 

F.P.M.  STEWART,  DONALD 

PHONE  NO. 557-2333 

1.0 

BR  9010(8) 

W.  FORK  POPLAR  RIVER 

0.000 

STR.  i APPR'S. 

EDWARD  T.  COPPS  CONST. 

t 382,162  $ 3,822 

12/11/91 
/ / 

**12/30/92 

F.P.M.  GREUFE,  LARRY 

PHONE  NO. 653- 1050 

1.0 

HES  39-1(18)13 

S.  OF  COLSTRIP 

1.800 

SIGNS  l FLASHER 

MIDLAND  ELECTRIC  CO.  INC. 

» 21,147  * 0 

12/11/91 
/ / 

**05/30/92 

F.P.M.  STROHMAYER,  DUANE  J. 

PHONE  NO. 232- 1093 

0.0 

SMP  5399(91) 

MAINT.  STOCKPILE  - DIST.  *9 

0.000 

CRUCH  & STOCKPILE  GRAVEL 

KONITZ  CONTRACTING,  INC. 

* 232,700  i 0 

12/11/91 
/ / 

**03/15/93 

F.P.M.  SAIN,  LARRY 

PHONE  NO. 653 -1050 

0.0  BY  03/15/9.? 

SMP  6499(91 1 

MAINT.  STOCKPILE  - DIST.  14 

0.000 

CRUSH  l STOCKPILE  GRAVEL 

FISHER  SAND  AND  GRAVEL  CO. 

* 232,775  $ 2,328 

12/11/91 

/ / 

*♦06/30/92 

F.P.M.  STROHMAYER,  DUANE  J. 

PHONE  NO. 232-1093 

1.0  BY  06/30/92 

RTF  14-6(7)258 

6 MILES  E.  OF  VANANDA  - E. 
RTF  27-3(5)55 

W1BAUI  CO.  LINE  - N. 

RTF  54-1(3)14 

BIDDLE  - N. 

26.900 

LEVELING,  PMS  OVERLAY,  S&C 

BORDER  STATES  PAVING, INC. 

* 2,033,663  $ 0 

02/03/92 
/ / 

**10/01/92 

F.P.M.  PETERSON,  LES 

PHONE  NO. 365-5296 

BY  09/01/92 

0.0 

'»  ESTIMATED  COMPLETION  DATE  ONLY 


( 


c 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FDR  PERIOD  ENDING  01/31/90 


DATE : OE/ 1 3/92 

***  GLENDIVE  DISTRICT  *»* 

PAGE  NO:  13 

PRTRrCORTRACTQR 

'hort:dept:‘of'trarsport»tior"hbraber 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

DTWnM 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

HMD' BUTT' 
WORK  BEG. 
PRO J. COMP. 

"PERCENT"  PERCENT' ' Y CONST*. " ‘ V CDWTT 
PROJECT  TIME 

COMPLETE  USED 

GLENDIVE  DISTRICT  TOTALS: 

(38,988,680  i 37,908,968 
iiniCCMBSlISTRICT  iii 

70. 6 

F-BRF  14-4(7)138 

G,  GS,  PMS,  SIC 

SLETTEN  CONSTRUCTION  CO. 

10/08/89 

F.P.M.  OPIE,  BRUCE  E. 

LAVINA  - U. 

11/07/89 

PHONE  NO. 856-9897 

8.535 

t 

9,008,798  $ 9,899,930 

18/18/91 

100.0 

105.0 

RTF  61-3(7)39 

WIDENING,  PMS  OVERLAY,  SiC 

SLETTEN  CONSTRUCTION  CO. 

07/09/90 

F.P.M.  SACKS,  RAY 

GRASSRANGE  - N.  & S. 

F 61-3(9)96 

08/10/90 

♦*05/30/98 

PHONE  NO. 538-8731 

N.  OF  GRASSRANGE 

11.598 

$ 

3,797,739  ♦ 9,187,381 

98.0 

109.0 

BR  9056(8) 

STR.  1 APPR'S. 

SLETTEN  CONSTRUCTION  CO. 

08/07/90 

F.P.M.  TAYLOR,  DONALD 

YELL.  RV.  - E.  OF  MOSSMAIN 

0.360 

08/31/90 

PHONE  NO. 858-9735 

$ 

1,570,757  $ 1,596,535 

**06/30/98 

98.0 

100,0 

IR  99-1(51)89 

POMPEYS  PILLAR  - CUSTER 

88.789 

MILL,  FILL,  i PMS  OVERLAY 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

08/89/90 

09/17/90 

F.P.M.  OPIE,  BRUCE  E. 

PHONE  NO. 856-9897 

$ 

6,536,119  $ 6,710,997 

11/86/91 

100.0 

97.3 

IR  90-9(71)509 

CROW  AGENCY  INTCH.  - S. 

7.917 

PMS  OVERLAY 

BORDER  STATES  PAVING, INC. 

10/05/90 

03/87/91 

F.P.M.  RUSSELL, RONALD 

PHONE  NO. 665-3919 

$ 

6,139,568  t 6,087,660 

**06/30/98 

98.0 

98.3 

F 57-8(13)97 

MOCCASIN  - E.  & W. 

10.600 

G,  GS,  6 PMS 

$ 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

09/09/91 

05/19/91 

F.P.M.  TILZEY, RONALD 

PHONE  NO. 983-5899 

9,399,979  * 9,686,603 

**08/88/98 

98.0 

69.8 

**  ESTIMATED  COMPLETION  DATE  ONLY 


G 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  01/31/92 

DATE : 02/ 13/9E  ***  BILLINGS  DISTRICT  *** 

pRifroRTRjra 

TOTCIM" 

PROJECT  NUMBER  MILEAGE  TYPE  OF  WORK  CONTRACT  CONTRACTOR 

PROJECT  DESIGNATION  AWARD  AMT.  PAYMENTS 

KILL',  TILL',  “ Y PT(B”  DWTOT  EMPLGr  SARD”  MD”  GRAVEL”  CD"  1NG 

BIG  TIMBER  - E.  4 W. 


16.  E 


I 5,939,592  $ 5,990,566 


"AWARD”  DATE' 
WORK  BEG. 
PR0J.C0MP. 
'"WWW 
09/29/91 
**11/30/92 
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'HORTLDfPTT'Dr  TRAR5P0RTfiTT0R”RARAGER 
'” PEREENT”  ” PERCENT”  ” Y CONST”.  ” Y CDN7 
PROJECT  TIME 

COMPLETE  USED 

' ' F”  P”.  FT.  ” NEVT  LLP,  ” GARY 

PHONE  NO. 932-9872 


63.5 


BRS  919-1(3)9  STR'S.  L APPR'S. 

W.  ROSEBUD  CR.  - FISHTAIL 

0.132 


TAMIETTI  CONSTRUCTION  CO. 
997,706  $ 937,822 


05/02/91  F.P.M.  STIJDEBAKER,  RAYMOND 

05/23/91  PHONE  NO. 252-7329 

11/25/91  100.0  77.5 


RTF  61-31 10)03  PHS  OVERLAY,  SIC 

FRED  ROBINSON  BRIDGE  - N.  I S. 

19.000 


SLETTEN  CONSTRUCTION  CO. 
979,111  $ 950,653 


06/09/91  F.P.M.  SCHUMAN,  DAVID 

07/09/91  PHONE  NO. 295-9802 
**06/30/92  95.1  95.6 


IR  90-8(115)927  INTERCHANGE  LIGHTING  ACE  ELECTRIC,  INC. 

PARK  CITY  INTERCHANGE 
IR  99-1(52)6 
HUNTLEY  INTERCHANGE 
IR  90-9(76)509 
CROW  AGENCY  INTERCHANGE 

0.000  | 183,852  t 81,773 


07/30/91  F.P.M.  SCHUMAN,  DAVID 

09/09/91  PHONE  NO. 295-9802 

**06/30/92 


99.5 


96.7 


F-FLH  37-1(19)19  U2 
BUSBY  - E.  1 W. 


G,  GS,  PMS,  & STR'S. 


9.959 


EMPIRE  SAND  AND  6RAVEL  CO., INC 
9,933,011  $ 1,995,111 


08/28/91  F.P.M.  OPIE.  BRUCE  E. 

09/30/91  PHONE  NO. 85^-9897 
**09/13/92  29.3  8.6 


BRS  919-1(2)0  STR.  6 APPR'S. 

E.  ROSEBUD  CR.-S.  OF  ABSAROKEE 

0.369 


TAMIETTI  CONSTRUCTION  CO. 
615,123  t 325,939 


08/28/91  F.P.M.  STUDEBAKER,  RAYMOND 

09/12/91  PHONE  NO. 252-7329 
**12/28/92  52.9  29.2 


RS  926-2(9)19  PMS  OVERLAY,  SIC 

HANOVER  - E.  1 U. 

7.870 


CENTURY  COMPANIES,  JV 
799,510  $ 131,965 


10/02/91  F.P.M.  TILZEY, RONALD 

10/23/91  PHONE  NO. 923-5299 
**09/22/92  17.6 


**  ESTIMATED  COMPLETION  DATE  ONLY 


DAIE:02/13/?e. 


PROJECT  NUMBER  MILEAGE 

.PROJECT. DESJfiNAJJON 
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PRIHE'CORTRfiCTDR  flORT7DEPT7~OF~TRAR5PORTAT;OR-RARAGER 

DR1G1M mW  TOTT " “ PERCENT'  “ PERCEFT " Y C0RST7  V CONI'. 

TYPE  OF  WORK  CONTRACT  CONTRACTOR  WORK  BEG.  PROJECT  TIME 

AWARD  AMT.  PAYMENTS  _ PROJ.COMP.  COMPLETE  USED 


RS  500-1(1)0 

PMS  OVERLAY,  SiC 

PORTABLE  PAVERS,  INC. 

10/02/91 

MELSTONE  - N. 

7.929 

$ 

913,037  $ 209,506 

10/23/91 

**10/09/92 

IR  0002(32) 

EROSION  CONTROL 

LA  CONSTRUCTION 

10/02/91 

BILLINGS  DIST.  - EROSION  CONT. 

10/22/91 

35.700 

i 

79,971  * 85,302 

11/25/91 

BRF-F  16-1(30)1 

STR'S.  6 APPR'S. 

COP  CONSTRUCTION  CO. 

11/01/91 

EAST  BRIDGE  - BILLINGS 

1.108 

$ 

7,999,953  i 1,921,696 

11/19/91 

**11/28/93 

IR  90-8(121)997 

NEW  INTERCHANGE 

MIDLAND  O'LEARY  INC. 

12/11/91 

S.  BILLINGS  BLVD.  INTERCHANGE 

01/29/92 

0.000 

$ 

9,150,519  * 0 

**01/06/92 

SHP  599(91) 

MAINT.  STOCKPILE  - DIST.  15 

CRUSH  l STOCKPILE  GRAVEL 

KONITZ  CONTRACTING,  INC. 

12/11/91 

/ / 

0.000 

$ 

292,620  $ 0 

**06/30/92 

NH  16-1(31)2 

MAIN  ST.  1 6TH  AVE.  N.  - BLGS. 

RIGHT  TURN  LANE 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

02/03/92 
/ / 

0.100 

$ 

395,063  t 0 

**06/19/92 

H 7199(3) 

CASINO  CREEK  DRIVE  - LEWISTOWN 

WIDENING,  l PMS  OVERLAY 

CENTURY  COMPANIES,  JV 

02/03/92 
/ / 

0.939 

$ 

617,550  % 0 

**11/30/93 

RTF  61-9(6)90 

PMS  OVERLAY,  SiC 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

02/03/92 

F.P.M.  SACKS,  RAY 
PHONE  NO. 538-8731 
22.9 


F.P.M.  SLOE.  DAVID  A. 
PHONE  N0.29B-3827 
100.0 


F.P.M.  SCHUMAN,  DAVID 
PHONE  NO. 295-9802 
17.8 


F.P.M.  SLOE,  DAVID  A. 
PHONE  N0.29B-3827 
0.0 


F.P.M.  SLOE,  DAVID  A. 
PHONE  NO. 298-3827 
0.0 


F.P.M.  WILSON,  HYRON 
PHONE  NO. 252-9138 
0.0 


F.P.M.  WILSON,  MYRON 
PHONE  NO. 252-9 138 
0.0 


F.P.M.  WILSON,  HYRON 
PHONE  NO. 252-9138 


BY  11/15/9* 


BY  06/30/92 


*»  ESTIMATED  COMPLETION  DATE  ONLY 
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ATOTTWTF' 

PERCENT'  “ PERCENT” ' Y CONST". ' 

“TTCDNT. 

PROJECT  NUMBER  MILEAGE 

TYPE  OF  WORK 

CONTRACT  CONTRACTOR 

WORK  BEG. 

PROJECT 

TIME 

PROJECT  DESIGNATION 

AWARD  AMT.  PAYMENTS 

PROJ.COMP. 

COMPLETE 

USED 

ROBRIDEF-'TT. 

5.600 

$ 592,671  t 0 

**10/01/92 

0.0 

BY  09/01/ 

RTF  <*5-2(4)38 

PMS  OVERLAY,  S&C 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

02/03/92 

F.P.M,  WILSON,  MYRON 

HARLOHT OWN  - S. 

/ / 

PHONE  NO. 252-5 138 

RTF  45-1 (11)17 

**09/01/92 

BY  09/01/ 

17  MI.  N.  OF  BIG  TIMBER  - N. 

12.500 

t 711,961  * 0 

0.0 

mCCIHGS'BISTRICrTflTKSI 

fff.T" 

ttt  in 

TOTALS  FOR  ACCTROJECTS: 

*199.869.295  *159.535.059 

75.8 

V 


5><5 


5AIIi03/10/?i_OC-LC=r. 


PROJECT  NUHBER 
.MJECJ.PESJfiNflJiON. 


£a7azmv  u)P 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDIN6  03/29/92 
***  MISSOULA  DISTRICT  *** 


PAGE 

NOROEPT:~OE~TRANSPORTATTON 
AWffilT  DATE' ' ‘ PERCENT' ' PERCENT" ' V CONST'. 


MILEAGE  TYPE  OF  WORK  CONTRACT  CONTRACTOR  WORK  BEG.  PROJECT 

AWARD,  AML PA_YME_NJ_S_ PROLCOMP,.  _ COMPLETE. 


RTF-BRF  1-1(31)19 
TROY  - LIBBY  (W.  SECT.) 

F 1-1(32)23  l F-DE  0201(802) 

TROY  - LIBBY  (E.  SECT.) 

RTF  1-1(33)17  U1 
TROY  REST  AREA  (6RADING) 

15.965 


BHF  1-1(22)6 
N.W.  OF  TROY 
F 1-1(28)0 
TROY  - W. 

HES  56-2(3)30 
3 LOCS.  - S.  OF  TROY 
FH  62-1(9)27  (RS  508) 

YAAK  RIVER  ROAD 

16.678 


F 1-2(31)123 

LaSALLE  RD.  INT.-  KALI SPELL 

0.000 


G,  fiS,  PMS,  l OGFC  WASHINGTON  CONSTRUCTION 


Hr 


$ 19,979,070  t 32.586,938 


STR.  WIDENING 


RIVERSIDE  CONTRACTI 


N6  u 


i"sq  i-* 

|fs  ^ 

* 9,920,830  $ 9.253,39|<g  £g 

® 5 f\J 


SIGNING,  l SIGNALS 


NELCON,  INC. 

t 269.629  $ 216,972 


10/07/88 

11/16/88 

**09/13/92 


E?  03/29/91 
s 09/06/91 
**09/13/92 


F.P.M.  MITCHELL.  JAMES  D. 
PHONE  NO. 295-5782 


F.P.M.  MARIN,  GARY  R. 
PHONE  NO. 756-7029 


96.2 


F.P.M.  TOMBRIN).  DAN 
PHONE  NO. 756-7023 
80.5 


RTH  81 13(9) 

HIGGINS  AVE.  BR.  - MISSOULA 

RTF  7-2(13)95 

MADISON  ST.  BR.  - MISSOULA 


F-FH  5-9(9)168  6 FH  12-1(3) 
FORTINE  - N. 


STR.  REHAB. 


0.000 


G,  GS,  PMS,  l STR. 


9.899 


FRONTIER-WEST,  INC. 

i 165,029  $ 155.965 

WASHINGTON  CONSTRUCTION 
i 9,997,991  $ 2,129,932 


06/09/91  F.P.M.  CHEZICK,  LAWRENCE  J. 

07/29/91  PHONE  NO. 826-9957 

**09/13/92  B 

99.2 


07/02/91  F.P.M.  PIEDALUE,  EUGENE  R. 

08/09/91  PHONE  NO. 861-2213 

**10/30/92  97.6 


RS  269-1(9)0 


WIDEN  & PMS  OVERLAY 

A- I PAVING,  INC. 

07/11/91 

F.P.M.  JOHNSON,  ROBERT  L 

PHONE  NO. 821-9968 

NO:  I 
MANAGER 
rCDFlL 
TIME 
USED 


139.9 


91.0 


51.6 


'Y  10/15/91 


39.5 


**  ESTIMATED  COMPLETION  DATE  ONLY 


■ 


:03/ 10/9E 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

nMnrnnr"tDRTOLnr — 


MILEAGE 


A.  793 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  0B/29/9E 
***  MISSOULA  DISTRICT  **♦ 

PRIHrCONTRfiCTOR 

BRIBING 

TYPE  OF  WORN  CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 


$ 1.593,355  $ 1,336,953 


PAGE  NO:  2 

HDRT:iJEpT:-0F-rRPR5pDRTRTTIjR- RARAGER 
■ ■ mw  BATE' ' ' PERCENT" " PERCENT' ' V CONST'. ' ' T CONT'. 
WORK  BEG.  PROJECT  TIME 

PRO J. COMP.  COMPLETE  USED 

"0B705791 

**06/30/92  83.9  77.5 


IR  90-1(111)35  RESEAL  JOINTS 

ST.  REGIS  - E. 

3.331 


MULTIPLE  CONCRETE  ENTERPRISES 
629,096  $ 6,292 


12/11/91  F.P.M.  JOHNSON.  ROBERT  L. 

/ / PHONE  NO. 82 1-9968 
**07/30/92  1.0 


SMP  3299(91)  CRUSH  & STOCKPILE  GRAVEL  KONITZ  CONTRACTING.  INC. 

MAINT.  STOCKPILE  - DIST.  II 

0.000  $ 269,210  $ 0 


12/11/91  F.P.M.  WILLIAMS.  JAMES  R. 

/ / PHONE  NO. 721-1769 

**07/30/92  0.0  BY  06/30/92 


SMP  1599(91)  CRUSH  i STOCKPILE  GRAVEL  WASHINGTON  CONSTRUCTION 

MAINT.  STOCKPILE  - DIST.  II 

0.000  i 515,591  $ 59,196 


12/11/91  F.P.M.  CHRISINGER. KENNETH  L 

02/12/92  PHONE  NO. 756-7056 
**06/30/92  10.5  BY  06/30/92 


BH  9027(5)  STR.  REHAB. 

KOOTENAI  RV.-  NW  EDGE  OF  TROY 

0.100 


BINKERD  CONSTRUCTION.  INC. 
902,799  $ 127,926 


12/11/91  F.P.M.  KALBER6,  J.  GARY 

01/27/92  PHONE  NO. 756-7026 
**08/27/92  31.8 


HES  373-1(1)0 
E.  OF  WOODS  IDE 


BR.  RAIL  REV.  L END  TREATMENT  OMO  CONSTRUCTION  INC 
1-200  « 65,079  $ 652 


02/03/92  F.F.M.  WILLIAMS.  JAMES  R. 

/ / PHONE  NO. 72 1-1769 

**05/29/92  1.0 


BR  9091(10)  STR.  L APPR'S. 

B ' ROOT  CANAL  - N.E.OF  HAMILTON 

0.085 


FRONTIER-WEST,  INC. 
210,395  t 97,730 


02/03/92  F.P.M.  CHEZICK,  LAWRENCE  J. 

02/19/92  PHONE  NO. 826-9957 
**07/31/92  22.7 


; yjfjIWjM.  : : 


*♦  ESTIMATED  COMPLETION  DATE  ONLY 
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***  BUTTE  DISTRICT  *** 

PAGE  NO:  3 

PRIME  CONTRACTOR 

MONT. DEPT.  uE  TRANSPORTATION  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

ORIGINAL 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

ATIARITDATF' 
WORK  BEG. 
PRO J. COMP. 

' ' PERCENT" " PERCENT" " Y CONST".  " " Y CONT'. 
PROJECT  TIME 

COMPLETE  USED 

BRF-F  84-1(5)8 

MADISON  RV.  - E.  OF  NORRIS 

STR. 

0.000 

l APPR'S. 

COP  CONSTRUCTION  CO. 

$ 1,735.825  * 1,640,073 

10/05/90 

11/02/90 

**06/30/92 

F.P.M.  WIE6E,  HAROLD 

PHONE  NO. 685-3290 

94.5  98.3 

F 8-2(29)46 

PCCP  & STR.  REHAB. 

DICK  ANDERSON  CONSTRUCTION 

03/11/91 

F.P.M.  ENGSTEDT,  CARL 

EAST  HELENA  - E.  & U. 

04/15/91 

PHONE  NO. 444-6326 

3.951 

t 

1,388,575  $ 1,226,390 

**06/30/92 

88.3 

66.0 

M 1816(5) 

G,  GS,  PHS 

JIM  GILMAN  EXCAVATING  INC. 

03/11/91 

F.P.M.  HELD,  TERRY  (ACTING) 

ELIZABETH  WARREN  AVE. 

- BUTTE 

04/22/91 

PHONE  NO. 494-2403 

0.946 

% 

684,397  i 649,633 

10/15/91 

100.0 

96.7 

RS  284-3(2)16 

S.E. 

GS,  PMS,  S&C 

JIM  GILMAN  EXCAVATING  INC. 

03/11/91 

F.P.M.  O'BRIEN. MURRAY  (ACT) 

BROADWATER  CO.  LINE  - 

22.329 

03/21/91 

PHONE  NO. 494-3224 

t 

595, 1B8  $ 560,187 

10/24/91 

100.0 

91.1 

HES  11-1(20)21 

S.  OF  EMIGRANT 

0.380 

SLOPE  FLATTEN,  1 DELINEATION 

STANDISH  CONSTRUCTION 

04/09/91 

07/13/91 

F.P.M.  SAUNDERS, LESLIE 

PHONE  NO. 222-8199 

$ 

58,383  $ 58,304 

**06/30/92 

93.0 

233.3 

F 8-4(14)57 

WINSTON  - N. 

8.300 

MILL,  FILL,  PMS  OVERLAY 

RIVERSIDE  CONTRACTING 

06/04/91 

07/22/91 

F.P.M.  McCORMICK, THOMAS 

PHONE  NO. 266-3925 

* 

2,272,172  * 2,090,294 

**04/13/92 

92.0 

91.1 

RS  278-1(6)0 

JACKSON  INTERCHANGE  - 

W. 

8.700 

G,  GS,  i PMS 

JIM  GILMAN  EXCAVATING  INC. 

06/04/91 

08/28/91 

F.P.M.  WILLIAMS,  PAUL 

PHONE  NO. 683-6290 

$ 

1,821,855  $ 453,750 

**06/30/92 

24.9 

34.0 

H 1805(4) 

G,  GS,  PMS 

JIM  GILMAN  EXCAVATING  INC. 

06/04/91 

F.P.M.  HELD,  TERRY  (ACTING) 

PHONE  NO. 499 -2903 


**  ESTIMATED  COMPLETION  DATE  ONLY 


1 


DAIE:03/10/?2. 


PROJECT  NUMBER 
PROJECT  DESIGNATION 
HDlflB'  AVF. ' - “ BB77F 


MILEAGE 


1.598 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  02/29/92 
***  BUTTE  DISTRICT  ♦ ** 


'PRTRE'CONTRACTOR 

'BRIBIM 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 


i 849,903  $ 715.825 


PAGE  NO:  *t 

ROfiT:DEpT:-orTRARSpORTfiTIorflfiRfiGER 

' * FoTF  * ' PERCENT" ' PERCENT' ' V ERNST". " " T CBNT". 

WORK  BEG.  PROJECT  TIME 

PRO J. COMP.  COMPLETE  USED 

"F772W1 

**06/30/92  89.2  100.0 


RTF  13-5(1)93  MILL,  PMS  OVERLAY.  SIC  JIM  GILMAN  EXCAVATING  INC. 

THREE  FORKS  - W. 

RTS  229-1(1)0 

N.  MONTANA  AVE.-  N.  OF  HELENA 
RTM  1801(1) 

BREWERY  BYPASS  - BUTTE 
RT  97586(1 ) 

CENTENNIAL  DR.-  W.  OF  BUTTE 
RTS  518-1(1)0 
MONTANA  CITY  ROAD 
RTF  69-1(7)32 
BOULDER  - S. 

RTM  5809(9) 

N.  MONTANA  AVE.-  HELENA 
RTF  29-9(19)83 
HARRISON  AVE.  - BUTTE 
RTF  8-1(15)23 
MacDONALD  PASS  (W.  SIDE) 

RTF  29-9(15)78 
BUTTE  - S. 

39.868  $ 2,050,992  i 1,109,668 


06/09/91 

08/05/91 

**06/30/92 


F.P.M.  WILLIAMS.  PAUL 
PHONE  NO. 683-6290 


IR  90-9(90)229 

CONTINENTAL  DRIVE  INT.-  BUTTE 
IR  15-1(78)69 
N.  DILLON  INTERCHANGE 

0.000 


PARTIAL  INTERCHANGE  LIGHTING 


SKINNER  ENTERPRISES 


218,590  $ 125,697 


07/02/91  F.P.M.  HUNTER, LARRY 

10/18/91  PHONE  NO. 782-1797 

**06/30/92 


RS-BRS  231-1(3)0  G,  GS,  PMS,  6 STR'S. 

GREEN  MEADOW  DR.  - HELENA 

3.097 


MARONICK  CONST.  CO.,  INC 
2,368,379  $ 993,892 


07/30/91  F.P.M.  ENGSTEDT,  CARL 

08/26/91  PHONE  NO. 999-6326 

**06/29/92  39.9  3S  p 


BR  9001(12) 


STR.  I APPR'S. 


TAMIETTI  CONSTRUCTION  CO. 


08/28/91  F.P.M.  WIEBE,  HAROLD 
PHONE  NO. 685-3290 


**  ESTIMATED  COMPLETION  DATE  ONLY 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  02/29/92 
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***  BUTTE  DISTRICT  *** 

PAGE  NO:  5 

PRIME  CONTRACTOR  ' 

fiONTTDCPT 

/"O' "TRANSPORTATION ‘MANAGER 

PROJECT  NUMBER  MILEAGE 

PROJECT  DESIGNATION 

TYPE  OF  WORK 

ORIGINAL 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

'"'TmfTWT 

WORK  BEG. 
PRO J. COMP. 

“PERCENT" 

PROJECT 

COMPLETE 

’ PERCENT" " V CONST".  “ T CDFlT. 

TIME 

USED 

BiMMAOivr-'soriniLir 

0.132 

$ 293,876  1 190,692 

wn  T/W- 
**05/28/92 

69.8 

28.3 

BRF  29-1(18)50 

STR.  1 APPRS.  (NEW  ALIGNMENT) 

JIM  GILMAN  EXCAVATING  INC. 

08/28/91 

F.P.M.  GILMAN.  ROBERT 

JEFF.RV.-  N.  OF  TWIN  BRIDGES 

09/26/91 

PHONE  NO. 686-5869 

0.693 

i 

1,778,982  $ 823,203 

**05/31/92 

66.3 

26.0 

RRS-BRS  205-1(13)28 

RROP  REPLACEMENT  & APPRS. 

DICK  ANDERSON  CONSTRUCTION 

10/30/91 

F.P.M.  SAUNDERS, LESLIE 

BN  RROP  - N.  OF  BOZEMAN 

0.517 

$ 

2,728,516  t 27,916 

02/27/92 

**09/23/92 

PHONE  NO. 222-8199 

1.0 

IR  0002(22)  U1 

STR.  REHAB. 

SLETTEN  CONSTRUCTION  CO. 

12/11/91 

F.P.M.  HUNTER. LARRY 

1-90  BR.  REHAB.  - DIST.  12 

0.200 

/ / 

PHONE  NO. 782- 1797 

$ 

1,366,663  $ 13,668 

**06/30/92 

1.0 

BY  11/01/92 

F 16-1(6)16 

DEEP  CREEK  CANYON 

0.179 

RIPRAP  i CHANNELIZATION 

O'NEILL  CONTRACTING.  INC. 

02/03/92 
/ / 

F.P.M.  O'BRIEN. MURRAY  ( 
PHONE  NO. 696-3226 

ACT) 

1 

39,965  $ 600 

**05/29/92 

1.0 

F 66-2(5)26 

BIG  HOLE  RIVER  - W.  OF  WISDOM 

0.000 

RIPRAP  PLACEMENT 

R I CH-MARK- 1 VERSON,  JV 

02/03/92 
/ / 

F.P.M.  DOUGHERTY,  HUGH 
PHONE  NO. 696-3226 

(ACT 

$ 

66,721  $ 0 

**05/29/92 

0.0 

F 66-1(8)7 

BIG  SKY  SLIDE  »2 

0.000 

SLIDE  CORRECTION 

$ 

A.M.  WELLES 

02/03/92 
/ / 

F.P.M.  DOUGHERTY,  HUGH 
PHONE  NO. 696-3226 

(ACT 

39,860  $ 600 

**06/30/92 

1 .0 

NH  86-1(17)0 

ROUSE  3 M-HALL  l T-RACK-BZMN 

0.000 

SIGNAL  INSTALLATION 

SCOTT  CONSTRUCTION  INC. 

02/03/92 

F.P.M.  McCORHICK. THOMAS 

PHONE  NO. 266-3925 

$ 

50,687  $ 507 

**07/31/92 

1.0 

**  ESTIMATED  COMPLETION  DATE  ONLY 
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MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  02/29/92 


DATE : 03/10/92 

***  BUTTE  DISTRICT  **♦ 

PAGE 

NO:  6 

PRTME  CONTRACTOR  *' 

MONT. DEPT.  Ot-  TRANSPORTATION  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE  TYPE  OF  WORK 

URTCTM 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

AWARD*  DATE" 
WORK  BEG. 
PRO J. COMP. 

PERCENT  PERCENT*  T CONST".  ‘ 
PROJECT 

COMPLETE 

TCDNT. 

TIME 

USED 

NH  50-2(28)88 

MILLING  l PMS  OVERLAY 

PIONEER  READY  MIX 

02/03/92 

F.P.M.  McCQRMICK, THOMAS 

W.  MAIN  ST.  - BOZEMAN 

0.000 

$ 800,000  t 8,001 

/ / 

**07/31/92 

PHONE  NO. 266-3925 

1 .0 

BUTTE  DISTRICT  TOTALS: 

* 21 ,1D7*,TB3  1U>,lTT,Wr 

■*'*50* 

BR  9008(11) 

TETON  RV.  - 1 MI.  S.  OF  LOMA 

0.134 

STR.  L APPR'S. 

t 

EDWARD  T.  CORPS  CONST. 

283,890  $ 206,098 

03/11/91 

08/12/91 

**06/30/92 

F.P.M.  WILMQT.  DOUG 

PHONE  NO. 622-5369 

72.6 

58.9 

F 10-2(18)62 

LOMA  - BIG  SANDY 

20.428 

G,  GS,  PMS,  i STR'S. 

$ 

SLETTEN  CONSTRUCTION  CO. 

6,958,186  $ 5,278,704 

03/11/91 

04/15/91 

**10/28/92 

F.P.M.  ENDERSON.  GLEN 

PHONE  NO. 739-4205 

75.9 

85.1 

H 5712(3) 

14TH  AVE.  - HAVRE 

0.400 

G,  GS,  i PMS 

t 

BALTRUSCH  CONST.  CO., INC. 

659,318  $ 640,672 

04/09/91 

05/06/91 

**06/30/92 

F.P.H.  TREFTZ.  GORDON 

PHONE  NO. 353-4944 

97.2 

100.0 

RTS  221-1(1)24 

MAIN  ST.  - DUTTON 

RT  81005(1) 

BRADY  - COLLINS  (FRONTAGE  RD. ) 
RT  81006(1) 

BRADY  - MIDWAY  (FRONTAGE  RD. ) 
RTS  365-1(4)0 

CENTRAL  AVE.-  BRADY 

PMS  OVERLAY,  S&C 

SLETTEN  CONSTRUCTION  CO. 

06/04/91 

06/26/91 

**06/30/92 

F.P.M.  HICKMAN,  TERRY 

PHONE  NO. 278-7931 

17.640 

t 

945,611  ♦ 866,268 

91.6 

86. 7 

IR  15-4(67)216 

SIEBEN  - AUGUSTA  INTERCHANGE 


MILLING,  PMS  OVERLAY,  SIC, 
BR.  REHAB,  l EPOXY  STRIPING 

11.611 


RIVERSIDE  CONTRACTING 
3,170,613  $ 2,278,471 


07/30/91  F.P.M.  THOMSON,  BOB 

08/19/91  PHONE  NO. 727-4350 

**07/28/92  71,9 


**  ESTIMATED  COMPLETION  DATE  ONLY 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  02/29/92 


DATE:03/ 10/92 

***  6REAT  FALLS  DISTRICT  *** 
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PRIRETONTRSCTOR 

■flOROEFT:'OF'TRARSPORTATIOOARfiGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

mrnrn 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

mwm  r 

WORK  BEG. 
PROJ.COMP. 

PERCENT" ' PERCENT"  V CONST". 
PROJECT 

COMPLETE 

"VW. 

TIME 

USED 

F 1-7(9)930 

FORT  BELKNAP  - E. 

16.372 

G,  GS,  PMS,  6 STR'S. 

SK  CONSTRUCTION,  INC. 

♦ 12,715,057  t 3,321,713 

08/28/91 

09/29/91 

**07/28/99 

F.P.M.  TREFTZ,  GORDON 

PHONE  NO. 353-9999 

26.1 

11.7 

HES  1-3(23)205 

W.  OF  E.  6LACIER 

1.520 

CABLE  GDRL.  INSTALLATION 

OMO  CONSTRUCTION  INC 

$ 63,892  $ 0 

12/11/91 
/ / 

**08/30/92 

F.P.M.  LEO.  DENNIS 

PHONE  NO. 939-2970 

0.0 

SMP  799(91) 

MAINT.  STOCKPILE  - DIST.  #3 

0.000 

CRUSH  l STOCKPILE  GRAVEL 

KONITZ  CONTRACTING,  INC. 

$ 299,260  $ 99,970 

12/11/91 

01/17/92 

**06/30/92 

F.P.M.  LEO,  DENNIS 

PHONE  NO. 939-2970 

33.2 

BY  06/30/92 

NH  60-2(27)71 

ARMINGTON  JUNCTION 

0.000 

REST  AREA  l HEIGH  STATION 

BOST  CONSTRUCTION 

$ 1,106,976  * 0 

02/03/92 
/ / 

**09/18/92 

F.P.M.  THOMSON.  BOB 

PHONE  NO. 727-9350 

0.0 

RTF  60-1(9)26 

KINGS  HILL  - N.  t S. 

13.900 

PMS  OVERLAY,  S6C 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

♦ 889,936  $ 0 

02/03/92 
/ / 

**10/01/92 

F.P.M.  ENDERSON,  GLEN 

PHONE  NO. 739-9205 

0.0 

BY  09/01/92 

NH  1-7(17)928 

MILK  RIVER  BRIDGE 

0.000 

RIPRAP  PLACEMENT 

SHUMAKER  TRUCK I N6  AND  EXC. 

* 191,255  * 0 

02/03/92 
/ / 

**05/29/92 

F.P.M.  SPRINGER,  JAY 

PHONE  NO. 727-9350 

0 . 0 

'vr.v 


**  ESTIMATED  COMPLETION  DATE  ONLY 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDIN6  02/29/92 
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PROJECT  NUMBER 


PRIME  CONTRACTOR 

ront;dept;'of_tpansportation  manager 

— BR1BI1IAI 

AWARD' DATE"' 

■ ' PERCENT' ' PERCENT ' V CONST'. ' 

" VCDNT. 

HILEAGE 

TYPE  OF  WORK 

CONTRACT  CONTRACTOR 

WORK  BEG. 

PROJECT 

TIME 

AWARD  AMT.  PAYMENTS 

PRQJ.COMP. 

COMPLETE 

USED 

UPGRADE  PUMPING  FACILITIES 

OLANDER  CONTRACTING  CO. 

02/27/90 

F.P.M.  GREUFE,  LARRY 

05/15/90 

PHONE  NO. 653- 1050 

0.000 

$ 

396.357  % 380,795 

09/09/91 

100.0 

123.2 

G,  GS,  & PMS 

KIEWIT  WESTERN  CO. 

05/09/90 

F.P.M.  STROHMAYER,  DUANE  J 

07/09/90 

PHONE  NO. 232-1093 

9.986 

$ 

10,151,983  $ 9.938,757 

**06/30/93 

97.9 

99.7 

FENCING  6 SEEDING  (NEGOTIATED 

ASSINIBDINE  L SIOUX  TRIBES 

05/29/90 

F.P.M.  QUALE,  KENNETH 

0.000 

TRIBAL  CONTRACT) 

07/09/90 

PHONE  NO. 365-2877 

$ 

207,929  $ 160,835 

**06/30/92 

77.9 

BY  / / 

FENCING  i SEEDIN6  (NEGOTIATED 

ASSINIBOINE  6 SIOUX  TRIBES 

05/29/90 

F.P.M.  QUALE,  KENNETH 

0.000 

TRIBAL  CONTRACT) 

07/09/90 

PHONE  NO. 365-2877 

i 

69,566  $ 93,599 

**06/30/92 

62.7 

BY  / / 

WIDENING,  & PMS  OVERLAY 

BORDER  STATES  PAVING, INC. 

07/09/90 

F.P.M.  SWANSON,  ROBERT  E, 

11.000 

08/20/90 

PHONE  NO. 936-2271 

$ 

2,821,029  * 2,817,017 

01/31/92 

100.0 

112.0 

PMS  OVERLAY,  L RUBBER  RR  XING 

PORTABLE  PAVERS,  INC. 

10/05/90 

F.P.M.  WOLF.  LARRY 

11/07/90 

11/08/91 

PHONE  NO. 365-2877 

2.555 

* 

1,609,727  $ 1,622,199 

100.0 

WIDENIN6,  PMS  OVERLAY,  l 3TR. 

PRINCE,  INC. 

10/05/90 

F.P.M.  SAIN,  LARRY 

10.391 

09/09/91 

PHONE  NO. 653- 1050 

t 

3,955,992  $ 3,917,959 

**10/28/92 

86.9 

86.1 

RRS  9138(63) 

B.N.R.R.  U-PASS'S  - DIST.  19 


F-FLH  37-1(12)9 
BUSBY  - W. 


F-BRF  32-1(9)6  U2 
MACON  - N. 


RS  938-1(7)25  U2 
25  MI.  N.  OF  NASHUA  - 


F 23-3(9)108 
HAMMOND  - S.E. 


F 98-1(1)0 

BUSINESS  LOOP  - GLENDIVE 
F 57-7(10)326 
BUSINESS  LOOP  - GLENDIVE 


F-BRF  32-1(9)6  U1 
MACON  - N. 


**  ESTIMATED  COMPLETION  DATE  ONLY 


r 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  02/29/92 
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"HOBTTDEPTT'OF’TRBflSPORTRTTON'HBRAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  NORF 

DRTSTM 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

AWARD  DATE 
WORK  BEG. 
PRDJ.CQMP. 

KKIW ' PERCENT- ' V CONST  T CONT-. 
PROJECT  TIME 

COMPLETE  USED 

F 57-5(14)171 

SAND  SPRINGS  - W. 

8.116 

SLOPE  FLATTEN.,  PMS  OVERLAY, 
SiC 

WASHINGTON  CONSTRUCTION 

♦ 5,040,677  t 5,122.384 

10/05/90 

11/13/90 

**09/28/92 

F.P.M.  STEWART,  DONALD 

PHONE  NO. 557-2333 

98.0  72.1 

RS  261-1(4)5 

PMS  OVERLAY 

PORTABLE  PAVERS,  INC. 

10/05/90 

F.P.M.  WOLF,  LARRY 

5 MI.  N.  OF  WIBAUX  - N. 

04/08/91 

PHONE  NO. 3fa5-2877 

IR  94-7(18)235 

WIBAUX  - E.  i W. 

12.662 

$ 1,572,238  t 1,500,319 

**06/30/92 

95.4 

F 25-1(17)9 

9 HI.  N.  OF  CIRCLE  - N. 

7.971 

G,  GS,  PMS,  L STR. 

$ 

SK  CONSTRUCTION,  INC. 

5,287,949  $ 4,831,228 

12/14/90 

02/12/91 

**08/30/92 

F.P.M.  FRIEND.  DAVE 

PHONE  NO. 365-2877 

91.4 

66.7 

RS  248-2(3)12 

DANIELS  CO.  LINE  - E. 

13.146 

GS,  l PMS 

$ 

CENTURY  COMPANIES,  JV 

1,121,800  $ 1,043,554 

03/11/91 

06/24/91 

**06/30/92 

F.P.M.  LA  ROQUE,  ARCHIE 

PHONE  NO. 228-9478 

93.0 

108.3 

BRF  42-3(10)73  U1 

MILK  RIVER  - S.  OF  GLASGOW 

0.240 

STR.  REPL. 

$ 

SLETTEN  CONSTRUCTION  CO. 

982,545  $ 1,015,506 

03/11/91 

04/01/91 

11/27/91 

F.P.M.  BACON,  DAVE  W.  (ACT) 
PHONE  NO. 365-2877 

100.0 

87.5 

BR  9042(8) 

USRS  MAIN  CANAL  - SAVAGE 

0.000 

STR.  i APPR'S. 

* 

TRACY  COWDREY  l ASSOC. 

119,518  $ 99,771 

03/29/91 

11/12/91 

**05/30/92 

F.P.M.  QUALE,  KENNETH 

PHONE  NO. 365-2877 

83.5 

20.0 

F 1-10(23)581 

WOLF  POINT  - W. 

10.554 

PMS  OVERLAY 

$ 

BORDER  STATES  PAVING, INC. 

2,788,279  $ 1,013,519 

04/09/91 

06/13/91 

**07/30/92 

F.P.M.  BALDWIN. JAMES 

PHONE  NO. 787-5701 

36.3 

83.3 

*»  ESTIMATED  COMPLETION  DATE  ONLY 


m 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  02/29/92 


DATE:03/10/92 

♦♦*  6LENDIVE  DISTRICT  *♦♦ 
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PRIRE'CDRTRACTOR 

nUNT.DEPTrOF'TRfiflSPORTATION  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

MILEAGE 

TYPE  OF  WORK 

ORTGTM 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

TWWTF' 
WORK  BEG. 
PRO J. COMP. 

percent  percent  r const. 

PROJECT 

COMPLETE 

TCDNT . 
TIME 
USED 

F 37-2(9)63 

ASHLAND  - E. 

13.600 

PMS  OVERLAY,  MIN.  HID.,  SIC 

BORDER  STATES  PAVING, INC. 

1 3,202,006  i 2,674.237 

06/04/91 

07/02/91 

♦*06/28/93 

F.P.M.  SWANSON,  ROBERT  E. 
PHONE  NO. 436-2271 

83.5 

49.4 

RTF  22-2(11)58 

MEDICINE  LAKE  - N. 

RTF  1-8(19)458 

LEVELING,  RUT  FILLING,  SiC 

PORTABLE  PAVERS,  INC. 

06/04/91 

07/02/91 

**06/30/92 

F.P.M.  BALDWIN  JAMES 

PHONE  NO. 787-5701 

U.  OF  MALTA  - W. 

RTF  23-1(14)28 

28  HI.  S.  OF  MILES  CITY  - S. 


25. AGO  $ 837,484  $ 521,280  62.2 


BR  9013(7) 

PENNEL  CR.-16  MI.  NW  OF  PLEVNA 

0.208 

STR.  i APPR'S. 

$ 

MACKIN  CONSTRUCTION  CO 

160,168  $ 137,557 

07/02/91 

08/26/91 

11/13/91 

F.P.M.  SCHNE1DT,  JOE 
PHONE  NO. 232-1093 

100.0 

RS  322-1(1)11 

LITTLE  BEAVER  CR.-  SE  OF  BAKER 

0.41? 

STR.  1 APPR'S. 

$ 

COP  CONSTRUCTION  CO. 

722,172  $ 7,219 

10/02/91 
/ / 

**11/28/92 

F.P.M.  SCHNEIDT,  JOE 
PHONE  NO. 232- 1093 

1.0 

F 57-5(16)192 

BI6  DRY  CREEK  - W. 

8.B05 

6,  GS,  PMS,  l STR. 

$ 

WASHINGTON  CONSTRUCTION 

5,466,600  $ 763,095 

10/02/91 

11/15/91 

**12/22/92 

F.P.M.  WOLF,  LARRY 
PHONE  NO. 365-2877 

14.0 

IR  94-4(44)138 

MILES  CITY  - E.  1 W. 

11.303 

PMS  OVERLAY,  SIC 

t 

PORTABLE  PAVERS,  INC. 

2,848,444  $ 28,485 

10/30/91 
/ / 

**10/30/92 

F.P.M.  STEWART,  DONALD 
PHONE  NO. 557-2333 

1.0 

BR  9010(8) 

W.  FORK  POPLAR  RIVER 

0.000 

STR.  i APPR'S. 

i 

EDWARD  T.  CORPS  CONST. 

382,162  1 3,822 

12/11/91 
/ / 

♦*12/30/92 

F.P.M.  GREUFE,  LARRY 
PHONE  NO. 653-1050 

1.0 

**  ESTIMATED  COMPLETION  DATE  ONLY 
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AWARD  AMT.  PAYMENTS 


PAGE  NO: 1 1 

HONOEPTrOF^RANSPORTATTOOANAGER 

’ mW  DM" " ' PERCENT " PEW  ENT' ' V CONST' " V CONT '. 
WORK  BEG.  PROJECT  TIME 

PROJ. COMP.  COMPLETE  USED 


HES  39-1(18)13 
S.  OF  COLSTRIP 


SIGNS  i FLASHER 


MIDLAND  ELECTRIC  CO.  INC. 
21,147  i 0 


12/11/91  F.P.H.  STROHHAYER,  DUANE  J. 

/ / PHONE  NO. 232-1093 
**05/30/92  0.0 


SMP  5399(91) 

CRUCH  l STOCKPILE  GRAVEL 

KONITZ  CONTRACTING.  INC. 

12/11/91 

F.P.M.  SAIN.  LARRY 

MAINT.  STOCKPILE 

- DIST.  *4 

0.000 

$ 232.700  $ 0 

/ / 

**03/15/93 

PHONE  NO. 653- 1050 

0.0 

BY  03/15/93 

SMP  4499(91) 

CRUSH  l STOCKPILE  GRAVEL 

FISHER  SAND  AND  GRAVEL  CD. 

12/11/91 

F.P.H.  STROHHAYER,  DUANE  ; 

I. 

MAINT.  STOCKPILE 

- DIST.  14 

/ / 

PHONE  NO. 232- 1093 

0.000 

t 232,775  t 2.328 

**06/30/92 

1.0 

BY  06/30/92 

RTF  14-6(7)258  LEVELING,  PMS  OVERLAY,  SIC 

BORDER  STATES  PAVING. INC. 

02/03/92 

F.P.M.  SWANSON.  ROBERT  E. 

6 MILES  E.  OF  VANANDA  - E. 

/ / 

PHONE  NO. 436-2271 

RTF  27-3(5)55 

**10/01/92 

BY  09/01/92 

WIBAUX  CO.  LINE  - N. 

RTF  54-1(3)9 

BIDDLE  - N. 

31.900 

$ 2,033,663  * 0 

0.0 

gcehpj9e;dtstrtct;jdtacsj; 


i ~5?,'?5?,T05 ' ' '37745  700 
— ***‘Blt[TRGS"DISTfiICT  «*♦ 


7r;r; 


F-BRF  14-4(7)138 

G,  GS,  PMS,  SIC 

SLETTEN  CONSTRUCTION  CO. 

10/02/89 

F.P.M.  OP  IE,  BRUCE  E. 

LAVINA  - W. 

8.535 

% 4,008,792  $ 9,308,394 

11/07/89 

12/12/91 

PHONE  NO. 856-4897 

100.0 

99.2 

RTF  61-3(7)34 

WIDENING,  PMS  OVERLAY,  SIC 

• SLETTEN  CONSTRUCTION  CO. 

07/09/90 

F.P.M.  SACKS,  RAY 

GRASSRANGE  - N.  6 S. 

08/10/90 

PHONE  NO. 538-8731 

F 61-3(9)46 

N.  OF  6RASSRANGE 

11.542 

* 3,797,739  $ 4,187,381 

**05/30/92 

98.0 

95, 

**  ESTIMATED  COMPLETION  DATE  ONLY 
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PROJECT  NUMBER 

PROJECT  DESIGNATION 
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TYPE  OF  WORK 

'"DR'IDIM 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

AWARD' DATE" 
WORK  BEG. 
PRO J. COMP. 

PERCENT  percent  T CONST.  ' 
PROJECT 

COMPLETE 

V,  CO  NT . 
TIME 
USED 

BR  9056(8) 

YELL.  RV.  - E.  OF  MOSSMAIN 

0.360 

5TR.  & APPR'S. 

1 

SLETTEN  CONSTRUCTION  CO. 

1,570,757  t 1,546,535 

08/07/90 

08/31/90 

**06/30/92 

F.P.H.  TAYLOR,  DONALD 

PHONE  NO. 252-9735 

98.0 

100.0 

IR  99-1(51)24 

POMPEYS  PILLAR  - CUSTER 

22.784 

MILL,  FILL,  l PMS  OVERLAY 

i 

EMPIRE  SAND  AND  6RAVEL  CO., INC 

6,536,114  i 6,720,926 

08/29/90 

09/17/90 

11/26/91 

F.P.M.  OPIE.  BRUCE  E. 

PHONE  NO. 856-4897 

100.0 

94.2 

IR  90-9(71)509 

CRON  AGENCY  INTCH.  - S. 

7.917 

PMS  OVERLAY 

$ 

BORDER  STATES  PAVING, INC. 

6,139,568  $ 6,087,660 

10/05/90 

03/27/91 

**06/30/92 

F.P.M.  RUSSELL. RONALD 

PHONE  NO. 665-3914 

98.0 

87.4 

F 57-2(13)47 

MOCCASIN  - E.  t,  W. 

10.600 

G,  GS.  1 PMS 

» 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

4,344,479  I 4,686,603 

04/09/91 

05/14/91 

**08/28/92 

F.P.M.  TILZEY, RONALD 

PHONE  NO. 423-5294 

98.0 

61.3 

IR  90-7(57)361 

BIG  TIMBER  - E.  t U. 

16.866 

HILL,  FILL,  l PMS  OVERLAY 

$ 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

5,439,592  » 5,442,527 

04/09/91 

04/29/91 

**11/30/92 

F.P.M.  NEVILLE,  GARY 

PHONE  NO. 932-4872 

98.0 

62.9 

BRS  419-1(3)4 

H.  ROSEBUD  CR.  - FISHTAIL 

0.132 

STR'S.  L APPR'S. 

$ 

TAMIETTI  CONSTRUCTION  CO. 

447,706  $ 437,822 

05/02/91 

05/23/91 

11/25/91 

F.P.M.  STUDEBAKER,  RAYMOND 
PHONE  NO. 252-7329 

100.0 

77.5 

RTF  61-3(10)83 

FRED  ROBINSON  BRIDGE  - N.  6 S, 

14.000 

PMS  OVERLAY,  SLC 

$ 

SLETTEN  CONSTRUCTION  CO. 

474,111  I 450,653 

06/04/91 

07/09/91 

**06/30/92 

F.P.M.  SCHUMAN,  DAVID 

PHONE  NO. 245-9802 

95.1 

95.6 

IR  90-8(115)427 

INTERCHANGE  LIGHTING 

ACE  ELECTRIC,  INC. 

07/30/91 

F.P.M.  SCHUMAN,  DAVID 

PHONE  NO. 245- 9802 

**  ESTIMATED  COMPLETION  DATE  ONLY 
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PROJECT  NUMBER 

PROJECT  DESIGNATION 

MILEA6E 

TYPE  OF  WORK 

mmK 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 

AWARD" DATE" 
WORK  BEG. 
PRO  I. COMP. 

- " PERCENT"  - PERCENT'-  Y CONST'. ' * 
PROJECT 

COMPLETE 

T CUNT- 
TIME 
USED 

pfiTrnTnsTEMJBr 

IR  94-1(52)6 

HUNTLEY  INTERCHANGE 

IR  90-9(76)509 

CROW  AGENCY  INTERCHANGE 

0.000 

$ 183,852  t 134,416 

wmiw 

**06/30/92 

73.1 

46.7 

F-FLH  37-1(14)19  U2 

BUSBY  - E.  & U. 

4.954 

6,  GS,  PMS,  & STR'S. 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

% 4,933,011  t 1,445,111 

08/28/91 

09/30/91 

**04/13/92 

F.P.M.  OPIE.  BRUCE  E. 

PHONE  NO. 056-4897 

29.3 

8.6 

BRS  419-1(2)0 

E.  ROSEBUD  CR.-S.  OF  ABSAROKEE 

0.369 

STR.  1 APPR'S. 

TAMIETTI  CONSTRUCTION  CO. 

* 615,123  t 325,439 

08/28/91 

09/12/91 

**12/28/92 

F.P.M.  STUOEBAKER,  RAYMOND 
PHONE  NO. 252-7329 

52.9 

28.5 

RS  426-2(4)19 

HANOVER  - E.  & U. 

7.B70 

PMS  OVERLAY,  SiC 

CENTURY  COMPANIES,  JV 

i 749,510  $ 131,965 

10/02/91 

10/23/91 

**09/22/92 

F.P.M.  TIL2EY. RONALD 

PHONE  NO. 423-5294 

17.6 

RS  500-1(1)0 

MELSTONE  - N. 

7.924 

PMS  OVERLAY,  SAC 

PORTABLE  PAVERS,  INC. 

* 913,037  $ 209,506 

10/02/91 

10/23/91 

**10/04/92 

F.P.M.  SACKS,  RAY 

PHONE  NO. 539-873! 

22.9 

BRF-F  16-1(30)1 

EAST  BRIDGE  - BILLINGS 

1.108 

STR'S.  1 APPR’S. 

COP  CONSTRUCTION  CO. 

* 7,994,453  $ 1,849,071 

11/01/91 

11/19/91 

**11/28/93 

F.P.M.  SCHUMAN.  DAVID 

PHONE  NO. 245-9802 

23.1 

IR  90-8(121)447 

S.  BILLINGS  BLVD.  INTERCHANGE 

0.000 

NEU  INTERCHANGE 

MIDLAND  O'LEARY  INC. 

* 4,150,514  % 81,630 

12/11/91 

01/29/92 

**04/13/92 

F.P.M.  SLOE.  DAVID  A. 

PHONE  N0.2A8-3827 

2.0 

»»  ESTIMATED  COMPLETION  DATE  ONLY 


( 


V 


% 


QAIE:03/10/?E. 


PROJECT  NUMBER  MILEAGE 

fBP J ^ C J_  DE  S I G N A J J 0 N_  _ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  OP/29/92 
***  BILLINGS  DISTRICT  *** 
PRTRrCONTPACTOR 

- mmmr 

CONTRACT  CONTRACTOR 

AWARD  AMT.  PAYMENTS 


PAGE  NO:  19 

flORT:^pT:-orTRfifjSpoRTATIOR-flANAGER 

■ MT  W\l~ ' * PERCENT" " PERCENT' ' T CONST".  ' ' T CENT". 
WORK  BEG.  PROJECT  TIME 

PRO J. COMP.  COMPLETE  USED  _ 


SHP  599(91)  CRUSH  & STOCKPILE  GRAVEL 

HAINT.  STOCKPILE  - DIST.  15 

0.000 


KONITZ  CONTRACTING.  INC. 
£92,620  I 2,926 


12/11/91 

F.P.M.  SLOE,  DAVID  A. 

i 1 

PHONE  N0.29B-3B27 

*♦06/30/92 

1.0 

BY  06/30/92 

NH  16-1(31)2  RI6HT  TURN  LANE 

MAIN  ST.  6 6TH  AVE.  N.  - BLGS. 

0.100 


EMPIRE  SAND  AND  GRAVEL  CO.. INC 
395,063  $ 0 


02/03/92  F.P.M.  SCHUHAN.  DAVID 

/ / PHONE  NO. 295-9902 
**06/19/92  0.0 


H 7199(3)  WIDENING,  & PHS  OVERLAY  CENTURY  COMPANIES,  JV 

CASINO  CR.  DRIVE  - LEWISTOWN 

0.939  * 617,550  * 


02/03/92  F.P.M,  SACKS.  RAY 

/ / PHONE  NO. 538-8731 

**11/30/93  0.0 


RTF  61-9(6)90  PHS  OVERLAY,  S6C 

MOBRIDGE  - N. 

5.600 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
592,671  i 0 


02/03/92  F.P.M.  SACKS.  RAY 

/ / PHONE  NO. 538-8731 

**10/01/92  0.0 


BY  09/01/92 


RTF  95-2(9)38  PMS  OVERLAY,  SiC 

HARLOUTOWN  - S. 

RTF  95-1(11)17 

17  MI.  N.  OF  BIG  TIMBER  - N. 

12.500 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

02/03/92 
/ / 

**09/01/92 

F.P.M.  NEVILLE,  GARY 
PHONE  NO. 932-9872 

BY  09/01/92 

711,961  $ 0 

0.0 

Bjc:i«G_s;pi_5TRTCT;i_0Tfi_[sj; 


"it*  ti* 


. _ A*A .STALE  _M I DE  * * * 


1 


DATE: 09  09  '92 


PROJECT  NUHEER  LENb'H 
PROJECT  pESIGNAJiM 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUPEAL1 

CONSTRUE r ION  REPORT  FOR  PERIOD  ENBDING  03-31 *98 
***  MISSOULA  DISTRICT  <** 

PRrnr  CONTRACTOR"' 

uFTCTRAl"  ""AOARDTATE" 

ENGINEER  CONTRACT  CONTRACTOR  NO! IF.  WORK  BEG. 

ESTIMATE  AWARD  ANT . PAYMENTS  STATUS  WORK  COMP . 


JOT.DEFT' 
""  PERCENT" 
PROJECT 
CONPLETEI 


[EL  D 


GhSE 
"P 1JECT ' 


MANAGER 
CENT. 
r I ME 


1R  90-1(105)15 
HAUGAN  WEIGH  STATION 


NEIGH  STATION 

0.000 


C.D,  CONTRACTORS 
t 2,660,593  $ 2,920,393 


APRR  02/08/88 
05/15/69  03/19'88 

2,733,099  06/10/91 


F.P.H.  JOHNSON.  ROBERT  L. 
PHONE  tLi  : 851-9^08 

100%  1 .iOX 


RTF-BRF  1-1(31)19 

WASHINGTON  CONSTRUCTION 

ARPR 

10/07/88 

F.F'.H.  HlTCHEcL,  JANES  D, 

TROY  - LIBBY  IN.  SECT.) 

6,  GS,  PHS,  & OGFC 

03/05/9! 

11/16/38 

PHONE  NG  -.295-5782 

F 1-1(32)23  l F-OE  0201(802) 

ARPR 

06/01/9E**-* 

« 

TROY  - LIBBY  (E.  SECT.) 

G,  GS,  PHS,  l OGFC 

06/10/91 

RTF  1-1(33)1?  01 

APPR 

TROY  REST  AREA  (GRADING) 

R.A.  APPR.  ROAD  GRADING 

03/13/91 

CONTRACT  TOTAL 

15.965 

t 

10,820,019  t 19,979,070  9 32,586,9.18 

9814  i 35  X 

F 5-9(7)160 

J.J.  WELCOME  CONST.  CO.,  INC. 

APPR 

12/13/88 

F.P.H.  PIEDALUE,  EUGENE  h. 

DICKEY  LAKE  - N.  i S. 

G,  GS,  PHS,  1 OGFC 

09/12  91 

02/87/89 

PHONE  NU  : 881 -28 i 3 

8.719 

i 

7,060,981  9 7,062,320  9 8,391,610 

10/30/91 

1 OOX  96 1, 

RTF  1-1(33)17  U2 

SKINNER  ENTERPRISES 

APPR 

12/15/89 

F.P.H.  HI ICHElL , TARES  D. 

TROY  REST  AREA  (BUILDING) 

PHS,  L COMPLETE  R.A. 

FACILITY 

02/09/92 

03/05/90 

PHONE  NO  ; 295-5782 

0.000 

♦ 

928,223  9 968,095  9 999,722 

08/30/91 

1 OOX  09/0 1/^ 

RTF-BRF  7-1(36)23 

WASHINGTON  CONSTRUCTION 

APPR 

12/15/89 

F.P.H.  JOHNSON,  ROBERT  [_. 

DARBY  - S. 

6,  GS,  PHS,  fc  STR'S. 

03/12/91 

01/29/90 

PHONE  NO  :821-99S9 

RTF-BRF  7-1(37)31 

ARPR 

09/18/91 

DARBY  - N. 

G.  GS,  PHS,  SIC.  LIGHTING, ST.  DRAIN,  i STR'S. 

11/18/91 

CONTRACT  TOTAL 

19.627 

> 

11,186,587  9 10,517,796  1 10,756,952 

100*4  ! m 

IR  90-1(109)23 

FRONTIER-WEST,  INC. 

02/02/90 

F.P.H.  CHEIICK,  LAHREHEE  J. 

ST.  REGIS  RIVER  BRIDGES 

STR.  REPAIR 

03/19/90 

PHONE  NO  :325-Ai57 

0.000 

$ 

839,937  9 687,161  9 508,691 

06/12/91 

100'/  90X 

RTF  1-2(98)185 

NELCON,  INC. 

05/09/90 

F.P.H.  CHRISIN3ER, KENNETH  L 

JAVA  - SUNNI T 

PHS  OVERLAY,  SIC 

05/22/90 

PHONE  NO  : 756-7056 

RTF  83-2(9)78 

APPR 

08/29/91 

SHAN  LA)  E - N. 

PHS  OVERLAY,  SfcC 

09/29/91 

CONTRACT  TOTAL 

17.700 

9 

1,799,113  9 1,591,982  9 1,999,998 

100’a  09/01/9' 

BHF  1-1(22)6 

RIVERSIDE  CONTRACTING 

08/07/90 

F . c . fl . MARIN,  GARY  P. 

N.H.  OF  TROY 

STR.  WIDENING 

08/13/90 

PHONE  NO  : 756-7029 

08/13/90  PHONE  NO  : 756-7029 

STATE  DOCUMENTS  COLLECTION 


M4  £ST  I MATTED  COHPLEI  ION  DATE 

1 is  • y I*  i\L 

» * [p"i 

APR  13  1992 

- 1 UU!\j 

MONTANA  STATE  LIBRARY 
Ul_.  1515  E.  6th  AVE. 
HELENA,  MONTANA 

ibb! 


% 

1 

% 

DAIE;04/09/92 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ERODING  03/31 
**♦  MISSOULA  DISTRICT  *** 

/92 

-AGE  N 't  c 

" ~ “ PRIME  CONTRACTOR 

- sqrt:deft;-fie[d  wage* 

PROTECT  NUMBER 

LENGTH 

ORIGINAL 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

award  date 

MOD  IF.  WORK  BEG. 

_ STATUS  WORK  COMP, 

PEE  CENT  ■{  CDhT;- 

PROJECT  VME 

CMPLEJED  USED 

F 1-I»:E8)0 

TROY  - W. 

HES  56-2(3)30 

3 LOG'S.  - S.  OF  TROT 

FH  62-1(9)27  IRS  5081 
v'AAK  RIVER  ROAD 

CONTRACT  TOTAL 

16.678 

WIDENING.  4 FMS  OVERLAY 

GUARDRAIL  4 MISC.  AFPR.  IMP. 

PMS  OVERLAY 

i 3,369,180  i 9,920,830  i 

4,253,390 

APPR  06/01/92*** 

07/26 '91 

967.  914 

« 

IR  90-2(78)99 

MISSOULA  - W. 

11.219 

DIAMOND  SURFACING, INC 

PCCP  REHABILITATION 

$ 9,863,720  1 9,633,339  t 

4,805,051 

FEND  10/05/90 

03/27/92  11/15/90 

11/21/91 

F.P.M,  M AAR T , WILLIAM  C. 

PHONE  Nu  :549-6m91 

! 00*  1834 

RS  263-1(6)1 

MULLAN  ROAD  IE.  SECT.) 

5.886 

WESTERN  MATERIALS.  INC. 

G,  GS.  4 PMS 

$ 2,913,963  * 2,084,808  i 

1,995,09? 

03/11/91 

03(23/91 

09/26/91 

F.P.M.  WILLIAMS,  JAMES  R. 

PHONE  NO  :721-1?59 

1004  934 

SMP  1899 1 90) 

MAINT.  STOCKPILE  - DIST.  11 

0.000 

SCHELLINGER  CONST  CO., INC, 

CRUSH  4 STOCKPILE  GRAVEL 

t 534,425  i 398,530  $ 475,703 

03/11/91 

04/16/91 

11/06/91 

F.P.M.  CHR I SINGER . 1 ENNETH  L 
PHONE  NO  .•756-7056 

1004  I!. 01/91 

SMP  21/99(90) 

MAINT.  STOCKPILE  - DIST.  #! 

0.000 

PERFECT  CONCRETE.  INC 

CRUSH  4 STOCKPILE  GRAVEL 

4 493,850  1 411,975  » 

939,753 

03/11/91 

05/06/91 

09/19/91 

F.P.M.  COLTER,  SUSAN  . 

PHONE  NO  ; 258-6353 

1004  11/01/91 

F 1-2(31)123 

LaSALLE  RD.  INT.-  KALI  SPELL 

0.000 

NELCON,  INC. 

SIGNING,  4 SIGNALS 

* 294,456  ♦ 269,629  t 

297,011 

03/29/91 

09/06/91 

06/01/92*** 

F.P.M.  T0M8R11A , DAK 

PHONE  NO  :756-7(>23 

924  524 

RTM  8113(4) 

HIGGINS  AVE.  BF.  - MISSOULA 
RTF  7-2(13)95 

MADISON  ST.  BR.  - MISSOULA 
CONTRACT  TOTAL 

0.000 

FRONTIER-WEST,  INC. 

STR.  REHAB. 

3TR.  REHAB. 

t 145,734  i 165,024  i 

155,955 

06/04/91 

07/29/91 

06/01/92*** 

F.P.M.  CHEZICK,  LAWRENCE  J. 
PHONE  NO  : 326-Ai 57 

944  10/15/9: 

RT  81008(1) 

ALBERTON  - NINEMILE  (2  LOC'S.I 

0.900 

WESTERN  MATERIALS,  INC. 

STR.  REM. (2),  S,  GS.  4 PMS 

* 147,037  $ 113,138  $ 

100,754 

06/04/^1 

06/13/91 

10/02/91 

F.P.M.  COLTER,  SUSAN  C. 

PHONE  NO  : 253-6853 

1004  09/01/91 

***  ESTIMATED  COMPLETION  DATE 


DATE: 04/09/92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDBIN6  03/31 '9? 

***  MISSOULA  DISTRICT  h. 

PRIME-CONTRACTOR'  " 

0R1G1RAL"  - 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PhjE  NO:  3 

HONTTDEFTT'FIELD'PRGTECT  MANAGER 

ASARD'DATE  PERCENT  rrONTT" 

WORK  BEG.  PROJECT  time 

WORK  COMP.  COMPLETED  USED 


F-FH  5-4(9)163  l FH  13-1(3) 
FORTINE  - N. 


4.899 


G.  GS.  PMS,  i STR. 


WASHINGTON  CONSTRUCTION 
I A ,952,04 A i 4,447,491  $ 2,475,131 


07/02/91  F.P.M.  PiEDALUE,  EUGENE  R. 

08/09/91  PHONE  NO  :881-22l3 

07/04/93***  5bX  35X 


RS  269-1(9)0 
HAMILTON  - CORVALLIS 


4.793 


WIDEN  l PMS  OVERLAY 


A-l  PAVING.  INC. 

$ 1,825,446  * 1.593,355  $ 1,336,953 


07/11/91  F.P.M.  JOHNSON,  ROBERT  L. 

08/05/91  PHONE  NO  :82l-4468 

11/20/92***  64X  . m 


1R  90-1 (111)35 
ST.  REGIS  - E. 


3.331 


RESEAL  JOINTS 


MULTIPLE  CONCRETE  ENTERPRISES 
777,266  % 629,096  t 6,292 


12/11/91  F.P.M.  JOHNSON.  ROBERT  L. 

/ / PHONE  NO  :B21-4h6B 

12/03/92***  IX  it  X 


SMP  3299(91 

MAINT.  STOCKPILE  - DIST.  11 


CRUSH  & STOCKPILE  GRAVEL 


PERFECT  CONCRETE,  INC 
275,100  * 362.575  * 


12/11/91  F.P.M.  WILLIAMS,  JAMES  R. 

03/10/92  PHONE  NO  :721-l7i9 

06/30/92***  OX  06/30/92 


SMP  1599(91' 

MAINT . STOCKPILE  - DIST.  II 


0.000 


CRUSH  i STOCKPILE  GRAVEL 


WASHINGTON  CONSTRUCTION 
231.105  f 515,541  t 95,192 


12/11/91  F.P.M.  CHRISlNSER.KENSETrf  L 

02/12/92  °HONE  NO  :756-7056 

06/30/92***  18X  06/ jo/*! 


BH  9027(5! 

KOOTENAI  RV.-  NM  EDGE  OF  TROY 


0.100 


STR.  REHAB. 


BINKERD  CONSTRUCTION,  INC. 
404.760  $ 402,749  $ 209,345 


12/11/91  F.P.M.  K.ALEERG,  J,  GmSy 

01/27/92  PHONE  NO  :756-'02c 

10/06/92***  52X  0:-. 


HES  373-1(1)0 
E.  OF  WOODS  IDE 


0.600 


OMO  CONSTRUCTION  INC 
BRIDGE  RAIL  L BRIDGE  APPROACHGUARDRAIL 

$ 00,079  $ 65,074  $ 


60,519 


02/03/92  F.P.M.  WILLIAMS,  JAMES  R. 

03/09/92  PHONE  NO  :72!-l769 

08/28/92***  93X  ()% 


Bfi  9041(10) 

B ‘ ROOT  CANAL  - N.E.OF  HAMILTON 


0.035 


STR.  t APPR'S. 


FRONTIER-WEST,  INC. 

t 209,453  t 210,345  t 129,939 


02/03/92  F.P.M.  CHEZICK,  LAWRENCE  J 

02/19/92  PHONE  NO  :B26-445? 

10/01/92***  62X  OX 


HES  1-2(53)121 

IDAHO  ST.  I 3RD  AVE.  E.-KLSP. 

HES  1-2(541122 

IDAHO  ST  l 7TH  AVE.  E.-KLSP. 


SIGNAL  REVISION 
SIGNAL  REVISION 


MONTANA  LINES.  INC 


03/12/92  F.P.M.  TOM&RIN) , DAN 

03/23/92  PHONE  NO  :?56-70?3 

08/09/92*** 


***  ESTIMATED  COMPLETION  DATE 


c: 


4 


DATE: 


19/92 


PROJECT  NUMBER 
PFOJECT  DESIGNATION 


LENGTH 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDUING  03/31 
**♦  MISSOULA  DISTRICT  *♦» 

prihe'cdshjactur 

... DMGlRfiL 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  Ah] ...PAYMENTS 


M0D1F. 

STATUS 


AMRO  ATE' 
WORE  BEG. 
WORK  COMP. 


hortvpept:  he: 

FEF.lEn1  "" 
PROTECT 
COMPLETED 


iANAGFP 

rbf-T 

TIME 

Ob  EL 


HE 3 1-2 '55)1  El 

US  2 & US  93  I NT . - KALI SPELL 
CONTRACT  TOTAL 


0.000 


SIGNAL  REVISION 


93.  W i 


RTF  65-1(3)0 

M.  FK.  FLATHEAD  R.-  U.  GLACIER 

RTF  6-1(51)28 

CLARK  FORK  - TROUT  CR. 

RTF  6-l'52!49 

CLARK  FK.-W.  OF  THOMPSON  FALLS 
RTF  6-1(53)13 
BN  RPOF  - W.  OF  NO) ON 
RTF  1-2(53)137 

FLATHEAD  RIV.  - COLUMBIA  FALLS 
CONTRACT  TOTAL 


FRONTIER-WEST,  INC. 


BR.  DECK  SEALING 
BR.  DECK  SEALING 
BR.  DECK  SEALING 
BR.  DECK  SEALING 
BR.  DECK  SEALING 


03/12/92  F.P.M.  MITCHELL,  JAMES  D. 

/ / PHONE  NO  : 295-5782 

09/01/92*** 


,7l9  * 189,550  t 


1R  0002(33) 
BRIDGE  REHAB. 


DIET.  II 


0.000 


BR.  DECK  REHAB. 


DICK  ANDERSON  CONSTRUCTION 
$ 922,  B7E  t 930,279  i 9,3)39 


03/12/92  F.P.M.  MAAPT,  WILLIAM  C. 

/ / PHONE  NO  : 099-6991 

06/1B/93***  17, 


RTF  33-1(7)10 
LIBBY  DAM  - N.  1 S. 


55.130 


PMS  OVERLAY,  5 & C 


RIVERSIDE  CONTRACTING 
932,670  ♦ 939,71?  * 


1,893 


03/12/92  F.P.M,  MITCHELL,  JAMES  L . 
03/27/92  PHONE  NO  :295-5^S 
09/01/92***  U ' 9-01/92 


RTS  507-1(5)0 
ALBERTOh 


0.000 


RR  BRIDGE  REMOVAL 


MCDANIEL  AND  SONS  CONTRACTORS 
63,898  * 41,384  % 919 


03/12/92  F.P.M.  WILLIAMS.  JAMES  R. 

09/01/92  PHONE  NO  ;?2l-l?69 

10/29/92***  IX  09/01/92 


NH  0002(18) 

MISSOULA  DIST.  - EROSION  CONT. 


19.200 


EROSION  CONTROL 


63,321 


09/03/92  F.P.M.  VANMIL , MARI  IN  C 

/ PHONE  NO  : 599-6991 

06/12/92***  OK 


RT  32166(1) 
0.5  MILES  E. 


OF  NINEMILE 


0.000 


SJR.  REHAB. 


SCOTT  CONSTRUCTION  INC. 

$ 105,840  i 83,599  t 0 


04/07/92  F.P.M.  VANMIL,  MARTIN  C. 

/ / PHONE  NO  : 549-6991 

10/29/92***  OX  09/01 j 


mtssoola  diswt totals::;: 


: : _ If  I5f  Z5  EZ  Z45? ; ; ;f  s : rs?  ; ; ; t :73  zss  r : r 9 ? ; ; ; ; 


e 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ERODING  03/31/95 


DATE : 0 A - 09  / 92 

*♦*  BUTTE  DISTRICT  *** 

PAGE 

PRIME  CONTRACTOR 

MON  .DEFT.  !- ; El D PPi.tr 

ORIGINAL 

kWARD  DATE 

PERCENT  1 

PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT  CONTRACTOR 

MOD  IF. 

WORK  BEG. 

PROJECT 

PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT.  PAYMENTS 

STATUS 

WOPK  COMP, 

completed 

F 59-2(8)93 

JIM  GILMAN  EXCAVATING  InC. 

APFR 

79/05/89 

F.P.M.  EI.GSTEDT,  CA'-L 

QVANDO  - E, 

WIDENING.  PMS  OVERLAY, 

SLC 

02 '19/91 

10/05/89 

PHONE  NO  ;m99-638: 

12.200 

t 9,291,999  t 9,063,798  K 9.277,279 

08/30/91 

10  OX 

IR  15-1(72)1? 

EMPIRE  SAND  AND  GRAVEL  CD., INC 

APPR 

11/03/89 

F.P  M.  WILLIAMS,  PAUL 

LIMA  - REDRDCK 

PMS  OVERLAY,  SiC 

09/17/90 

02/05/90 

PHONE  NO  : 683- 6290 

IR  15-1(73) 3? 

APPR 

11/02/90 

RED  ROCK  INTERCHANGE  - N. 

PMS  OVERLAY.  3&L 

09/17/90 

CONTRACT  TOTAL 

38.350 

$ 6,633,891  t 5,993,33'’  $ 6,099,255 

100% 

RT  22(1!) 

JIM  GILMAN  EXCAVATING  INC. 

APPR 

05/09/90 

F.P.M.  WILLIAMS,  PAUL 

WHITEHALL  - W. 

LEVELING,  SIC 

10/22/91 

08/06/90 

PHONE  NO  :6B3-6290 

RT  2203) 

APPR 

09/17/91 

ELK  PARK,  FRONTAGE  RD. 

LEVELING,  S6C 

10/22/91 

RTF  69-1(6)0 

APPR 

WHITEHALL  - KERB'S  JCT. 

LEVELING,  S&C 

10/P2/91 

RTS  359-1(1)0 

APPR 

KEBB'S  JCT.  - CARDWELL 

LEVELING,  SIC 

10/22/91 

RTS  991-2(1)9 

APPR 

CRACEERVILLE  - OPPORrUNITV 
CONTRACT  TOTAL 

30.900 

LEVELING,  SLC 

* 1,333,928  $ (it  0 

10/22/91 

06. 

RTI-SMP  0002(28) 

INTERSTATE  SPECIALTIES,  INC. 

07/09/90 

F.P.M.  DOUGHERTY,  HUGr- 

BUTTE  DIST.  STRIPING 

328.700 

PAVEMENT  STRIPING 

07/31/90 

PHONE  NO  : 999 -3229 

t 393.123  t 312,965  t 273,039 

09/27/90 

100%  i 

RS  590-1(7)2? 

DEEP  CREEK  BR.  - N. 

0.697 

G,  GS,  PMS,  l PIPE 

SWAN  AND  SONS  CONST.  CO. 

08/0? • 90 
09/09/90 

F.P.M.  SAUNDERS, LESLIE 
PHONE  NO  :222-Bl99 

t 893,127  t 567,017  t 529,392 

10/31/91 

1 001 

RRF-F  99-1(5)3 

MADISON  RV.  - E.  OF  NORRIS 

0.000 

STfi.  i APPR'S. 

COP  CONSTRUCTION  CD. 

10/05/90 

11/02/90 

F.P.M.  WILLIAMS,  PAUL 
PHONE  NO  :6&3-i89-.< 

t 2,126,302  t 1,735,825  t 1,690,073 

06/01/92*** 

99X 

F 8-2(29)96 

EAST  HELENA  - E.  {,  W. 

3.951 

PCCP  & STR.  REHAB. 

DICK  ANDERSON  CONSTRUCTION 

t 1,620,639  t 1,388,575  t 1,226,390 

03/11/9! 

09, 15/91 
06/17/92*** 

F.P.M.  ENG5TEDT,  CARL 
PHONE  NO  ;4ii9-/3'5*' 

flax 

H'i; 

MAnAGE 

cent: 

TINE 

uSED.. 

B5X 


106X 


( OCT 

O/i,  ] / 9t 

163H 

9BX 

86'. 


***  ESTIMATED  COMPLETION  DATE 


c 


o 


DATE:09/0;,/?2 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  03*31/92 
***  BUTTE  DISTRICT  ♦ ♦* 

PRIBE'COBTRhCTDR 

DfiTGlNAC 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF, 

EE T I MATE  AWARD  AMI.  PAYMENTS  STATUS 


' ' ' host : oeftt'fie; i prgjf* t ' naha :-e  r 

' SHARD” DATE  FEF’EnT  ""  5 W. 

WORK  BEG.  PROJECT  "IMS 

WORT  COMP.  COMPLETED  ; SEE 


M 18165 > 

ELISABETH  WARREN  AVE.  - BUTTE 


G.  GS,  PMS 


JIM  GILMAN  E/CAVATING  INC. 

$ 773. 969  $ faSA , 39T  $ 699,633 


03/ 11*91  F.P.M. 


ON/ 22/ 9! 
10/ 15/91 


phone  nc  :49a 

1007. 


I AST  If  3) 


RS  28^-3(2)16 

BROADWATER  CO.  LINE  - S.E. 


22.329 


GS,  PMS,  SIC 


JIM  GILMAN  EXCAVATING  INC. 

$ 790,530  $ 595,188  i 560,167 


03/ 1191 
03/21/91 
10/29/91 


F.P.M,  0 BRIEN, MURRAY  (Ad) 
PHONE  NO  :49h-3229 

1"0X  « 919 


RRP  9139(66)  U! 

OAR.  LOG'S.  - DIST.  11  1 12 


HES  11-1(20)21 
S.  OF  EMIGRANT 


0.000 


0.380 


RR  SIGNING  l PVMT.  MKGS. 


MONTANA  LINES.  INC 
I 9,379,223  $ 923.657  t 938,837 

STANDISH  CONSTRUCTION 


SLOPE  FLATTEN,  i DELINEA1 ION 

I 93,553  i 53,383  f 


j8,3l 


09 '09/91  F.P.M.  DOUGHERTY,  HUGH  (ACT 

06/ 10/91  PHONE  NO  :999-322h 

09/20/91  1C0X  il  ij ! / 9 1 


09/09/91  F.P.M.  SAUNDERS, LESLIE 

07/13/91  PHONE  NO  :222-S!F9 

06/01/92***  1 00%  2337, 


IR  15-9(68)193 

cedar  st.  interchange -Helena 


0.000 


traffic  signals 


SKINNER  ENTERPRISES 

♦ 53,372  i 95,889  $ 51,959 


06/09/91  F.P.M.  ENGSTEDT,  CARL 

08/19/91  PHONE  NO  :99t-632ci 

10/10/91  100X  52X 


F 8-9(19)57 
WINSTON  - N. 


8.300 


MILL,  FILL,  PMS  OVERLAY 


RIVERSIDE  CONTRACTING 
» 2,325,697  $ 2,272,172  * 2,090,299 


06/09/91  F.P.M.  HcCORHICy.JHQNmS 

07/22/91  PHONE  NO  : 586-5079 

11/15/92***  92X  91  j 


RS  278-1(6)0 
JACKSON  INTERCHANGE  - W. 


.700 


G,  GS,  L PMS 


JIM  GILMAN  E/CAVATING  INC. 

* 2,210,857  $ 1,821,855  i 769,792 


06/09/91  F.P.M.  WILLIAMS,  PAUL 

08/28/91  PHONE  NO  .-683-6290 

11/18/92***  92X  3 


M 1805(9) 

HOLMES  AVE.  - BUTTE 


1.598 


G,  GS,  PMS 


JIM  GILMAN  EXCAVATING  INC. 

* 1,075,235  $ 899,903  $ 716,986 


06/09/91  F.P.M.  HELD,  TERRY  (ACTING) 

07/29/91  PHONE  NO  : 999-29(3 

09/11/92***  S'*1/  inrtx 


RTF  13-5(1)93 
THREE  FORKS  - W. 

RTS  229-1(1)0 

N.  MONTANA  AVE.-  N.  OF  HELENA 


MILL,  PMS  OVERLAY,  SIC 
PMS  OVERLAY,  SLC 


JIM  GILMAN  EXCAVATING  INC. 


06/09/91  F.P.M.  WILLIAMS.  PAUL 

08/05/91  PHONE  NO  :683-629- 

06/01/92*** 


♦**  ESTIMATED  COMPLETION  DATE 


e 


c 


i I 


MONTANA  DEPARTHENT  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ERODING  03-31 -'92 
♦»»  EUTTE  DISTRICT  *** 

;AGt  Nfl: 

RONOEFT'.TIECP'FRu'ECT'MAWS 
“"PERCENT  “ CDuT; 

PROJECT  i:«E 

COMPLETED  USED 

' 

pRISE  CONTRACTOR 

i 

M 1 71 D n ' r.  A T c 

PROJECT  NUMBER  LENGTH 

DcmrrT  r>cc irm/it I nw 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MOD I F . 

AWARD  DA  It 
MOP-  BEG. 
WORK  COMP, 

RTM  1801(1- 

BREMER v BYPASS  - BUTTE 

RMS  OVERLAY.  SIC 

RT  97586(1) 

CENTENNIAL  DR.-  H.  OF  BUTTE 

PMS  OVERLAY,  S6C 

k ! S _Td  1 ( I ) 

MONTANA  C I TV  ROAD 

PMS  O'LAY,  6DRL.  INST.,  SIC 

RTF  69-1(7)30 

BOULDER  - S. 

PMS  OVERLAY,  S6C 

• 

RTM  5809(9) 

N.  MONTANA  AVE.-  HELENA 

PMS  OVERLAY,  SiC 

RTF  29-9(19)83 

HARRISON  AVE.  - BUTTE 

SEAL  & COVER 

RTF  8-1(15)23 

Mac  DONALD  PASS  (M.  SIDE) 

RMS  OVERLAY.  StC 

RTF  29-9(15)78 

BUTTE  - S. 

PMS  OVERLAY,  SIC 

CONTRACT  TOTAL 

39.068 

t 2,995,728  * 2,050.992  t 1,119,868 

53X 

IR  90-9(90)229 

SPINNER  ENTERPRISES 

07-02/91 

F.R.M.  HUNTER. lARRY 

CONTINENTAL  DRIVE  INT.-  BUTTE 

PARTIAL  INTERCHANGE  LIGHTING 

10/18/91 

PHONE  NO  :?82-l?97 

IP  15-1(78169 

06/01/92*** 

N.  DILLON  INTERCHANGE 

PARTIAL  INTERCHANGE  LIGHTING 

CONTRACT  TOTAL 

0.000 

$ 217,922  $ 218,539  » 150,103 

t9X  0} 

RS-BRS  231-1(3)0 

MARONICK  CONST.  CO.,  INC 

07/30/91 

F.P.M.  ENG3TEDT,  CARL 

GREEN  MEADOW  DR.  - HELENA 

G,  GS,  PMS,  i STR'S. 

08/26/91 

PHONE  NO  lAAfc-cj 8b 

3.09? 

$ 2,932,925  $ 2,368,379  * 1,117,966 

05/01/93* 

*♦  97/.  35/ 

BR  9001(12) 

TAM1ETTI  CONSTRUCTION  CO. 

08/28/91 

F.R.M,  WILLIAMS,  PAUL 

BEAVERHEAD  RIV.  - SW  OF  DILLON 

STR.  1 APPR'S. 

09/17/91 

RHONE  NO  :o83-689u 

0.132 

» 292,732  i 293,876  1 203,159 

05/27/92* 

*♦  71-4  28! 

BRF  29-1(18)50 

JIM  GILMAN  EXCAVATING  INC. 

08/28/91 

F.P.M.  OILMAN,  ROBERT 

JEFF.RV.-  N.  OF  TWIN  BRIDGES 

STR.  t APPRS.  (NEW  ALIGNMENT) 

09/29/91 

RHONE  NO  : 689-5369 

0.693 

i 2,339,953  » 1,778,982  $ 860,378 

12/10/92***  “8/,  39) 

RRS-BRS  205-1(13)28 

DICK.  ANDERSON  CONSTRUCTION 

10/30/91 

F.P.M.  SAUNDERS, LESLIE 

BN  RRQP  - N.  OF  BOZEMAN 

PROP  REPLACEMENT  l APPRS. 

02/27-92 

RHONE  NO  : 222-8 199 

0.51? 

t 2,819,997  * 2,728,519  i 197,692 

03/07/93* 

**  7*/i  01 

»**  ESTIMATED  COMPLETION  DATE 


Cl 


c 


DATE: 04/09 '92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDIN6  03/31 
HI  BUTTE  DISTRICT  *** 

PRTRECORTRACTOR 

— 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 


4 AGE  NO:  9 

HONTTDEFT. 'FIELD 'PRO JPlT'HABAGEP' 
AWARD  DATE  PERCENT  "'5  CDRTT 

HODIF.  WORK  BEG.  PROJECT  TINE 

STATUS  WORK  COMP.  COMPLETED  USED 


IP.  0002(22)  U1 

1-90  BR.  REHAB.  - DIST.  12 

0.200 

STR.  REHAB. 

* 

SLETTEN  CONSTRUCTION  CO. 

1,411,687  1 1,346,643  $ 

13,468 

12/11/91 

03/31/92 

11/01/92*** 

F.P.M.  HUNTER, LARRY 

PHONE  NO  : 782- 1797 

IX  : 1/Oi/* 

F 14-1(9)14 

DEEP  CREEK  CANYON 

0.179 

RIPRAP  6 CHANNELIZATION 

1 

O'NEILL  CONTRACTING,  INC. 

54,630  $ 39,945  $ 

19,013 

02/03/92 

03/11/92 

03/16/92 

F.P.M.  O'BRIEN. MURRAY  (ACT) 

phone  no  : 494-3224 

10 ox  , ox 

F 46-2(5)26 

BIG  HOLE  RIVER  - W.  OF  WISDOM 

0.000 

RIPRAP  PLACEMENT 

t 

RICH-MARK -IVERSON,  JV 

49,287  % 44,721  $ 

23,782 

02/03/92 

03/16/92 

03/25/92 

F.P.M.  DOUGHERTY.  HUGH  (ACT 
PHONE  NO  : 494-3224 

100X  MX 

F 64-1(8)7 

BIG  SKY  5LIDE  #2 

0.000 

SLIDE  CORRECTION 

$ 

A.M.  WELLES 

65,912  t 39,860  i 

400 

02/03/92 

08/28/92*** 

F.P.M.  DOUGHERTY.  HUGH  'ACT 
PHONE  NO  :494-32ch 

IX  0), 

NH  86-1(17)0 

ROUSE  3 M-HALL  & T-RACK-BZMN 

0.000 

SIGNAL  INSTALLATION 

t 

SCOTT  CONSTRUCTION  INC. 

50,366  t 50,407  $ 

507 

02/03/92 

09/28/92*** 

F.P.M.  Me  CORN  I Cl , THOMAS 
PHONE  NO  : 506-50/4 

IX  :;•/, 

NH  50-2 (28) OB 

W.  MAIN  ST.  - BOZEMAN 

1.070 

PIONEER  READY  MU 

COLD  MILLING  l PMS  REPLACE. 

t 785,680  * 800,000  $ 

3,001 

02/03/92 
/ / 

07/31/92+** 

F.P.M.  McCLRMiCl  , THOriAS 

PHONE  NO  : 506-507 4 

IR  i 5-3(49) 162 

BOULDER  HILL  - N.  L S. 

12.370 

JIM  GILMAN  EXCAVATING  INC. 

INPLACE  ASPH.  PVMT.  RECYCLING, PMS  OVERLAY.  AND  S i C 
» 3,090,242  $ 3,306,332  * 

33,065 

03/12/92 

10/13/93*** 

F.P.M.  ENGSTEDT,  CAR' 

PHONE  NO  :444-r/jA0 

IX  OX 

IR  0002(22)  U2 

BRIDGE  REHAB.  - DIST.  »2 

0.000 

STR.  REHAB. 

$ 

SLETTEN  CONSTRUCTION  CO. 

1,746,224  $ 1,943,436  t 

0 

03/12/92 

06/18/93**+ 

F.P.M.  HUNTER, LARRY 

PHONE  NO  : 782- 1797 

OX  OX 

RS  540-1(4)11 

CHICO  - N.  i S. 

4.170 

PMS  OVERLAY,  S l C 

t 

PIONEER  READY  HI< 

654,761  1 549,853  1 

5,500 

03/12/92 

08/28' 92*** 

F.P.M.  SAUNDERS, LESLIE 

PHONE  NO  : 222 -8 199 

IX  fix 

* ESTIMATED  COMPLETION  DATE 


4 


DATE : U/»  / C ? /92 


PROJECT  MUMPER 
PRO JECJ  [ESI6NA]ipN 

RTF  13-1417*75 
HARRISON  - 5AFPIN6T0N  JCT. 
RTF  2 ? - 1 (SI  157 
CACTUS  JCT,  - S.k  H. 
CONTRACT  TOTAL 


SMP  £299(91) 

MA1NT.  STOCKPILE  - DIST.  12 


STPP  87-1(510 
QUAKE  LACE  ROAD 


IH-IR  90-5(50)269 
MILLIGAN  CANTON  - E.  1 K. 


IR  15-9(66)192 
CAPITOL  INTCH.  - HELENA 
NH  8-2(35)99 
PROSPECT  AVE.  - HELENA 
HES  8-2(33)96 
PROSFECT  i 18TH  - HELENA 
CONTRACT  TOTAL 


fOTTE  ;d  [strict  Tgrfic?:::::: 


LENGTH 


T f PE  OF  WORK 


$> 

MONTANA  DEPARiMENi  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  EN3D1NG  03/31/92 
♦ *♦  BUTTE  DISTRICT  *»» 

pFTMC  COSTRACTOF 

ORIGINAL 

ENGINEER  CONTRACT  CONTRACTOR  HODIF. 

ESTIMATE AHARp_AM],  FAVMENJS STATUS 


WARB'DATE” 
work;  EEG. 
NOR).  COMP. 


moijttteft:  ft; 

"“PERCENT”  " 
PROJECT 
COMPLETED 


'P.tQTF?T"hARAE-F 

■ \ cur; 

USED 


JIM  GIlMAN  EXCAVATING  INC. 

FMS  OVEFLAV . S & C 
PMS  OVERLAY,  3 l C 

29.600  * 1 , 199,09?  $ 1,029,057  * 10,292 


03/12/92 


1 1/03/92*** 


F.P.fi. 

PHONE 


_D.  TERR'  (ACTING) 
:999-2h.'3 


(>9/01/92 


CRUSH  l STOCKPILE  GRAVEL 
0.000  * 


PIONEER  READY  MIX 
951,000  * 981,500 


03/12/92  F.P.M.  McCQR|ICK, THOMAS 

/ / PHONE  NO  : 506*507 9 

12/12/92***  0!(  Ofi/  30/92 


22.950 


PMS  OVERLAY,  SEAL  L COVER 

♦ 


SLETTEN 
2,526,553  t 


CONSTRUCTION  CO. 
2,592,939  I 0 


09/03/92 


10/02/92*** 


F.p.M.  FLYNN,  CLAUDE  J. 
PHONE  NO  :999-3229 

OS 


SLETTEN  CONSTRUCTION  CO. 

09/03/92 

F.P.M.  FLYNN.  ClAUlE 

COLD  MILLING,  PMS  OVERLAY,  iS  l C 

/ / 

PHONE  NO  :9?9-3229 

i 5,930,298  i 9,598,910 

i 0 

11/16/92*** 

07. 

SCOTT  CONSTRUCTION 

INC. 

09/07/92 

F.P.M.  ENGSTEDT,  CARL 

SI6NALS,  t LEFT  TURN  STORAGE 

PAVEMENT  MARKINGS 

/ / 

11/28/92*** 

PHONE  NO  :999-6326 

SIGNAL  INSTALLATION 

* 1,329,069  * 392.266 

i 0 

07 

m 


c 


el; 


< 


■ 


t) 


HON  I ANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 


DATE:09/09/92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


F 1-3(19)255 
HA  IN  ST.  - CUT  BANK 
F 1-3(101256 
CUT  BANK  - E. 

CONTRACT  TOTAL  15.790 


ER  9006(1!) 

TETON  RV.  - 1 HI.  S.  OF  LOHA 


F 10-2(18)62 
LOHA  - BIG  SANDY 


RRP  9139(66)  U2 
VAR.  LOC'S.  - DIST.  13 


H 5712(3) 

19TH  AVE.  - HAVRE 


F 3-9(9)101 

9 HI.  S.E.  OF  BROWNING  - S.E. 


0.139 


20.428 


F 29-3(19)83 
ROGERS  PASS  - W. 


RS  218-1(3)19 
E.  OF  CONRAD  - E. 


RTS  221-1 ( 1 )24 
HA1N  ST.  - DUTTON 


0.000 


0.900 


1.200 


8.100 


5.910 


TYPE  OF  WORK 

[INSTRUCTION  REPORT  FOR  PERIOD  ENDUING  03-31 '92 
»**  GREAT  FALLS  DISTRICT  *** 

" ""PRIHE'COSTRACTOIT " 

DR1B]M!;— 

ENGINEER  CONTRACT  CONTRACTOR  HODIF. 

ESTIMATE  AWARD  AHT.  PAYMENTS  STATUS 

ROST .'  PEFT . " c 1 1 L D ' : PC 1 -C  T ' HANr'  Ft  F 
AWARD  DATE  PERCENT  Vim. 

WORK  BEG.  PROJECT  ' 1 ML 

WORK  COHP . COMPLETED  uS:D 

RIVERSIDE  CONTRACTING 

APPR 

12/ 19 -90 

F.P.H  LEO.  DENNIS 

HILLING,  PHS  OVERLAY 

11/18-91 

02/06/91 

PHONE  NO  ;939-29V0 

APPR 

10/21/91 

PHS  OVERLAY 

11/18/91 

$ 

3,302,751  t 3,292,027  i 3 

,280,595 

100?,  0?, 

EDWARD  T.  COPPS  CONST. 

03/11*91 

F.P.H.  WILH’JL  DOUG 

STR.  & APPR'S. 

OB/12/91 

PHONE  NO  :62f-5365 

♦ 

290,029  t 283,890  t 

206,098 

06/01/92*** 

73* 

SLETTEN  CONSTRUCTION  CO. 

03- 1 1/91 

F.P.H.  ENDERSUN,  GLEN 

G,  GS,  PHS,  l STR'S. 

09/15/9! 

PHONE  NO  : 739-4205 

$ 

6,858,812  $ 5, 958, 186  $ 5 

.298,623 

03/30/93*** 

76?,  85'-; 

HONTANA  LINES,  INC 

09/09; 91 

F.P.H.  GREGORY,  DiUGLAS 

RR  SIGNING  i P/HT.  MF GS. 

05/03/91 

PHONE  NO  : 355-9309 

♦ 

181,186  i 178,301  1 

176,965 

11/15/91 

1 00?  :|  <9; 

BALTRUSCH  CONST.  CO., INC. 

09/09/91 

F.P.H.  TPEF  ‘2,  GORDON 

G,  GS,  I,  PHS 

05/06/91 

PHONE  NO  .'353-4  94  4 

t 

729,018  t 659,318  $ 

690,672 

07/25/92*** 

97?  100? 

RIVERSIDE  CONTRACTING 

APPR 

05/02/91 

F.P.H  LEO,  DENNIS 

PHS  OVERLAY 

11/18/91 

05/20/91 

PHONE  NO  :939-24?>') 

$ 

1,258,973  $ 1,381,992  i 1 

,372,076 

11/19/91 

100?  99? 

RIVERSIDE  CONTRACTING 

PEND 

06/09/91 

F.P.H.  STEEN,  GARY 

HILL,  PHS  OVERLAY,  SiC 

03/ i 8/92 

06/20/91 

PHONE  NO  :729-435!': 

* 

2,634,702  t 2,533,616  $ 2,950,392 

10/08/91 

100?  iL* 15/91 

RIVERSIDE  CONTRACTING 

06/09/91 

F.P.H.  HICKMAN,  TERR v 

WIDENING,  PHS  OVERLAY 

06/17/91 

PHONE  NO  ;273-7931 

$ 

1.197,287  % 1,060,939  $ 1 

,053,190 

11/12/91 

100?  79% 

SLETTEN  CONSTRUCTION  CO. 

06/09/91 

F.P.H.  HICKMAN,  TERRY 

PHS  OVERLAY,  S4C 

06/26/91 

PHONE  NO  .'298-7R31 

♦*♦  ESTIMATED  COHPLETION  DATE 


u 


* J) 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BOREAL 

CONSTRUCTION  REPORT  CGR  PERIOD  EHDDIHG  03/31/92 

DATE: 04 ‘09/92  ***  GREAT  FALLS  DISTRICT  *»* 

PFTflrCDNTPACTjfi  HOST.  t>E'FT:_r:Fi:D  *e 

DRTGlNAt  ARfiRD'DBTE  PERCENT  " 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  HODIF . WORK  BEG.  PROJECT 

PROTECT  DESIGNATION  _ ESTIMATE  AWARD  AMT . PAYMENTS  STATUS  WORK  COMP.  COMPLETED 


1> 


\ COM 
1 IMS 


RT  81005(1) 

BRADY  - COLLINS  (FRONTAGE  RD.) 

PMS  OVERLAY.  SLC 

RT  81006  T 1 1 

BRADY  - MIDWAY  (FRONTAGE  RD. ) 

PMS  OVERLAY.  5LC 

RTS  365-1(4)0 

CENTRAL  AVE.-  BRADY 

CONTRACT  TOTAL  17.640 

PMS  OVERLAY,  S&C 

♦ 955,083  i 945,611  i 

866,263 

IR  1 5-4  •'  67)21 6 

RIVERSIDE  CONTRACTING 

SIEBEN  - AUGUSTA  INTERCHANGE 

MILLING,  PMS  OVERLAY, 

StC.BR.  REHAB,  & EPOXY  STRIPING 

11.611 

* 3,598,820  $ 3,170.613  * 

2,387,941 

06/01/92*** 


07/30/91  F.P.fl.  THOMSON.  BOB 

08/19/91  PHONE  NO  :?2?-4350 

02/06/93***  ?5X  5-4X 


HES  1-7(13)425 
US  2 - HARLEM 


INTERSECTION  LIGHTING 
0.000  i 


MIDLAND  ELECTRIC  CO.  INC. 

14,178  $ 14,000  * 11,010 


07/30/91  F.P.M,  GREGORY,  DOUGl  AS 

09/03/91  PHONE  NO  : 355-4 3™ 

11 '06/91  100% 


F 1-7(9)430 

FORT  BELKNAP  - E. 

G,  GS,  PMS,  & STR'S. 

SK  CONSTRUCTION,  INC. 

16.372 

* 15,851,998  * 12,715,057  i 

3.540,080 

08/28/91  F.P.M.  TREF'Z,  GORDON 

09/24/91  PHONE  NO  :353-*)94<* 

01/14/94***  28".  !2* 


HES  1-3(23)205 
H.  OF  E.  GLACIER 


1.520 


CABLE  GDRL.  INSTALLATION 

$ 


OMO  CONSTRUCTION  INC 
62,412  $ 63,892  I 


12/11/91  F.P.M.  LEO.  DENNIS 
03/10/92  PHONE  NO  :434-24'1i! 
03/25/92  100% 


SMP  799(91) 

MAINT.  STOCKPILE  - DIST.  13 

0.000 


CRUSH  6 STOCKPILE  GRAVEL 

$ 


KONITZ  CONTRACTING.  INC. 

294,900  * 299,260  $ 106,769 


12/11/91  F.P.M.  LEO,  DENNIS 

01/17/92  PHONE  NO  :434-24r,0 

06/30/92***  62)1  n\'j.’/92 


NH  60-2(27171 
ARMINGTON  JUNCTION 


BOST  CONSTRUCTION 

G,  GS,  PMS,  COMFORT  STA.  ANDHEIGH  STA. 

0.000  $ 1,048,007  * 1 , 106,976 


02/03/92  F.P.M.  THOMSON,  BOB 
03/23/92  PHONE  NO  :727-435fi 
09/18/92***  OX 


RTF  60-1(4)26 

KINGS  HILL  - N.  & S.  PMS  OVERLAY,  SLC 

13.400 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
618,407  $ 889,436  $ 8,893 


02/03/92  F.P.M.  ENDERSQN,  GLEN 

/ / PHONE  NO  : 939-4205 

09/01 '92***  1'/,  09/ in /93 


* ESTIMATED  COMPLETION  DATE 


$ 


! 


iTE:0^/09/92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESiGNATJGN 


T 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDUING  C3/3I -92 
t*t  GREAT  FALLS  DISTRICT  *** 

ppIK-cfflTMCT(jB 

DR1BlfjfiL-- 

TYPE  OF  WORN  ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


AWARD  DATE 
WORK  BEG. 
WORK  COMP. 


■rdsoept;  fiecd'pro: 

RERCERT’ 

PROJECT 
COMPLETED 


PAG:  NO:  2 

'ECT  MANAGER 
\ CENT . 
TIME 

USED 


NH  1 -7 ( l7 1428 

SHUMAKER  TRUCKING  AND  ETC. 

02/03/92 

F.F.M.  SPRINGER,  JAY 

MILK  RIVER  BRIDGE 

RIPRAP  PLACEMENT 

03/23/92 

phone  no  :?2^-‘*35o 

0.000 

1 

216,231  * 141,255  * 0 

08/12/92*** 

o*  ox 

R3  255-1  ''4)5 

MONTGOMERY  CONSTRUCTION 

03/12/92 

F.F.M.  GREGORY,  DOUGLAS 

5 MI.  N.  OF  RUDYARD  - N. 

6,  GS,  l PMS 

/ ! 

PHONE  NO  : 355-4309 

5.638 

$ 

1,695,690  i 1,642,699  * 0 

09/07/93*** 

‘j*  * M 

RS  431-1(4)7 

RIVERSIDE  CONTRACTING 

03/12/92 

F.F.M.  WICK  MAN,  TERRY 

FAIRFIELD  - POWER 

G,  GS,  & PMS 

03/23/92 

PHONE  NO  :278-?931 

7.290 

i 

3,122,139  i 2,993,028  * 0 

11/16/92*** 

OX  OX 

r4Y 


GREAT  ‘FALLS  1 ISTfi  TCT  _TO_TACS; 


:f:«i[?5Z[[?:::f:w3??3?r::r2r'?7?‘573 


c. 


< 


DATE:_0V0?/?2 


PROJECT  NUMBER  LENGTH 
PRDJECJ.  DES]  GNAJj  ON 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  03/31/92 

♦ **  GLENDIVE  DISTRICT  *♦*  PAGE  NO:  13 

PRIME  TONTRftrTOR'  ""SDfOEPTrFIELD'PROJECrilAMGEfi 

ORIGINAL  ' AWARD" DATE  PERCENT  "'TCONT'." 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  DEG.  PROJECT  TIME 

E5T1MATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


RRS  9138(63)  OLANDER  CONTRACTING  CO. 

B.N.R.R.  U-PASS'S  - BIST.  #9  UPGRADE  FUMFJN6  FACILITIES 

0.000  t 967.787  $ 396,357  I 380,800 


02/57/90  F ,P.M.  GREUFE,  LARRY 

05/15/90  PHONE  NO  :S53-lu5) 

09/09/91  1004  133V. 


F-FlH  37-1(12)9 
BUSBY  - W, 


KIEWIT 

WESTERN  CO. 

05/09/90 

F.P.M.  SI 

’POHMAYER,  DUANE  J. 

07/09/90 

PHONE  NO 

: 232- 1 093 

♦ 11,179,990  t 

10,151,983  t 

9,992,220 

08/23/92*** 

96% 

« 954 

F-ERF  32-1(9)6  U2 
MACON  - N. 


0.000 


ASS1NIB0INE  l SIOUX  TRIBES 
FENCING  1 SEEDING  (NEGOTIATEDTRIBAl  CONTRACT) 

* 207,929  $ 207.929  * 160,835 


05/29/90  F.P.M.  QUALE,  KENNETH 

07/09/90  PHONE  NO  : 365-2877 

06/01/92***  774  04 


RS  938-1(7)25  U2 
25  MI.  N.  OF  NASHUA  - 


0.000 


ASSINIBOINE  6 SIOUX  TRIBES  PEND 

FENCIN6  1 SEEDING  (NEGOTIATEDTRIBAL  CONTRACT)  03-09/92 

$ 69,566  * 69,566  I 93.599 


05/29/90  F.P.M.  QUALE.  ) ENNETH 

07/09/90  PHONE  NO  :365-267? 

06/01/92***  634 


F 23-3(9) 108 
HAMMOND  - S.E. 


11.000 


WIDENING,  & PMS  OVERLAY 

) 


BORDER  STATES  PAVING, INC. 
3,169,89?  t 2,821,029  $ 2.817,017 


07/09/90  F.P.M.  SWANSON,  P0BE9T  E. 

08/20/90  PHONE  NO  : 436-227! 

01/31/92  1 00%  112V, 


F 98-1(1)0 

BUSINESS  LOOP  - GLENDIVE 
F 57-7(10)326 
BUSINESS  LOOP  - GLENDIVE 
CONTRACT  TOTAL 


PORTABLE  PAVERS,  INC. 

PMS  OVERLAY,  i RUBBER  RR  XING 
PMS  OVERLAY,  L RUBBER  RR  XING 

2-555  * 1,729.898  $ 1,609,727  t 1,626,699 


10/05/90  F.P.M.  WOLF.  LARRY 
11/07/90  PHONE  NO  :365-2*77 
11/03/91 


1004 


F-BRF  32-1(9)6  U1 
MACON  - N. 


10.391 


WIDENING.  PMS  OVERLAY,  L 

* 


PRINCE,  INC. 

STR. 

3,909,395  $ 3,955,992 


3.917,959 


10/05/90  F.P.M.  SA’N,  LaRRY 

09/09/91  PHONE  NO  :6S3-1050 

11/05/92***  86V.  86v. 


F 57-5(19)171 
SAND  SPRINGS  - W. 


8.116 


„ „ WASHINGTON  CONSTRUCTION  PEND 

SLOPE  FLATTEN.,  PMS  OVERLAY . SiC  03/27/92 

t 6,263,863  * 5,090,677  * 5,122,389 


10/05/90  F.P.M.  STEWART,  DONALD 

11/13/90  PHONE  NO  :55’7-2333 

03/18/93***  984  724 


RS  261-1(9)5 

5 MI.  N.  OF  WIBAUX  - N.  PMS  OVERLAY 


PORTABLE  PAVERS,  INC. 


10/05/90  F.P.M.  WOLF,  LARRY 

09/08/91  PHONE  NO  : 365-2877 


***  ESTIMATED  COMPLETION  DATE 


c. 


( 


i 


$ 


DATE: '09/92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ERODING  03/31 
***  GLENDIVE  DISTRICT  *** 

POETCfiTRACTjP 

ORIGINAL^' 

T VPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 


92 

P'-GE  NO:  1* 
MORT.DEPT.  FIElD  FhIFlt  HaNASFR 
ABBRD'DBTE  pF&[rN7  V,  rnf)V 

MODIF.  WORK  BEG.  PROJECT  TIME 

STATUS  WORK  COMP.  COMPLETED  USED 


IR  94-7 i 18)235 
WIBAUX  - E.  I H. 
CONTRACT  TOTAL 


12.662 


MILL.  FILL.  8.  FMS  OVERLAY 

$ 1, 502,109  * 1,572,233  * i .500,319 


06/01/92*** 


F 25-1(17*9 

9 MI.  N.  OF  CIRCLE  - N. 


7.971 


G,  GS,  PHS,  1 3TR. 


SK  CONSTRUCTION,  INC. 

» 5,357,261  $ 5,287,999  * 9,831,223 


12/19/90  F.P.M.  FRIEND,  DAVE 
02/12/91  FHONE  NO  :365-2377 
12/27/92***  91%  - 671 


R3  298-2(3)12 
DANIELS  CO.  LINE  - E. 


13.196 


GS.  i PHS 


CENTURY  COMPANIES.  JV 

♦ 1,193,262  $ 1,121,800  I 1,093,554 


03/11/91  F.P.M.  LA  ROQUE,  hRCHIE 

06/24/91  PHONE  NO  :22B-94?8 

0? -12/92***  93X  1 s8X 


BR  9011(9) 

DIVERSION  CANAL  - INTAKE 


0.110 


STR.  t APPR'S. 


EDWARD  T.  CORPS  CONST. 

* 249,410  $ 239,293  i 221,567 


PEND  03/11/91  F.P.M.  QUALE,  KENNETH 

03/23/92  03/27/91  PHONE  NO  :365-2377 

10/15/91  100'/ 


BRF  42-3(10)73  U1 

MILK  RIVER  - S.  OF  GLASGOW 


0.240 


STR.  REPL. 


SLETTEN  CONSTRUCTION  CO. 

$ 1,192,528  ♦ 982,545  i 1,015,506 


03/1! '91  F.P.M.  BACON.  DAVE  W.  • AC*  ) 
04/01/91  PHONE  NO  :36j-B8'J7 
11/27/91  100X  F8X 


BR  9092(8) 

USRS  MAIN  CANAL  - SAVAGE 


0.000 


STR.  & APPR'S. 


TRACY  COWDREY  L ASSOC. 

* 122,592  $ 119,518  $ 99,771 


03/29/91  F.P.M.  QUALE.  KENNETH 

11/12/91  PHONE  NO  :365-2877 

06/01/92***  S3X 


RRP  4139(66)  (J3 

VAR.  LOG'S.  - DIST.  «4  t 15 


MARK  RITE  LINES,  INC. 

RR  SIGNING  l Pm.  HKGS. 

t 311,941  ♦ 325,456  $ 292,6 


04/09/91  F.P.M.  WOLF,  LARRY 

06/17/91  PHONE  NO  :365-2877 

10/25/91  100*  H/01/91 


F 1-10(23)581 
WOLF  POINT  - W. 


10.554 


FMS  OVERLAY 


BORDER  STATES  PAVING, INC. 

♦ 3,235,464  $ 2,738,279  * 1,013,519 


04/09/91  F.P.M.  BALDWIN, JAMES 

06/13/91  PHONE  NO  : 787-570) 

12/30/92***  36X 


HES  2-1(14)4 
N.E.  OF  MILES  CITY 


REALIGN  INTERSECTION 


PORTABLE  PAVERS,  INC. 

t 216,068  $ 234.378  t 283,450 


04/09/91  F.P.M.  STEWART,  DONA'  D 

07/01/91  PHONE  NO  -.557-2333 

10/17/91  100X  i, 


***  ESTIMATED  COMPLETION  DATE 


c 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  03/31  - 92 


DATE: 04/09/92 


PROJECT  HUMBER  LENGTH 
PROJECT  DESIGNATION 


TYPE  OF  WORK 


BR  ?036!11) 

WOODY  ISLAND  COULEE 


F 37-2(9)63 
ASHLAND  - E. 


RS  253-1(3)1 
1 MI.  N.  OF  TERRY  - N. 


RTF  22-2(11)58 
MEDICINE  LAKE  - N. 

RTF  1-8(19)453 
W.  OF  MALTA  - W. 

RTF  23-1(14)28 

28  MI.  S.  OF  MILES  CITY  - S. 

CONTRACT  TOTAL 


RTF  27-3(4)68 
W1BAIJY  - S. 


F 27-2(6)29 
S.W.  OF  BAKER 


0.187 


13.600 


15.574 


25.400 


20.000 


1.500 


BR  9013(71 
FENNEL  CR.-16  MI.  NW  OF  PLEVNA 


0.208 


RS  322-1(1)11 
LITTLE  BEAVER  CR.-  SE  OF  BAKER 


STR.  6 APPR ‘ S . 


LEVELING,  SLC 


0.417 


SLOPE  FLATTENING 


STR.  L APPR'S. 


STR.  L APPR'S. 


**»  GLENDlVE  DISTRICT 

PAu: 

: i.  D : r 

FRIflr  CONTRACTOR— ' 

■ '"hort;deft:tie:[''bpo”c- 

MANAGER 

ORIGINAL 

AWARD  DATE 

PERCENT  \ 

'ON! . 

ENGINEER  CONTRACT 

CONTRACTOR 

MOO  IF. 

WORK  BEG. 

PROJECT 

TIME 

ESTIMATE  AWARD  AMT. 

PAYMENTS 

STATUS 

WORK  COMP. 

COMPLETED 

USED 

COP  CONSTRUCTION  CO. 

05/02 '91 

F.R.M.  PETERSON,  ! ES 

06/03/91 

RHONE  NO  : 365-5296 

t 521,96?  $ 397,758  * 

379,096 

10/16/91 

100'; 

91r, 

BORDER  STATES  PAVING, 

INC. 

06/04/91 

F.R.M.  SWANSON.  ROBERT  E. 

SEC 

07/02/91 

RHONE  NO  : 436-227 1 

1 3,370,483  * 3,202,006  l 

2,674,23? 

01/12/93*** 

8**  « 

4?X 

PORTABLE  PAVERS,  INC. 

06/04/91 

F.R.M.  WOLF,  LARRY 

06/24/91 

PHONE  NO  : 365-2877 

t 585,541  t 572,974  * 

559,502 

09/27/91 

ioox  o 

(9/01/91 

PORTABLE  PAVERS,  1NL. 

06/04/91 

F.P.M.  BALDWIN, JAMES 

, S6C 

07/02/91 

PHONE  NO  :7B7-570l 

06/01/92*** 

, SkC 

S&C 

$ 908,105  t 837,484  ♦ 

521,230 

627, 

OX 

PORTABLE  PAVERS,  INC. 

06/04/91 

F.P.M.  WOlF.  LARRY 

, SIC 

07/22/91 

PHONE  NO  : 365-2677 

$ 628,131  « 529,121  J 

479,787 

09/24/91 

ioox 

20'/, 

PYLE  INC. 

PEND 

07/02/91 

F.R.M.  SCHNEIDT,  JOE 

03/27/92 

07/24/91 

PHONE  NO  : 232- 1092 

« 242,944  * 128,139  » 

110,542 

10/01/91 

100'4 

44'/, 

MACKIN  CONSTRUCTION  CO 

07/02/91 

F.P.M.  SCHNEIDT,  JOE 

08/26/91 

PHONE  NO  : 232- 1093 

* 135,824  $ 160,168  i 

137,55? 

11/13/91 

look  - 

1/15/91 

COP  CONSTRUCTION  CO. 

10/02/91 

F.P.M.  SCHNEIDT,  JOE 

03/l6'92 

PHONE  NO  :232-l093 

i 783,632  t 722,171  * 

100,355 

09/15/92*** 

14'/. 

07, 

*♦♦  ESTIMATED  COMPLETION  DATE 


( 


t. 


DATE: 


>9/92 


PROJECT  NUMBER 
PROJECT  DES1SNATION 


LENGTH 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDUING  03'3i *'9E 
♦»*  GLENDIVE  DISTRICT  *** 

pRTHE-C0STRfiCT0R 

ORIGINAL 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


RORTTDEF'T’ "FIELD "‘F07FC  MANAGER’ 
’AWARD' DATE  PERCENT  Y FONT ” 

WORK  REG.  PROJECT  TIME 

WORE  COMP.  COMPLETED  USED 


F 57-5 • 16)192 
RIG  DRY  CREEP 


8.805 


G.  GS.  PMS.  I STR. 


WASHINGTON  CONSTRUCTION 
i 6. 108, DOR  i 5,966,600  _ $ 1, 134,91 


i 0/02/91  F.P.M.  UUL r , l A 1 R 
11/15/91  PHONE  NO  :365-?3''' 
01/21/99***  SIX 


IR  99-9(99)138 
MILES  CITY  - E.  i M. 


11.303 


PMS  OVERLAY,  SIC 


PORTABLE  PAVERS,  INC. 

3,879,902  t 2,898,999  I 26,985 


10/30/91  F.F.M.  STEWART,  DONALD 

02/27/92  PHONE  NO  :557-2333 

09/27/93** * lH  - OY 


BR  9010(8) 

U.  FORK  POPLAR  RIVER 


0.000 


STR.  I APPR'S. 


EDUARD  T.  CORPS  CONST, 
t 396,515  * 382,162  » 


12/11/9!  F.P.M,  GREUFE.  LARRY 

03/11/92  PHONE  NO  :653-lu50 

11/16/92***  IX 


HES  39-1(18/13 
S.  OF  C0LSTR1P 


1.800 


SIGNS  L FLASHER 


MIDLAND  ELECTRIC  CO.  INC. 

22,139  $ 21,197  $ 5,650 


12/11/91  F.P.M.  STROHMAYEH,  DUANE  J 

03/10/92  PHONE  NO  ; 232- 1 093 

05/29/92***  27*  r- 


SMP  5399(91) 

MAINT.  STOCKPILE  - DIST.  19 


0.000 


KDNITZ  CONTRACTING.  INC. 

CRUCH  J STOCKPILE  GRAVEL 

* 586,700  $ 232,700  $ 0 


12/11/91  F.P.M.  SAIN,  LARRY 

/ / PHONE  NO  : 653-1050 

03/15/93***  05  03/15/93 


SMP  9999(91) 

MAINT.  STOCKPILE  - DIST.  19 


0.000 


FISHER  SAND  AND  GRAVEL  CO. 

CRUSH  & STOCKPILE  GRAVEL 

i 365,975  * 232,775  t 2,328 


12/11/91  F.P.M.  STROHMAYEH,  DUANE  J. 

03/09/92  PHONE  NO  :232-1093 

06/30/92***  1Y  O-/30/92 


RTF  19-6(7)258 
6 MILES  E.  OF  VANANDA  - E. 
RTF  27-3(5)55 
WIBAUX  CO.  LINE  - N. 

RTF  59-1(3)9 
BIDDLE  - N. 

CONTRACT  TOTAL 


31.900 


BORDER  STATES  PAVING, INC. 

LEVELING,  PMS  OVERLAY,  S&C 

PMS  OVERLAY,  S&C 

LEVELING,  PMS  OVERLAY,  SiC 

♦ 1,799,310  t 2,033,663  $ 20,337 


02/03/92  F.P.M.  SWANSON,  ROBERT  E. 

/ / PHONE  NO  :936-22’M 

09/01/92*** 


09/01/92 


IM-IR  9^-3(38)85 
FORSYTH  - E.  i H. 

IM-IR  99-3(91)116 
ROSEBUD/CUSTER  CQ.LN.-E.  & U. 
CONTRACT  TOTAL  31.273 


PMS  OVERLAY,  AND  S l C 


PORTABLE  PAVERS,  INC. 


SEAL  i COVER  (UB  LANES  ONLY) 

* 19,826,922  t 6,019,299  » 0 


09/03/92  F.P.M.  PETERSON,  LES 
PHONE  NO  : 365-5296 

10/20/93*** 


***  ESTIMATED  COMPLETION  DATE 


c 


Dh IE : 0 4 / 09 / 9 2 


PROJECT  NUMBER  LENGTH 

. PBPJEC]_DES]6MAJJP!*_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDD1MG  03/31/98 

***  GLENDIVE  DISTRICT  ***  FATE  NO:  1- 

PUTHrCONTRACTOR  H0NT7DEPT;  'FIECD'PROJECT'MfiRAGER 

QRlglRBr—  ABRRD-  DATE  PERCENT"*  "TCDHTT" 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  HORN  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


BRF  62-3(10)73  U2 

MILK  RIVER  - S.  OF  GLASGOW 

G,  6S, 

PMS  6 STR. 

PRINCE.  INC. 

REM. 

06/03/ 92  F.P.M.  QUALE,  KENNETH 

/ / PHONE  NO  : 365-28?*' 

STPP  62-3(12)59 

FORT  PECK  - GLASGOW 

CONTRACT  TOTAL 

6,  GS, 

16. All 

PMS,  l REM, 

. STR'S. 

* 12,582,120  $ 5,616,307  t 

09/17/93*** 

0 OX 

OX 

'for 


M^orsrRrcrroTfics::; 


: :: : :oi  : j wLi[i  ssg : : a ;$??  n [ s 


DATE: 09/09/92 

MONTANA  DEPARTMENT  OR  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  03/31 
***  BILLINGS  DISTRICT  *** 

/92 

PAGE  NO:  16 

pRIRr CONTRACTOR”  ~ 

RIGRT7DEPT: 

FIELD'FROJECT'RANAGER 

Original 

AWARD" DATE'  PERCENT 

s-CDfjT--- 

PROJECT  NUHBER  LENGTH 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

MODiF. 

WORK  BEG.  PROJECT 

T THE 

PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT.  PAYMENTS 

STATUS 

WORK  COMP.  COMPLETED 

USED 

F-BRF  19-9(7)138 
LAVINA  - W. 


g,  es,  PHS,  S&C 

8.535 


SLETTEN  CONSTRUCTION  CO.  APPR  10/02/09 

06/20/91  11/07/89 

2.888,769  t 4,008,792  * 9,308,399  12/12/91 


F.F.H.  QP IE,  BRUCE  E. 

PHONE  NO  : 856-9897 

100H  99X 


RS  319-1(7)26 
BUS BV  - S.  (N.  SECT.) 
CT-RS  319-1(9)18 
BUSBV  - S.  (S.  SECT.) 
CONTRACT  TOTAL 


6,  6S,  PHS,  SiC 
G.  GS,  PHS,  SIC 

19.391 


WASHINGTON  CONSTRUCTION 

APPR 

02/02/90  F.P.H.  RUSSELL, RONALD 

03/18/91 

03/26/90  PHONE  NO  :665-3919 

APPR 

03/18/91 

07/12/91  « 

6,975,618  $ 5,799,000  1 6,288,875 

100X 

F-BRF  63-2(9)19 
JUDITH  GAP  - N. 


G,  DR.  PHB,  PHS 

10.000 


PRINCE,  INC. 

i 9,999,905  $ 9,355,252 


APPR  02/27/90 
01/09/91  07/05/90 

9,092,997  08/15/91 


F.P.M.  TIL2EV, RONALD 
PHONE  NO  : 923-5299 

100X  113/, 


BR  9099(9) 

YELLOWSTONE  RV.-S.E.  GREYCLIFF  STR.  L APPR’S. 

0.366 


COP  CONSTRUCTION  CO. 

722,979  * 710,938  % 682,063 


05/09/90  F.P.H.  STUDEBAYER,  F.ArMONB 

06/07/90  PHONE  NO  : 252-7329 

06/13/91  1 00%  74; 


RTF  16-1(21)12 
BILLINGS  - N. 

F 16-1(25)22 

17  HI.  N.  OF  BILLINGS  - 

CONTRACT  TOTAL 


G,  GS,  l PHS 
PHS  OVERLAY 

11.366 


EMPIRE  SAND  AND  GRAVEL  CO., INC  APPR  07/09/90 
07/02/91  07/25/90 

APPR  10/20/91 
07/11/91 

8,802,110  < 6.922,337  t 7,198,937 


F.P.H.  SLOE,  DAVID  A. 
PHONE  NO  :298-382? 


100/.  152)4 


RTF  61-3(7139 
GRASSRANGE  - N.  I 
F 61-3(9)96 
N.  OF  GRASSRANGE 
CONTRACT  TOTAL 


11.592 


WIDENING,  PHS  OVERLAY,  SLC 
GUARDRAIL  REVISION 


SLETTEN  CONSTRUCTION  CO. 


i 9,063,700  * 3,797,739  $ 9,187,381 


PEND 

02/09/92 

PEND 

02/09/92 


07/09/90 

08/10/90 

03/20/92 


F.P.H.  SOLI'S,  RAP 
PHONE  NO  : 539-8731 


IR  90-BI 1181953 
LOCKWOOD  - PINEHILLS  INTCH. 


EHPIRE  SAND  AND  GRAVEL  CO., INC 

PHS  OVERLAY,  l RAHP  REVISION 

3-795  $ 1,791,956  $ 1.979.324  $ 1,321,755 


07/09/90  F.P.H.  LESLEY,  MEL 

08/02/90  PHONE  NO  :295-3315 

09/25/91  100X  7Sr, 


BP  9056(8) 

YELL.  RV.  - E.  OF  HOSSHAIN  STR.  I APPR'S. 

0.360 


SLETTEN  CONSTRUCTION  CO. 
1,877,362  4 1,570.757  * 1,596,535 


08/07/90  F.P.H.  TAYLOR,  DONALD 

08/31/90  PHONE  NO  ; 252-9735 

06/01/92***  98/4  1 00  X 


**»  ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENODING  03/31/92 


DATE: 09/09/ 92 

*»»  billings  district  ♦ ** 

: NO;  19 

PRIfir  CONTRACTOR'" 

Hunt. Dept.  FIELD  PROTECT 

'MANAGER 

PROTECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

ORIGINAL 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STAIUS 

AWARD  PATE 

WOfi)  BEb. 

WORK  COMP. 

PERCENT  \ 

PROJECT 

COMPLETED 

CDNT.' 

TIME 

USEB_ __ 

IR  99-1(51)29 

POHPEYS  PILLAR  - CUSTER 

22.7B9 

MILL,  FILL,  & PMS  OVERLAY 

* 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

6,699,952  t 6,536,119  $ 6,920,926 

08/29/90 

09/17/90 

11 /2a/ 91 

F.P.M.  OP  IE,  BRUCE  E. 
PHONE  NO  ;Bj6-9R9? 
100'/, 

99% 

IR  90-9(71)509 

CROW  AGENCY  INTCH.  - S. 

7.917 

PMS  OVERLAY 

$ 

BORDER  STATES  PAVING, INC. 

5,980,205  * 6,139,569  t 6,033,013 

10/05/90 

03/27/91 

08/20/92*** 

F.P.M.  RUSSELL .RONALD 
PHONE  NO  :665-3919 

98X  * 

87% 

SMP  299 '901 

MAINT.  STOCKPILE  - DIST.  15 

0.000 

CRUSH  l STOCKPILE  GRAVEL 

t 

FISHER  SAND  AND  GRAVEL  CO. 

931,566  $ 969,883  $ 973,699 

12/19/90 

03/06/91 

10/11/9! 

F.P.M.  OPIE,  BRUCE  E. 

PHONE  NO  :B56-98P7 

100%  06/30/91 

RS  500-2(2)19 

MOSBY  - S. 

9.637 

G,  & GS 

♦ 

AMERICAN  CONTRACTING,  INC. 

1.991,993  ♦ 988,216  * 1.330.38? 

PEND 

02/25/92 

03/11/91 

09/22/91 

09/26/91 

F.P.M.  SACKS,  RAY 
PHONE  NO  :53B-8731 

100% 

985 

F 57-2(13)9? 

MOCCASIN  - E.  i W. 

10.600 

G,  GS,  l PMS 

t 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

6,173,215  i 9,399,979  $ 9,862,999 

PEND 

03/27/92 

09/09/91 

05/19/91 

09/15/93*** 

F.P.M.  TILZEY, RONALD 
PHONE  NO  ; 923-5299 

96* 

59'/, 

IR  90-7(57)361 

BIG  TIMBER  - E.  1 W. 

16.066 

MILL,  FILL,  l PMS  OVERLAY 

t 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

7,001,099  * 5,939,592  ♦ 5,992,527 

09/09/91 

09/29/91 

02/26/92 

F.P.M.  NEVILLE,  GAPy 
PHONE  NO  :932-9B9p 

100% 

£>3% 

F 2B-2(16)69 

BROADWAY  AVE.  - RED  LODGE 

1.015 

PMS  OVERLAY 

t 

MIDLAND  O'LEARY  INC. 

560,989  i 997,271  $ 501,910 

09/09/9! 

05/09/91 

09/25/91 

F.P.M.  KEGLEY , ME; 
PHONE  NO  : 295-2315 

100X 

98X 

BRS  919-1(3)9 

W.  ROSEBUD  CR.  - FISHTAIL 

0.132 

STR'S.  & APPR’S. 

$ 

TAMIETTI  CONSTRUCTION  CO. 

972,523  $ 997,706  t 937,822 

05/02/91 

05/23/91 

11/25/91 

F.P.M.  STUDEBAKER,  RAYMOND 
PHONE  NO  ; 252-7329 

100%  77% 

RTF  61-3(10)83 

FRED  ROBINSON  BRIDGE  - N.  1 S. 

19.000 

PMS  OVERLAY,  S&C 

* 

SLETTEN  CONSTRUCTION  CO. 

583,260  t 979,111  $ 950,653 

06/09/91 

07/09/91 

06/01/92*** 

F.P.M.  SCHUMAN.  DAVID 
PHONE  NO  : 295-95  iP 

95% 

96X 

***  ESTIMATED  COMPLETION  DATE 


f 


c 


I 


DATE: 04  /09/92 


PROJECT  NUMBER  LENGTH 

PRWfEIJKJi^IiON.— 


J y 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  03/31/92 

***  BILLINGS  DISTRICT  ***  PAGE  NO:  2" 

PRIflrCOfTRACTOR  HOST:DEPT:'FTECD'Ffifl]ECT'flARfleER 

DR1B7TIAL  AfifiROATE  PERCENT  S'CDSTT ' “ 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONI  RAC  TOR  HODIF.  WORK  BEG.  PROJECT  TINE 

ESTIMATE  AWARD  AMI.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IR  90-8(115)427 

PARK  CITY  INTERCHANGE 

IR  94-1(52)6 

INTERCHANGE  LIGHTING 

ACE  ELECTRIC.  INC. 

HUNTLEY  INTERCHANGE 

INTERCHANGE  LIGHTING 

IR  90-9(761509 

CROW  AGENCY  INTERCHANGE 
CONTRACT  TOTAL 

0.000 

INTERCHANGE  LIGHTING 

* 281,708  4 183,852  4 165,322 

F-FLH  37-1(14)19  U2 

BUSBY  - E.  1 U. 

G,  GS,  PMS,  1 STR'S. 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

4.954 

4 4,586,602  4 4,933,011  4 1,445,111 

07/30/91  F.P.M.  SCHUMAN,  DAVID 

09/09/91  PHONE  NO  :245-9&')2 

06/01/92*** 


907,  R7X 


08/28/91  F.P.M.  OPIE,  BRUCE  E. 

09/30/91  PHONE  NO  :656-4B97 

09/06/93***  297  97, 


BRS  919-1(2)0 

E.  ROSEBUD  CR.-S.  OF  ABSAROKEE  STR.  L APPR'S. 

0.369 


TAMIETTI  CONSTRUCTION  CO.* 
667,725  $ 615,123  4 325.039 


08/28/91  F.P.M.  STUDEBAk.ER,  RAYMOND 

09/12/91  PHONE  NO  .-252-7329 

10/20/92***  537  £354 


RS  926-2(4119 
HANOVER  - E,  1 K, 


PMS  OVERLAY,  SIC 

7.870 


CENTURY  COMPANIES,  JV 
792,741  4 749,509  4 283,659 


10/02/91  F.P.M.  TUZEY, RONALD 

10/23/91  PHONE  NO  :423-5E94 

08/15/92***  38'/ 


RS  500-1(1)0 
MElSTONE  - N. 


PMS  OVERLAY,  SIC 

7.924 


PORTABLE  PAVERS,  INC. 

1,073,219  4 913,037  $ 209,506 


10/02/91  F.P.M.  SACKS,  RAY 
10/23/91  PHONE  NO  :538-8731 
09/30/92***  237, 


IR  0002(32) 

BILLINGS  DIST.  - EROSION  CONT.  EROSION  CONTROL 

35.700 


LA  CONSTRUCTION 
92,189  4 74,471 


PEND  10/02/91 
03/16/92  10/22/91 

95,435  11/25/91 


F.P.M.  SLOE,  DAVID  A. 

PHONE  NO  : 249-3327 

1007  11/15/91 


BRF-F  16-1(30)1 
EAST  BRIDGE  - BILLINGS 


STR  S.  I APPR'S. 


COP  CONSTRUCTION  CO. 

13,857,040  4 7,994,453  $ 2,297,493 


11/01/91  F.P.M.  SCHUMAN.  DAVID 

11/19/91  PHONE  NO  .-245-9302 

01/25/94***  297  .)■/, 


IR  90-8(121)447 

S.  BILLINGS  BLVD.  INTERCHANGE  NEW  INTERCHANGE 

0.000 


MIDLAND  O'LEARY  INC. 

5.347,744  * 4,150,514  I 588,214 


12/11/91  F.P.M.  SLOE.  DAVID  A. 

01/29/92  PHONE  NO  :248-3B27 

09/29/93***  147 


***  ESTIMATED  COMPLETION  DATE 


. 


DATE: 04/09/ 92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


J 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  03/31/ 

*♦*  billings  district  *** 

FRIRE'CONTRACTOR""' 

0RTG1NAL"" 

TYPE  OF  NORN  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  _ PAYMENTS. 


MODIF. 

STATUS 


PAGE  NO:  El 

hdst:dept:-FIE[!i-p?[i]E[t  manager 

AWARD' DATE  PERCERT  V CDNTT-" 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


SMF'  599(9n 

MA1NT,  STOCKPILE  - DIST. 


0.000 


rONITZ  CONTRACTING,  INC. 

CRUSH  l STOCKPILE  GRAVEL 

* 236,985  $ 242,620  * 2,426 


12/11/91  F.P.M.  SLOE,  DAVID  A. 

03.19/92  PHONE  NL  :24&-3627 

06/30/92***  1*/.  06' 30/92 


NH  16-101)2 
MAIN  ST.  i 6TH  AVE.  N.  - BLGS. 


0.100 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

C & S,  i PMS  (FOR  RT  TURN  lN) 

$ 377,918  i 345,063  » 55,940 


02/03/92  F.P.M.  SCHUMAN.  DAVID 

03/30/92  PHONE  NO  :245-9802 

11/22/92***  161;  , 


M 7199(3) 

CASINO  CR.  DRIVE  - LEWISTOWN 


0.934 


CENTURY  COMPANIES,  JV 

WIDENING,  PMS  OVERLAY,  L ST. DRAIN 

$ 553,406  ( 617,550  $ 169,103 


02/03/92  F.P.M.  SACKS.  RAY 
02/26/92  PHONE  NO  :538-B731 
07/10/92***  27X 


RTF  61-4(6)90 
M0BRID6E  - N. 


.900 


PMS  OVERLAY,  SIC 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
506,023  * 542,671  i 49,579 


02/03/92  F.P.M.  SACKS,  RAY 

03/12/92  PHONE  NO  :53fl-873l 

09/01/92***  Ad  09/ 


U/92 


RTF  45-2(4)38 

HARLOWTOWN  - S.  PMS  OVERLAY,  SIC 

RTF  45-1(11)17 

17  MI.  N.  OF  BIG  TIMBER  - N.  PMS  OVERLAY,  StC 

CONTRACT  TOTAL  12.500 


EMPIRE  SAND  AND  GRAVEL  CO., INC 


774,952  t 711,961  $ 155,928 


02/03/92  F.P.M.  NEVILLE,  GARY 

02/12/92  PHONE  NO  :932-4872 

09/01/92*** 

2214 


09/01/92 


BR  9033(5) 

MUSSELSHELL  RV.-SE  OF  MELSTONE 


0.208 


STR.  i APPR'S. 


MACKIN  CONSTRUCTION  CO 
381,685  t 371,990  t 


04/03/92 

i / 

11/16/92** 


F.P.M.  WILSON,  MYRON 
PHONE  NO  : 252-4 138 
OX 


~7gr 


STATE  WIDE  PROJECTS'  TOTALS  V 0 


"or 

;_s_gr 


. 


J 


t 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

„ _ CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 

DATE:05/08/92  fjCsLXL  Ofoi  / *=J^rT7  H UJf'  ***  MISSOULA  DISTRICT  ***  PAGE  NO:  ! 

ear PRIME-CONTRACTOR  HONTrDEPTT'FIECD'PRDJECT'RflNAGFR- 

ORIGINAL  ABflRD'DfiTE  PERCENT  5‘CDHTT- ' ' 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  [[ME 

PROJECT  DESIGNATION  ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IR  90-1(105)15 
HAUGAN  WEIGH  STATION 


RTF-BRF  1-1(31)19 
TROY  - LI9BY  (W.  SECT.) 

F 1-1(32)23  6 F-DE  0201(802) 
TROY  - LIBBY  (E.  SECT.) 

RTF  1-1(33)1?  U1 
TROY  REST  AREA  (GRADING) 
CONTRACT  TOTAL 


F 5-9(7)160 
DICKEY  LAKE  - N.  1 S. 


RTF  1-1(33)17  U2 

TROY  REST  AREA  (BUILDING) 


RTF-BRF  7-1(36)23 
DARBY  - S. 

RTF-BRF  7-1(37)31 
DARBY  - N. 
CONTRACT  TOTAL 


IR  90-1(109)23 

ST.  REGIS  RIVER  BRIDGES 


15.965 


8.719 


0.000 


19.627 


0.000 


WEIGH  STATION 

( 

G,  GS,  PMS,  L OGFC 
G,  GS,  PMS,  l OGFC 
R.A.  APPR.  ROAD  GRADING 

$ 

G,  GS,  PMS.  I OGFC 


PMS,  l COMPLETE  R.A.  FACILITY 
i 92 


C.D.  CONTRACTORS 


WASHINGTON  CONSTRUCTION 


SKINNER  ENTERPRISES 


WASHINGTON  CONSTRUCTION 


G,  GS,  PMS,  1 STR’S. 

G,  GS,  PMS,  SIC,  LIGHTING, ST.  DRAIN,  & STR’S. 


APPR 

02/08/88 

05/15/89 

03/14/88 

t 2,733,849 

06/10/91 

r ion 

PEND 

10/07/88 

04/09/92 

11/16/88 

* 32,654,035 

APPR 

06/10/91 

APPR 

03/13/91 

07/22/92*** 

CO.,  INC. 

APPR 

12/13/88 

04/12/91 

02/27/89 

t 8,346,716 

10/30/91 

APPR 

12/15/89 

04/22/92 

03/05/90 

t 449,722 

08/30/91 

ION 

APPR 

12/15/89 

03/12/91 

01/24/90 

APPR 

11/18/91 

09/18/91 

F.P.M.  JOHNSON,  ROBERT  L. 
PHONE  NO  :821-4968 

100X  100X 


F.P.M.  MITCHELL,  JAMES  D, 
PHONE  NO  :2?5-5?82 


STR.  REPAIR 


FRONTIER-WEST,  INC. 

* 839,937  $ 687,161  t 568,692 


02/02/90 

03/19/90 

06/12/91 


1 39X 


F.P.M.  PIEDALUE,  EUGENE  R. 
PHONE  NO  :8B1-2£13 

100X  9fcX 


F.P.M.  MITCHELL,  JAMES  C. 
PHONE  NO  :295-5?82 

100X  09/01/91} 


F.P.M.  JOHNSON.  ROBERT  L. 
PHONE  NO  : 82 1-4968 


100X 


1 02X 


F.P.M.  CHEZICK.  LAWRENCE  J. 
PHONE  NO  : 826-9957 

100X  90X 


; • 
4* 

-Si 

Xj 


£ 2 
£ z 


RTF  1-2(98)185 
JAVA  - SUMMIT 
RTF  83-2(9)78 
SWAN  LAKE  - N. 
CONTRACT  TOTAL 


BHF  1-1(22)6 
N.W.  OF  TROY 


17.700 


PMS  OVERLAY,  S&C 
PMS  OVERLAY,  SIC 


STR.  WIDENING 


NELCON,  INC. 

* 1,789,113  $ 1,591,982  t 1,979,929 

RIVERSIDE  CONTRACTING 


APPR 

09/29/91 


05/04/90 

05/22/90 

08/29/91 


08/07/90 

08/13/90 


F.P.M.  CHRISINGER, KENNETH  L 
PHONE  NO  : 756-7056 


F.P.M.  MARIN,  GARY  R. 
PHONE  NO  : 756-7024 


CtHICD 
so  XJ 
SI  > 
ro  xj 

o -c 


I f 

»;  ; s 

r t P 


***  ESTIMATED  COMPLETION  DATE 


* 


DATE :05/08/92 


PROJECT  NUMBER 
PROJECT  DESIGNATION 


LENGTH 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 

**»  MISSOULA  DISTRICT  ***  PAGE  No:  2 

pRIf)rc|)RTRflCTC|R  HONTTDEPTrFrECD'PROJECrRfiSBGEF 

BRISTOL  ARAROftTE PERCENT  S'CDUTT" 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 


APPR 

07/22/92*** 

WIDENING,  & PMS  OVERLAY 

07/26/91 

GUARDRAIL  l HI  SC.  APPR.  IMP. 

PMS  OVERLAY 

t 3,864,180  $ 4,420,830  $ 4,253,390 

DIAMOND  SURFACING, INC 

PEND 

10/05/90 

PCCP  REHABILITATION 

03/27/92 

11/15/90 

♦ 4,863,720  $ 4,633,334  $ 4,805,051 

11/21/91 

WESTERN  MATERIALS,  INC. 

03/11/91 

G.  GS,  i PMS 

03/28/91 

* 2,413,463  i 2,024,808  * 1,995,097 

09/26/91 

NELCON,  INC. 

03/29/91 

SIGNING,  l SIGNALS 

09/06/91 

* 294,456  * 269,629  1 247,531 

07/22/92*** 

FRONTIER-WEST,  INC. 

06/04/91 

STR.  REHAB. 

07/29/91 

STR.  REHAB. 

07/22/92*** 

* 145,734  $ 165,024  $ 155,465 

WESTERN  MATERIALS,  INC. 

PEND 

06/04/91 

STR.  REM. (2),  G,  GS,  1 PMS 

05/06/92 

06/13/91 

t 147,037  $ 113,138  t 100,754 

10/02/91 

„ „ WASHINGTON  CONSTRUCTION 

G,  GS,  PMS,  l STR. 

07/02/91 

08/09/91 

i 4,952,044  $ 4,447,491  $ 2,838,671 

06/25/93*** 

A-l  PAVING.  INC. 

WIDEN  i PMS  OVERLAY 

07/11/91  1 

08/05/91  1 

* 1,825,446  * 1.593,355  * 1.385,319 

11/22/92*** 

F 1-1(28)0 
TROY  - U. 

HES  56-2(3)30 
3 LOC'S.  - S.  OF  TROY 
FH  62-1(4)27  (RS  508) 
YAAK  RIVER  ROAD 
CONTRACT  TOTAL 


IR  90-2(78)94 
MISSOULA  - W. 


RS  263-1(6)1 
MULLAN  ROAD  (E.  SECT. 


F 1-2(31)123 

LaSALLE  RD.  INT . - KALISPELL 


RTH  8113(4) 

HIGGINS  AVE.  BR.  - MISSOULA 
RTF  7-2(13)95 

MADISON  ST.  BR.  - MISSOULA 
CONTRACT  TOTAL 


RT  81008(1) 

ALBERTON  - N1NEM1LE  (2  LOC'S. 


F-FH  5-4(9)168  l FH  12-1(3) 
FORTINE  - N. 


16.678 


11.219 


0.000 


0.000 


RS  269-1(9)0 
HAMILTON  - CORVALLIS 


96X 


9 1 X 


F.P.M.  MAART,  WILLIAM  C. 
PHONE  NO  : 54Ks491 

100X  123X 


F.P.M.  WILLIAMS.  JAMES  R. 
PHONE  NO  :721-1769 

100%  93% 

F.P.M.  TOHSRINK,  DAN 
PHONE  NO  :756-7(i23 

92%  52% 


F.P.M.  CHE2ICK.  LAWRENCE  J. 
PHONE  NO  :826-4457 


4.793 


94% 


F.P.M.  COLYER,  SUSAN  C. 

PHONE  NO  : 258-6853 

100%  09/01/91 


F.P.M.  PIEDALUE,  EUGENE  R. 
PHONE  NO  .‘881-2213 

64%  <)2X 


F.P.M.  JOHNSON.  ROBERT  L. 
PHONE  NO  : 821-4468 

87X  77X 


»**  ESTIMATED  COMPLETION  DATE 


' 


M IE -05/08/92 


PROJECT  NUMBER  LENGTH 

.pbojecj.pesignajion. 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDUING  04/30/92 

*♦*  MISSOULA  DISTRICT  #**  PAGE  NO:  3 

PRIHrCORTRfiCTOR  BONTTDEPTrriEtD'PBOJECT'HBWGEF:" 

ORlElRAt  AfiftRD  DATE  PERCENT  X“CDRTT 

TYPE  OF  MORE  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IR  90-1(111)35 

ST.  REGIS  - E.  RESEAL  JOINTS 

3.331 


MULTIPLE  CONCRETE  ENTERPRISES 
777,266  i 629,096  * 218,160 


12/11/91  F.P.M.  JOHNSON,  ROBERT  L. 

04/06/92  PHONE  NO  :82!-4468 

12/03/92***  35X  13X 


SMP  3299(91) 

MAINT.  STOCKPILE  - DIST.  il 


SMP  1599(91) 

MAINT.  STOCKPILE  - DIST.  »1 


CRUSH  i STOCKPILE  GRAVEL 

0.000  < 


CRUSH  & STOCKPILE  GRAVEL 
0.000  $ 


PERFECT  CONCRETE.  INC 
275,100  t 362,575  $ 

WASHINGTON  CONSTRUCTION 
231,105  * 515,541  t 


12/11/91 

03/10/92 

101,538  06/30/92*** 


12/11/91 

02/12/92 

274.228  06/30/92*** 


F.P.M.  WILLIAMS,  JAMES  R. 
PHONE  NO  : 721 -1769 

29X  06/30/42 


F.P.M.  CHRISINGER, KENNETH  L 
PHONE  NO  .-756-7056 

53X  06/30/92 


BH  9027(5) 

KOOTENAI  RV.-  NW  EDGE  OF  TROY  STR.  REHAB. 

0.100 


BINKERD  CONSTRUCTION,  INC. 
404,760  » 402,749  $ 279,755 


12/11/91  F.P.M.  K ALBERS.  J.  GARY 

01/27/92  PHONE  NO  : 756-/026 

10/06/92***  69X  10X 


HES  373-1(1)0 
E.  OF  WOODS  IDE 


OMO  CONSTRUCTION  INC 
BRIDGE  RAIL  t BRIDGE  APPROACHGUARDRAIL 
0-600  $ 80,079  $ 65,074  $ 60,519 


02/03/92  F.P.M.  WILLIAMS.  JAMES  R. 

03/09/92  PHONE  NO  :721-l769 

07/05/92***  93X  OX 


BR  9041(10) 

B'ROOT  CANAL  - NE  OF  HAMILTON  STR.  & APPR'S. 

0.085 


FRONTIER-WEST,  INC. 

209,453  $ 210,345  ♦ 174,926 


02/03/92  F.P.M.  CHEZICK,  LAWRENCE  J. 

02/19/92  PHONE  NO  :826-445? 

09/29/92***  83X  12X 


HES  1-2(53)121 

IDAHO  ST.  I 3RD  AVE.  E.-KLSP. 

HES  1-2(541122 

IDAHO  ST  i 7TH  AVE.  E.-KLSP. 

HES  1-2(55)121 

US  2 i US  93  INT.  - KALI SPELL 
CONTRACT  TOTAL  0.000 


SIGNAL  REVISION 
SIGNAL  REVISION 
SIGNAL  REVISION 


MONTANA  LINES,  INC 


03/12/92  F.P.M.  TOMBRINK,  DAN 

03/23/92  PHONE  NO  .-756-7623 

04/17/92 


43,787  * 40,085  * 55,595 


100X 


OX 


RTF  65-1(3)0 

M.  FK.  FLATHEAD  R.-  W.  GLACIER  BR.  DECK  SEALING 

RTF  6-1(51)28 

CLARK  FORK  - TROUT  CR.  BR.  DECK  SEALING 

RTF  6-1(52)49 

CLARK  FK.-W.  OF  THOMPSON  FALLS  BR.  DECK  SEALING 


FRONTIER-WEST.  INC. 


03/12/92  F.P.M.  MITCHELL.  JAMES  D. 

/ / PHONE  NO  : 295-5782 

09/01/92*** 


***  ESTIMATED  COMPLETION  DATE 


\ 


DATE: 05/08/ 92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDIN6  09/30/92 
*»*  MISSOULA  DISTRICT  *** 

pRIflrC0jJTRfiCT0ft 

‘flRlSTM 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  fiQBIF. 

ESTIMATE  AWARD  AHT.  PAYMENTS  STATUS 


PAGE  NU:  h 

HOHTTBEPTT'nECD'FROJECrHfiNfiSER' 

'ftUSRD'DfiTE PERCENT  S_CDHTT 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


RTF  6-1(53)13 

BN  RROP  - W.  OF  NOION  BR.  DECK  SEALING 

RTF  1-2(58)137 

FLATHEAD  RIV.  - COLUMBIA  FALLS  BR.  DECK  SEALING 

CONTRACT  TOTAL  0.000 


* 198,714  $ 184,550  i 


1,846 


09/01/92 


IR  0002(33) 

BRIDGE  REHAB.  - DIST.  «1 


i,  DECK  REHAB. 


DICK  ANDERSON  CONSTRUCTION 
t 922,872  t 930,279  * 74,200 


03/12/92  F.P.M.  MAART,  WILLIAM  C. 

04/10/92  PHONE  NO  :549-&491 

05/05/93***  8X 


RTF  33-1(7)10 
LIBBY  DAM  - N.  I S. 


55.130 


PMS  OVERLAY,  SiC 


RIVERSIDE  CONTRACTING 
* 932,670  ( 984,717  * 157, 


03/12/92  F.P.M.  MITCHELL,  JAMES  D. 

03/27/92  PHONE  NO  : 295-5782 

09/01/92***  16»  09/01/92 


RTS  507-1(5)0 
ALBERTON 


0.000 


RR  BRIDGE  REMOVAL 


MCDANIEL  AND  SONS  CONTRACTORS 
63,888  $ 41,884  $ 35,401 


03/12/92  F.P.M.  WILLIAMS,  JAMES  fi. 

04/01/92  PHONE  NO  :721-1?69 

09/01/92***  85%  09/01/92 


NH  0002(27) 

MISSOULA  DIST.  - EROSION  CONT. 


14.200 


EROSION  CONTROL 


GRASS  LAND 

63,321  $ 38,508  t 


04/03/92  F.P.M.  MITCHELL,  JAMES  D. 

05/04/92  PHONE  NO  : 295-5782 

10/22/92***  OX  OX 


RT  32166(1) 

0.5  MILES  E.  OF  NINEHILE 


0.000 


SCOTT  CONSTRUCTION  INC. 

STR.  REHAB.  I GDRL . REPLACE. 

t 105,840  t 83,544  I 


04/07/92  F.P.M.  CHEZICK,  LAWRENCE  J. 

/ / PHONE  NO  :826-4457 

09/01/92***  OX  09/01/92 


RTF  1-2(60)120 

IDAHO  STREET  - KAL1SPELL 


1.303 


A-l  PAVINS,  INC. 

COLD  MILLING,  PMS  OVERLAY, J,  STRIPING 

$ 404,218  I 368,849  $ 


04/14/92  F.P.M.  MITCHELL,  JAMES  D. 

/ / PHONE  NO  : 295-5782 

11/13/92***  OX  OX 


STPP  77-1(2)0 

MJSfWNGS  - E.  PMS  OVERLAY,  SfcC 

STPP  36-1(7)16  ’ 

SPRINGS  - N.  & S.  PMS  OVERLAY,  SiC 

CONTRACT  TOTAL  11.618 


A-l  PAVING,  INC. 

* 2,206,060  $ 2,016,117  « 


04/29/92  F.P.M.  CHR! SINGER. KENNETH  L 

/ / PHONE  NO  : 756-7056 

11/16/92*** 


***  ESTIMATED  COMPLETION  DATE 


DA  IE  ^05  / 08 / ?2 


PROJECT  NUMBER  LENGTH 

.PROJECT- designaj ion 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 

***  MISSOULA  DISTRICT  ***  PAGE  NO:  5 

PRTHrCORTR/™  HOMTTDEPTrFTECD’PROJECT'HfiNAGER" 

ORlEIRfit  »Bffl}D"MTE  PERCENT  X^CDNTT 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


STPP  34-1 <8)4  OMO  CONSTRUCTION  INC 

BAKERS  GRADE  - N.E.  OF  PLAINS  GUARDRAIL  INSTALLATION 

0.420  $ 129.114  < 112,406  * 


04/29/92  F.P.M.  JOHNSON.  ROBERT  L. 

/ / PHONE  NO  : 02 1-4468 
OB/14/92***  OK  OX 


STPHS  93-1(6)25 

WESTERN  MATERIALS,  INC. 

M.  OF  LOLO 

LEFT  TURN  BAY  INST. 

(INCL.  G, 

RTF  7-1(51)74 

FLORENCE  - N.  R S. 

PMS  OVERLAY,  SRC 

CONTRACT  TOTAL 

3.100 

» 473,753  t 362,772  $ 

04/29/92  F.P.M.  WILLIAMS,  JAMES  R. 

/ / PHONE  NO  : 721 -1769 

08/28/92*** 


OX 


OX 


»[5??5w:?[S[Rrcrro[ffCf:::; 


c 


c 


MT|!  05/08/92. 


PROJECT  NUMBER  LENGTH 
f5PJECJ_pESjSNATipN 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDUING  04/30/95 

*n  BUTTE  DISTRICT  ***  PAGE  NO:  b 

PWHETOrom  HOROEPTT’FIECB'PROJECrflflNfiGEir 

DWBIM[  ABJHHrMTE  PERCENT  ?.“CDRTT  ‘ _ 

ENGINEER  CONTRACT  CONTRACTOR  MOD  IF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


F E4-2<B)43 
OVANDO  - E. 


12.200 


JIM  GILMAN  EXCAVATING  INC.  PEND  09/05/89 

WIDENING,  PHS  OVERLAY,  SIC  09/21/92  10/05/89 

* 9.241.999  $ 9,063,798  $ 9,277,279  08/30/91 


F.P.M.  ENGSTEDT.  CARL 
PHONE  NO  .-444-6326 
100% 


85X 


IR  15-1172)17 

LIKA  - BEDROCK 

IR  15-1(73)37 

RED  ROCK  INTERCHANGE  - N. 

CONTRACT  TOTAL 


38.350 


PMS  OVERLAY,  SIC 
PMS  OVERLAY,  SIC 


EMPIRE  SAND  AND  GRAVEL  CO.. INC  APPR  11/03/89 
09/17/90  02/05/90 

APPR  11/02/90 
09/17/90 

6,633,291  $ 5,993,33?  t 6,099,252 


F.P.M.  WILLIAMS,  PAUL 
PHONE  NO  : 683-6290 


100% 


1 06% 


RTI-SMP  0002(281 

BUTTE  DIST.  STRIPING 

PAVEMENT  STRIPING 

INTERSTATE  SPECIALTIES, 

INC. 

328.700 

$ 393,123  * 312,465  * 

273,039 

07/09/90  F.P.M,  DOUGHERTY,  HUGH  (ACT 

07/31/90  PHONE  NO  :999-322*t 

09/27/90  100%  10/01/90 


RS  590-1(7)27 
DEEP  CREEK  BR. 


G,  SS,  PMS.  I PIPE 

0.697 


SWAN  AND  SONS  CONST.  CO. 

093,127  $ 567,017  $ 524,342 


08/07/90  F.P.M.  SAUNDERS. LESLIE 

09/04/90  PHONE  NO  : 222-3 1 99 

10/31/91  100%  1651 


BRF-F  89-1(5)8 

MADISON  M.  - E.  OF  NORRIS  STR.  I APPR’S. 

0.000 


COP  CONSTRUCTION  CO. 

2,126,302  I 1,735,825  $ 1,690,073 


10/05/90  F.P.M.  WILLIAMS,  PAUL 

11/02/90  PHONE  NO  : 683-6290 

07/22/92***  94a  93% 


F 8-2(29)46 

EAST  HELENA  - E.  I W. 


PCCP  I STR.  REHAB. 

3.951 


DICK  ANDERSON  CONSTRUCTION 
» 1,620,639  t 1,388,575  $ 1,226,390 


03/11/91  F.P.M.  ENGSTEDT.  CARL 

04/15/91  PHONE  NO  .-444-6326 

06/25/92***  88%  861 


M 1816(5) 

ELIZABETH  WARREN  AVE.  - BUTTE  8,  SS.  PMS 

0.946 


JIM  GILMAN  EXCAVATING  INC. 

* 773,989  t 684,397  I 649,633 


03/11/91  F.P.M.  HELD,  TERRY  (ACTING) 

04/22/91  PHONE  NO  :494-2403 

10/15/91  100%  972 


RS  284-3(2)16 

BROADWATER  CO.  LINE  - S.E.  SS,  PMS,  SIC 

22.329 


JIM  6ILMAN  EXCAVATING  INC. 
740,530  $ 595,188  * 560,187 


03/11/91  F.P.M.  O'BRIEN, MURRAY  (ACT) 

03/21/91  PHONE  NO  .-494-3224 

10/24/91  1002  912 


RRP  4139(66)  U! 

VAR.  LOC’S.  - DIST.  #1  I #2 

0.000 


SIGNING  I PVMT.  MKGS. 


MONTANA  LINES,  INC 
4,374,223  » 423,657 


438,837 


04/09/91  F.P.M.  DOUGHERTY,  HUGH  (ACT 

06/10/91  PHONE  NO  :494-32&4 

09/20/91  1002  11/01/91 


**»  ESTIMATED  COMPLETION  DATE 


o 


* 


* 


BATE  105/08/92 


PROJECT  NUMBER  LENGTH 
PROJECT _»ESIGMflJJON 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 

***  BUTTE  DISTRICT  **♦  PAGE  NO:  7 

PRIHrCORTRM  ROROEPTT'FIECD'PRDJErrRARfiGEir 

0R1G7RAL  MW  DATE"  PERCER7  V COST; ' ' ' 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


HES  11-1(20)21 
S.  OF  EMIGRANT 


0.380 


STANDISH  CONSTRUCTION 

SLOPE  FLATTEN.  i DELINEATION 

* 93,553  $ 58,383  t 


58,304 


04/09/91  F.P.M.  SAUNDERS. LESLIE 

07/13/91  PHONE  NO  :222-B199 

04/14/92  1 0054  233X 


IR  15-4(68)193 

CEDAR  ST.  INTERCHANGE-HELENA  TRAFFIC  SIGNALS 

0.000 


SKINNER  ENTERPRISES 
53,372  * 45,884  $ 51,959 


06/04/91  F.P.M.  ENGSTEDT,  CARL 

08/19/91  PHONE  NO  : 444-6326 

10/10/91  100X  52X 


F 8-4(14)57 
WINSTON  - N. 


8.300 


MILL,  FILL.  PMS  OVERLAY 

$ 


RIVERSIDE  CONTRACTING 
2,325,647  * 2,272,172  i 2,104,243 


06/04/91  F.P.M.  McCORMICK, THOMAS 

07/22/91  PHONE  NO  :586-5074 

11/15/92***  93X  9 1 X 


RS  278-1(6)0 

JACKSON  INTERCHANGE  - W.  G,  GS,  i PMS 

8.700 


JIM  GILMAN  EXCAVATING  INC. 
2,210,857  * 1,821,855  $ 1,092,809 


06/04/91  F.P.M.  WILLIAMS,  PAUL 

08/28/91  PHONE  NO  :683-6290 

11/18/92***  fcOX  4 ' X 


M 1805(4) 

HOLMES  AVE.  - BUTTE  G,  GS,  PMS 

1.598 


JIM  GILMAN  EXCAVATING  INC. 

$ 1,075,235  i 849,903  $ 747,068 


06/04/91  F.P.M.  HELD.  TERRY  (ACTING) 

07/24/91  PHONE  NO  :494-2403 

09/11/92***  88X  100X 


RTF  13-5(1193 
THREE  FORKS  - W. 

RTS  229-1(1)0 

N.  MONTANA  AVE.-  N.  OF  HELENA 
RTM  1801(1) 

BREWERY  BYPASS  - BUTTE 
RT  47586(1) 

CENTENNIAL  DR.-  W.  OF  BUTTE 
RTS  518-1(1)0 
MONTANA  CITY  ROAD 
RTF  69-1(7)32 
BOULDER  - S. 

RTM  5809(9) 

N.  MONTANA  AVE.-  HELENA 
RTF  29-4(14)83 
HARRISON  AVE.  - BUTTE 
RTF  8-1(15)23 
MacDONALD  PASS  (W.  SIDE) 

RTF  29-4(15)78 
BUTTE  - S. 

CONTRACT  TOTAL  39.868 


MILL,  PMS  OVERLAY,  SIC 
PMS  OVERLAY,  SLC 
PMS  OVERLAY,  SiC 
PMS  OVERLAY,  SiC 
PMS  O'LAY,  GDRL.  INST., 
PMS  OVERLAY,  SiC 
PMS  OVERLAY,  SiC 
SEAL  i COVER 
PMS  OVERLAY,  SiC 
PMS  OVERLAY,  SiC 


JIM  GILMAN  EXCAVATING  INC. 


SiC 


t 2,995,728  $ 2,050,942  $ 1,258,747 


06/04/91  F.P.M.  WILLIAMS,  PAUL 

08/05/91  PHONE  NO  .-683-6290 

07/22/92*** 


60X 


**»  ESTIMATED  COMPLETION  DATE 


G 


C 


> 


QF^  ) 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENODING  04/30/92 


DATE :05/0fl / 9E 

♦**  BUTTE  DISTRICT  *»* 

PAGE 

NO:  8 

PRTHrCDNTRACTOfi 

MONT. DEPT.  FIELD  PROJECT  MANAGER 

PROJECT  NUMBER  LENGTH 

PROJECT  DESIGNATION 

TYPE  OF  WORK 

ORIGINAL 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

‘ARARBDATE  PERCENT  K CONT‘. 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 

IR  90-4 ( 40 ) 229 

CONTINENTAL  DRIVE  INT.-  BUTTE 
IR  15-1(78)64 

N.  DILLON  INTERCHANGE 

CONTRACT  TOTAL 

0.000 

SKINNER  ENTERPRISES 

PARTIAL  INTERCHANGE  LIGHTING 

PARTIAL  INTERCHANGE  LIGHTING 

t 217,922  i 218,539  $ 218,811 

07/02/91  F.P.M.  HUNTER, LARRY 
10/18/91  PHONE  NO  .-782-1797 
07/22/92*** 

m 

OX 

RS-BRS  231-1(3)0 

BREEN  MEADOW  DR.  - HELENA 

3.047 

G,  GS,  PMS,  l STR ‘ S . 

$ 

MARONICK  CONST.  CO.,  INC 

2,932,925  i 2,368,374  % 1,495,217 

07/30/91  F.P.M.  ENGSTEDT,  CARL 

08/26/91  PHONE  NO  :444-6326 

05/01/93***  63X 

40  X 

BR  9001(12) 

BEAVERHEAD  RIV.  - SW  OF  DILLON 

0.132 

STR.  1 APPR'S. 

$ 

TAMIETTI  CONSTRUCTION  CO. 

292,732  t 293,876  % 236,312 

08/20/91  F.P.M.  WILLIAMS.  PAUL 

09/17/91  PHONE  NO  :6B3-6290 

07/22/92***  SOX 

34X 

BRF  29-1(18)50 

JEFF .RV . - N.  OF  THIN  BRIDGES 

0.693 

JIM  GILMAN  EXCAVATING  INC. 

STR.  & APPRS.  (NEW  ALIGNMENT) 

$ 2,339,853  » 1,778,982  $ 070.661 

08/28/91  F.P.M.  GILMAN.  ROBERT 

09/24/91  PHONE  NO  :68<*-5869 

12/10/92***  49X 

31X 

RRS-BRS  205-1(13)28 

BN  RROP  - N.  OF  BOZEMAN 

0.517 

RROP  REPLACEMENT  i APPRS. 

$ 

DICK  ANDERSON  CONSTRUCTION 

2,819,447  * 2,728,514  $ 460,328 

10/30/91  F.P.M.  SAUNDERS, LESLIE 

02/27/92  PHONE  NO  .-222-BI99 

03/07/93***  17X 

3X 

IR  0002(22)  Ui 

1-90  BR.  REHAB.  - DIST.  12 

0.200 

STR.  REHAB. 

$ 

SLETTEN  CONSTRUCTION  CO. 

1,411,687  i 1,346,643  $ 13,468 

12/11/91  F.P.M.  HUNTER. LARRY 

03/31/92  PHONE  NO  :762-1797 

11/01/92***  IX  11/01/92 

F 14-1(4)14 

DEEP  CREEK  CANYON 

0.179 

RIPRAP  l CHANNELIZATION 

% 

O'NEILL  CONTRACTING,  INC. 

54,680  * 39,945  * 19,013 

02/03/92  F.P.M.  O'BRIEN. MURRAY 

03/11/92  PHONE  NO  :494-3224 

03/16/92  100X 

(ACT) 

OX 

F 46-2(5)26 

BIG  HOLE  RIVER  - W.  OF  WISDOM 

0.000 

RIPRAP  PLACEMENT 

$ 

RICH-MARK- 1 VERSON,  JV 

49,287  $ 44,721  $ 23,782 

02/03/92  F.P.M.  DOUGHERTY.  HUGH 

03/16/92  PHONE  NO  :494-3224 

03/25/92  100X 

(ACT 

OX 

F 64-1(8)7 

BIG  SKY  SLIDE  #2 

0.000 

SLIDE  CORRECTION 

t 

A.M.  WELLES 

65,912  * 39,860  « 16,903 

02/03/92  F.P.M.  DOUGHERTY.  HUGH 

04/20/92  PHONE  NO  : 494-3224 

08/28/92***  42X 

(ACT 

4 OX 

***  ESTIMATED  COMPLETION  DATE 


DATEL')5/0B/?a 


PROJECT  NUMBER  LENGTH 
.PROJECJ_pESISNfiTipN 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 
***  BUTTE  DISTRICT  *** 
PRTRrCORTRfiCTDR 
lfjS[ 


ABARD' DATE- 


ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG. 
ESTIMATE AWARD  AML PAV«ENTS__ JTAJUS. JORKCOMP. 


PAGE  NO:  9 

‘BOflT:DEPT:_FIE[D-PI!OJECT'HfiHfiBEfi“ 
— PERCENT  S^CDNTT 

PROJECT  TIME 

COMPLETED  USED 


NH  86-1(17)0  SCOTT  CONSTRUCTION  INC. 

ROUSE  3 M-HALL  & T-RACK-BZMN  SIGNAL  INSTALLATION 

0.000  * 50.366  * 50,487  * 507 


02/03/92  F.P.M.  McCORMI Ck . THOMAS 

/ / PHONE  NO  : 586-5074 

08/28/92***  IX  13X 


NH  50-2(28)88 
W.  MAIN  ST.  - BOZEMAN 


1,070 


PIONEER  READY  MIX 

COLD  MILLING  l PMS  REPLACE. 

t 785,680  * 800.000 


29.874 


02/03/92  F.P.M.  McCORMI CL. THOMAS 
04/21/92  PHONE  NO  :586-5074 
03/16/93***  4 X 13X 


IR  15-3(49)163 
BOULDER  HILL  - N.  & S. 


JIM  GILMAN  EXCAVATING  INC. 
INPLACE  ASPH.  PVMT.  RECYCLING, PMS  OVERLAY.  AND  SIC 
12.378  $ 3,090,242  » 3,306,332  ♦ 33,065 


03/12/92  F.P.M.  ENGSTEDT,  CARL 

05/04/92  PHONE  NO  :444-6326 

10/23/93***  I*/.  10X 


IR  0002(22)  U2 
BRIDGE  REHAB.  - DIST.  i2 

0.000 


RS  540-1(4)11 
CHICO  - N.  i S. 

4.170 


RTF  13-1(17)75 
HARRISON  - SAPPINGTON  JCT. 

RTF  29-1(21)57 
CACTUS  JCT.  - S.l  U. 

CONTRACT  TOTAL  29.600 


SMP  2299(91) 

MAINT.  STOCKPILE  - DIST.  12 

0.000 


STPP  87-1(5)0 
QUAKE  LAKE  ROAD 

22.450 


IM-IR  90-5(50)264 
MILLIGAN  CANYON  - E.  I H. 

10.530 


STR.  REHAB. 

* 


PMS  OVERLAY,  SIC 

t 


PMS  OVERLAY,  S L C 
PMS  OVERLAY,  StC 

t 


CRUSH  & STOCKPILE  GRAVEL 

$ 


PMS  OVERLAY.  SIC 

$ 


COLD  MILLING.  PMS  OVERLAY 

t 


SLETTEN  CONSTRUCTION  CO. 
1,746,224  $ 1,943.436  i 

PIONEER  READY  MIX 
654,761  * 549,853  $ 

JIM  GILMAN  EXCAVATING  INC. 

1,194,097  $ 1,024,057  i 

PIONEER  READY  MIX 
451,000  t 481,500  $ 

SLETTEN  CONSTRUCTION  CO. 
2,526,553  t 2,542,439  $ 

SLETTEN  CONSTRUCTION  CO. 

, SXC 

5,930,248  i 4,598,910  » 


03/12/92 

04/20/92 

0 06/28/93*** 


03/12/92 
04/13/92 
36.417  02/26/93*** 


03/12/92 
04/15/92 
09/01/92*** 

10,242 


03/12/92 
04/06/92 
180,826  06/30/92*** 


04/03/92 

05/04/92 

25,426  10/29/93*** 


04/03/92 

45,991  12/25/93*** 


F.P.M.  HUNTER, LARRY 
PHONE  NO  :782-1797 

OX  6X 


F.P.M.  SAUNDERS, LESLIE 
PHONE  NO  : 222-81 99 

7X  13X 


F.P.M.  HELD,  TERRY  (ACTING) 
PHONE  NO  :49h-2403 


IX  09/01/42 


F.P.M.  McCORMICK. THOMAS 
PHONE  NO  : 586-5074 

38X  06/30/92 


F.P.M.  BRAZILL,  WILLIAM 
PHONE  NO  .•‘♦94-3224 

IX  OX 


F.P.M.  HELD,  TERRY  (ACTING) 
PHONE  NO  :494-2403 

IX  OX 


*»»  ESTIMATED  COMPLETION  DATE 


c 


c 


DATE: 05/08/92 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  09/30/92 
***  BUTTE  DISTRICT  *♦* 


PAGE  NO:  10 


PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT 

ESTIMATE  AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

MODIF. 

STATUS 

'AWARD* BATE  PERCENT  X FONT . 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 

IR  15-4(661192 

SCOTT  CONSTRUCTION 

INC. 

04/07/92 

F.P.M.  ENGSTEDT.  CARL 

CAPITOL  INTCH.  - HELENA 

NH  8-2(35)44 

SIGNALS,  L LEFT  TURN  STORAGE 

11/28/92*** 

PHONE  NO  :444-6326 

PROSPECT  AVE.  - HELENA 

PAVEMENT  MARKINGS 

HES  8-2(33)46 

PROSPECT  i 18TH  - HELENA 

SIGNAL  INSTALLATION 

CONTRACT  TOTAL 

0.814 

» 1,329,069  * 342,266 

$ 0 

0'/. 

Oa 

STPHS  60-1(3)15 

J.C.T.  CONSTRUCTION 

04/14/92 

F.P.M.  DOUGHERTY.  HUGE 

1 (ACT 

N.  OF  WHITE  SULPHUR  SPRINGS 

SL.  FLATTEN.,  DELIN. , 

SIGNING . & GDRL . INST. 

/ / 

PHONE  NO  :494-3224 

0.800 

$ 62,012  ♦ 54,620 

$ 547 

10/02/92*** 

IX 

OX 

NH  8-4(17)65 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

04/29/92 

F.P.M.  O'BRIEN, MURRAY 

(ACT) 

WINSTON  - S.E. 

WIDEN..  HILL,  PMS  REPL..  SIC 

/ / 

PHONE  NO  : 499-3224 

10.570 

t 3,641,037  f 2,497,101 

i 0 

08/27/93*** 

OX 

OX 

RTF  14-1(6)0 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

04/29/92 

F.P.M.  O'BRIEN. MURRAY 

(ACT) 

BROADWAY  STREET  - TOWNSEND 

PMS  OVERLAY,  SIC 

/ / 

PHONE  NO  : 494-3224 

RTF  14-1(7)11 

08/14/92*** 

DEEP  CREEK  CANYON 

PMS  OVERLAY,  SiC 

CONTRACT  TOTAL 

12.430 

♦ 630,912  * 552,922 

$ 0 

OX 

OX 

BUTTorsTRrcrroTAcs 

~T£3;577;70r"r5(j;«s:7?r' 

T25;7r?;55r 

49X 

c: 


MIEL05/08/9E. 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/ 
**♦  GREAT  FALLS  DISTRICT  *** 


PROJECT  NUMBER  LENGTH 
- PRO JEC]_  DE S I SNA] I ON 


F 1-3(19)255 
MAIN  ST.  - CUT  BANK 
F 1-3(18)256 
CUT  BANK  - E. 

CONTRACT  TOTAL  15.740 


BR  9008(11) 

TETON  RV.  - 1 MI.  S.  OF  LOMA 


F 10-2(18)62 
LOMA  - BIG  SANDY 


RRP  4139(66)  U2 
VAR.  LOC'S.  - DIST.  *3 


M 5712(3) 

14TH  AVE.  - HAVRE 


F 3-4(4)101 

4 MI.  S.E.  OF  BROWNING  - S.E. 


0.134 


20.428 


F 24-3 ( 19)83 
ROGERS  PASS  - W. 


RS  218-1(3)19 
E.  OF  CONRAD  - E. 


RTS  221-1(1)24 
MAIN  ST.  - DUTTON 


0.000 


0.400 


9.200 


8.100 


TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESIINAJE AWARD__AML PAYMENTS., 

RIVERSIDE  CONTRACTING 

* 3,302,751  $ 3,292,027  $ 3,280,595 

EDWARD  T.  CORPS  CONST. 

* 290,024  i 283,890  * 219,464 

SLETTEN  CONSTRUCTION  CO. 

* 6,858,812  $ 6,958,186  ♦ 5,526,217 


MILLING,  PMS  OVERLAY 
PMS  OVERLAY 


STR.  I APPR'S. 


G,  GS,  PMS,  & STR'S. 


MONTANA  LINES,  INC 

SIGNING  t PVMT.  MKGS. 

* 181,186  t 178,301  t 176.965 


G.  GS,  & PMS 


PMS  OVERLAY 


BALTRUSCH  CONST.  CO., INC. 

« 729,018  % 659,318  $ 640.672 

RIVERSIDE  CONTRACTING 

» 1,258,473  $ 1,381,992  $ 1.372,076 


MILL,  PMS  OVERLAY,  SKC 


WIDENING,  PMS  OVERLAY 


PMS  OVERLAY.  SIC 


RIVERSIDE  CONTRACTING 
t 2,634,702  I 2,533,616  * 2,950,392 

RIVERSIDE  CONTRACTING 

* 1,197,287  $ 1,060,439  $ 1,053,190 

SLETTEN  CONSTRUCTION  CO. 


fjONT;DEPT:7IE[D7'ROJECTlARAGER 

AWARD' BATE 

percent  rcGNT:-” 

MODIF. 

WORK  BEG. 

PROJECT 

TIME 

_SJAjyS__ 

WORK.COMP..... 

COMPLETED 

USED 

APPR 

12/14/90 

F.P.M.  LEO.  DENNIS 

1 1/18/91 

02/06/91 

PHONE  NO  :434-2«70 

APPR 

10/21/91 

11/18/91 

100% 

OX 

03/11/91 

F.P.M.  WILMOT,  DOUG 

08/12/91 

PHONE  NO  :6B2-5369 

07/22/92**# 

77* 

66% 

03/11/91 

F.P.M.  ENDERSCN,  GLEN 

04/15/91 

PHONE  NO  : 739-4205 

04/07/93*** 

79% 

9o* 

04/09/91 

F.P.M.  GREGORY.  DOUGLAS 

05/08/91 

PHONE  NO  : 355-4309 

11/15/91 

1 00% 

10/01/91 

04/09/91 

F.P.M.  TREFTZ,  GORDON 

05/06/91 

PHONE  NO  : 353-4944 

07/26/92*** 

97% 

100X 

APPR 

05/02/91 

F.P.M.  LEO,  DENNIS 

11/18/91 

05/20/91 

PHONE  NO  :434-2470 

11/14/91 

100% 

99% 

PEND 

06/04/91 

F.P.M.  STEEN.  GARY 

03/18/92 

06/20/91 

PHONE  NO  : 727-4350 

10/08/91 

100% 

10/15/91 

06/04/91 

F.P.M.  WICK  HAN.  TERRY 

06/17/91 

PHONE  NO  : 278-7931 

11/12/91 

100% 

797. 

06/04/91 

F.P.M.  HICKMAN.  TERRv 

06/26/91 

PHONE  NO  : 278-7931 

♦♦*  ESTIMATED  COMPLETION  DATE 


DAIEL05/08/92 


PROJECT  NUMBER  LENGTH 
PRO if C J- PES I GNAT  ! ON 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 

***  GREAT  FALLS  DISTRICT  ***  Fttfit  NO:  i2 

pRIflrc0RTRfiCT0R  fWRT:DEPT:_FIE[D“PRDJECT‘HARfiGEP" 

ORIGINAL ABARD'MTF PERCENT  VCDBTT--" 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


RT  81005(1) 

BRADY  - COLLINS  (FRONTAGE  RD.)  PMS  OVERLAY,  SLC 

RT  81006(1) 

BRADY  - MIDWAY  (FRONTAGE  RD.)  PMS  OVERLAY,  SLC 

RTS  365-1(9)0 

CENTRAL  AVE.-  BRADY  PMS  OVERLAY.  SIC 

CONTRACT  TOTAL  17.690 


955,083  ♦ 995,611  * 866,268 


07/22/92*** 


907, 


1R  15-9(67)216 

SIEBEN  - AUGUSTA  INTERCHANGE 

11.611 


RIVERSIDE  CONTRACTING 
MILLING.  PMS  OVERLAY.  S1C.BR.  REHAB,  L EPOXY  STRIPING 

* 3,598,820  $ 3,170,613  * 2,688,591 


07/30/91  F.P.M.  THOMSON,  BOB 

08/19/91  PHONE  NO  :?27-9350 

02/06/93***  85X  55X 


HES  1-7(13)925 
US  2 - HARLEM 


INTERSECTION  LIGHTING 

0.000  t 


MIDLAND  ELECTRIC  CO.  INC. 

19,178  $ 19,000  $ 11,010 


07/30/91  F.P.M.  GREGORY,  DOUGLAS 

09/03/91  PHONE  NO  :355-9309 

11/06/91  100X  107, 


F 1-7(9)430 

FORT  BELKNAP  - E. 

G.  GS,  PMS,  l STR'S. 

SK  CONSTRUCTION,  INC. 

16.372 

* 15,851,998  t 12,715,057  * 

08/28/91  F.P.M.  TREFTZ,  GORDON 

09/29/91  PHONE  NO  :353-4944 

01/19/99***  35X  16X 


HES  1-3(23)205 
M.  OF  E.  GLACIER 


CABLE  GDRL.  INSTALLATION 
1.520  $ 


OMO  CONSTRUCTION  INC 
62,912  $ 63,892  * 


37,673 


12/11/91  F.P.M.  LEO,  DENNIS 

03/10/92  PHONE  NO  :434-2h70 

03/25/92  100X  OX 


SMP  799(91) 

MAINT.  STOCKPILE  - DIST.  13 


CRUSH  & STOCKPILE  GRAVEL 
0.000  $ 


KONITZ  CONTRACTING,  I! 
284,900  $ 299,260  * 


12/11/91 

01/17/92 

243,004  06/30/92*** 


F.P.M.  LEO,  DENNIS 
PHONE  NO  : 434-2470 

SIX  06/30/92 


NH  60-2(27)71 
ARMINGTON  JUNCTION 


0.000 


G,  GS,  PMS,  COMFORT  STA. 

$ 


BOST  CONSTRUCTION 
ANDWEI6H  STA. 

1,048,007  $ 1,106,976 


63,118 


02/03/92  F.P.M.  THOMSON,  BOB 

03/23/92  PHONE  NO  : 727-4350 

04/24/93***  6X  11X 


RTF  60-1(4)26 
KINGS  HILL  - N. 


PMS  OVERLAY,  S&C 

13.400 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
818,407  i 889,436  t 8,893 


02/03/92  F.P.M.  ENDERSON,  GLEN 

04/17/92  PHONE  NO  : 739-4205 

09/01/92***  IX  09/01/92 


***  ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTHENT  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 

*»♦  GREAT  FALLS  DISTRICT  **»  

c'AbE  NO:  13 

■hort:dept:'fiecd'prd3ect"rsrbber' 

PROJECT  NUMBER 
PROJECT  DESJGNATigN__ 

LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AHT.  PAYMENTS 

MQDIF. 

STATUS 

"MftRITMTF- 
WORK  BEG. 
WORK  COMP. 

'"PERCENT  y._CORT“ 

PROJECT  II  ME 

COMPLETED  USED 

NH  1-7(17)428 

MILK  RIVER  BRIDGE 

0.000 

RIPRAP  PLACEHENT 

SHUMAKER  TRUCKING  AND  E XC . 

$ 216,231  * 141.255  * 107,967 

02/03/92 

03/23/92 

04/30/92 

F.P.H.  SPRINGER,  JAY 

PHONE  NO  : 727-4350 

100X  OX 

RS  255-1(4)5 

5 HI.  N.  OF  RUDYARB  - N. 

5.638 

G,  GS,  X PHS 

MONTGOMERY  CONSTRUCTION 

* 1,695,690  $ 1,642,699  $ 16,428 

03/12/92  F.P.H.  GREGORY,  DOUGLAS 

04/08/92  PHONE  NO  .*355-4309 

07/08/93***  IX  13X 

RS  431-1(4)7 

FAIRFIELD  - POWER  B,  GS,  1 PHS 

7.290 


RIVERSIDE  CONTRACTING 
3,122,139  ♦ 2,993,028  * 855,476 


03/12/92  F.P.H.  WICKflAN,  TERRY 

03/23/92  PHONE  NO  :2?8-7931 

10/10/93***  29X  9?. 


NH  24-3(21)91 
ROGERS  PASS  - E. 


9.341 


D.H.  BLATTMER  X SONS 

WIDENING.  PHS  OVERLAY,  X STR. 

♦ 8,318,063  $ 7,063,696  $ 


04/14/92  F.P.H.  SHITH.  WALT 

/ / PHONE  NO  : 235-4436 

10/01/93***  OX  OX 


RTF  58-1(9)30 

DIVIDE  CREEK  - S.  OF  ST.  MARY 

0.000 


WESTERN  STATES  CONTRACTING 

GRADING  1 RIPRAP  (SLIDE  CORR.) 

$ 155,291  » 141,413  $ 


04/14/92  F.P.H.  LEO,  DENNIS 

/ / PHONE  NO  : 434-2970 

12/30/92***  OX  OX 


RTS  534-1(3)27 

RIVERSIDE  CONTRACTING 

04/29/92 

F.P.H.  LEO,  DENNIS 

4TH  AVE.  S.  - CONRAD 

PHS  OVERLAY, 

SXC 

/ / 

PHONE  NO  : 434-2470 

RT  81007(1)15 

SHELBY  - S.  (FRONTAGE  ROAD) 

PHS  OVERLAY, 

SIC 

10/16/92*** 

CONTRACT  TOTAL 

10.858 

$ 713,444  1 709,021  * 

0 

OX 

?^ArfAccs:5rsTffrcr:rgTffcr::: 


.e 

C 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 


DATE:05/08/92 

♦*♦  GLENDIVE  DISTRICT  *** 

PAGE  NO:  14 

PRTRE~COHTRACTOR 

MONT. DEPT.  FIELD  PROTECT  MANAGER' 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LEN6TH 

TYPE  OF  WORK 

ORIGINAL 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

AWARD  DATE 

WORK  BEG. 

WORK  COMP. 

PERCENT  X 

PROJECT 

COMPLETED 

CONT.  ’ 
TIME 

USED 

RRS  4136(63) 

B.N.R.R.  U-PASS'S  - DIST. 

#4 

0.000 

OLANDER  CONTRACTING  CO. 

UPGRADE  PUMPING  FACILITIES 

* 467.78?  $ 396.357  t 380,800 

02/27/90 

05/15/90 

09/09/91 

F.P.M.  GREUFE,  LARRY 
PHONE  NO  : 653 -1050 

100X 

123X 

F-FLH  37-1 i 12)9 

BUSBY  - W. 

9.986 

G,  GS,  l PMS 

* 

KIEWIT  WESTERN  CO. 

11,179,990  * 10,151,483  * 10,042,614 

05/04/90 

07/09/90 

08/28/92*** 

F.P.M.  STROHMAYER,  DUANE  J. 
PHONE  NO  : 233- 1093 

99X  95X 

F-BRF  32-1(4)6  U2 

MACON  - N. 

0.000 

ASSINI60INE  i SIOUX  TRIBES 

FENCING  1 SEEDING  (NEGOTIATED  TRIBAL  CONTRACT) 

* 207,929  * 207,929  $ 160,835 

05/29/90 

07/09/90 

07/22/92*** 

F.P.M.  QUALE,  KENNETH 
PHONE  NO  : 365-2677 

111 

OX 

RS  438-1(7)25  U2 

25  HI.  N.  OF  NASHUA  - N. 

0.000 

ASSINIBOINE  l SIOUX  TRIBES 

FENCING  l SEEDING  (NEGOTIATED  TRIBAL  CONTRACT) 

$ 69,566  ♦ 69,566  * 43,594 

PEND 

03/04/92 

05/29/90 

07/09/90 

07/22/92*** 

F.P.M.  QUALE,  KENNETH 
PHONE  NO  : 365-287? 

63X 

ox 

F 23-3(4)108 

HAMMOND  - S.E. 

11.000 

WIDENING,  l PMS  OVERLAY 

$ 

BORDER  STATES  PAVING, INC. 

3,169,897  * 2,821,024  * 2.817,017 

07/09/90 

08/20/90 

01/31/92 

F.P.M.  SWANSON,  ROBERT  E. 

PHONE  NO  : 436-2271 

100X  1 IPX 

F 98-1(1)0 

BUSINESS  LOOP  - GLENDIVE 

F 57-7(10)326 

BUSINESS  LOOP  - GLENDIVE 
CONTRACT  TOTAL 

2.555 

PMS  OVERLAY,  l RUBBER  RR 

PMS  OVERLAY,  l RUBBER  RR 

» 

PORTABLE  PAVERS,  INC. 

XING 

XING 

1,729,898  « 1,604,727  * 1,626,644 

10/05/90 

11/07/90 

11/08/91 

F.P.M.  WOLF,  LARRY 
PHONE  NO  : 365-2877 

100X 

ox 

F-BRF  32-1(4)6  U1 

MACON  - N. 

10.391 

WIDENING,  PMS  OVERLAY,  6 

' $ 

PRINCE,  INC. 

3TR. 

3,909,345  * 3,955,992  i 3,417,954 

10/05/90 

04/04/91 

10/31/92*** 

F.P.M.  SAIN,  LARRY 
PHONE  NO  : 653-1050 

96X 

87X 

F 57-5(14)171 

SAND  SPRINGS  - U. 

8.116 

WASHINGTON  CONSTRUCTION 

SLOPE  FLATTEN.,  PMS  OVERLAY, SAC 

* 6,263,863  t 5,040,677  t 5,122,384 

APPR 

04/17/92 

10/05/90 

11/13/90 

09/01/92*** 

F.P.M.  STEWART,  DONALD 
PHONE  NO  : 557-2333 

98X 

72X 

RS  261-1(4)5 

5 HI.  N.  OF  WIBAUX  - N. 

PMS  OVERLAY 

PORTABLE  PAVERS,  INC. 

10/05/90 

04/08/91 

F.P.M.  WOLF,  LARRY 
PHONE  NO  : 365-2877 

*♦»  ESTIMATED  COMPLETION  DATE 


e 


c 


c 


■ 1 
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DATE : 05/08/92 
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»f 

PAGE 

: NO:  15 

PRIRrCORTRACTOR 

MONT. DEPT.  FIELD  PROJECT  MANAGERS 

DRTGTRAE 

AWARD  DATE 

PERCENT  T 

TON’:'" 

PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT  CONTRACTOR 

MODIF. 

WORK  BEG. 

PRGJECT 

TIME 

PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT. 

PAYMENTS 

STATUS 

WORK  COMP. 

COMPLETED 

USED 

IR  94-7( 1B)235 

04/28/92 

WIBAUX  - E.  L W. 

MILL.  FILL,  & PM3  OVERLAY 

CONTRACT  TOTAL 

12.662 

$ 

1,502,104  * 1,572,238  $ 

1,500,319 

100X 

OX 

F 25-1(17)9 

SK  CONSTRUCTION.  INC. 

12/14/90 

F.P.M.  FRIEND,  DAVE 

9 MI.  N.  OF  CIRCLE  - N. 

G,  GS,  PMS,  & STR. 

02/12/91 

PHONE  NO  : 365-2877 

7.971 

1 

5,357,261  * 5,287,949  * 

4,905,589 

12/30/92*0 

93X 

72X 

RS  248-2(3)12 

CENTURY  COMPANIES.  JV 

03/11/91 

F.P.M.  LA  ROQUE.  ARCHIE 

DANIELS  CO.  LINE  - E. 

SS.  1 PMS 

06/24/91 

PHONE  NO  .-228-9478 

13.146 

t 

1,143,262  » 1,121,800  $ 

1,043,554 

07/12/92*** 

93X 

108X 

BR  9011(9) 

EDWARD  T.  COPPS  CONST. 

PEND 

03/11/91 

F.P.M.  QUALE.  KENNETH 

DIVERSION  CANAL  - INTAKE 

0.110 

STR.  i APPR'S. 

03/23/92 

1 03/27/91 

PHONE  NO  : 365-2877 

* 

249,410  t 239,293  $ 

221,567 

10/15/91 

100X 

68X 

BRF  42-3(10173  U1 

SLETTEN  CONSTRUCTION  CO. 

03/11/91 

F.P.M.  BACON,  DAVE  W. 

(ACT ) 

MILK  RIVER  - S.  OF  GLASGOW 

0.240 

STR.  REPL. 

04/01/91 

PHONE  NO  : 365-2877 

* 

1,192,528  $ 982,545  $ 

1,015,506 

11/27/91 

100X 

88X 

BR  9042(8) 

USRS  MAIN  CANAL  - SAVAGE 

0.000 

STR.  1 APPR'S. 

TRACY  COWDREY  & ASSOC. 

03/29/91 

11/12/91 

F.P.M.  QUALE.  KENNETH 
PHONE  NO  : 365-2877 

$ 

122,542  * 119,518  < 

99,771 

07/22/92*** 

83X 

43X 

RRP  4139(66)  U3 

VAR.  LQC'S.  - D1ST.  14  & #5 

0.000 

RR  SIGNING  l PVMT.  MKGS. 

MARK  RITE  LINES,  INC. 

04/09/91 

06/17/91 

F.P.M.  WOLF.  LARRY 
PHONE  NO  .-365-2877 

* 

311,941  $ 325,456  * 

292,684 

10/25/91 

100X  11/01/91 

F 1-10(23)581 

WOLF  POINT  - W. 

10.554 

PMS  OVERLAY 

BORDER  STATES  PAVING, INC. 

04/09/91 

06/13/91 

F.P.M.  BALDWIN. JAMES 
PHONE  NO  : 787-5701 

* 

3,235,464  % 2,788.279  * 

1,126,836 

12/30/92*** 

4 OX 

92X 

HES  2-1(14)4 

N.E.  OF  MILES  CITY 

0.000 

REALIGN  INTERSECTION 

$ 

PORTABLE  PAVERS,  INC. 

04/09/91 

07/01/91 

F.P.M.  STEWART,  DONALD 
PHONE  NO  :557-2333 

216,068  % 234,378  ♦ 

283,450 

10/17/91 

100X 

49X 

»**  ESTIMATED  COMPLETION  DATE 


<5 


DATE :05/08/9P 


PROJECT  NUMBER 
PROJECT  DESIGNATION 


LENGTH 


fV* 

'!  B/ 
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PRM“COSMCTOR”  flOlilT:DEPT:"FIE[D~PBDJECT~HRBBBER_ 

DRIBM  ARARD~SATE PERCENT  5“CDNTT 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODI F . WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


BR  9036(11) 

WOODY  ISLAND  COULEE 


F 37-2(9)63 

ASHLAND  - E. 


STfi.  I APPR'S. 


COP  CONSTRUCTION  CO. 

0.187  t 521,967  $ 397,758  t 379,520 

BORDER  STATES  PAVING, INC. 

PMS  OVERLAY,  MIN.  W1D.,  SfcC 

13.600  $ 3,370,483  $ 3,202,006  I 2,704,251 


PEND  05/02/91  F.P.M.  PETERSON,  LES 

04/24/92  06/03/91  PHONE  NO  : 365-5296 

10/16/91  100X 


m 


06/04/91  F.P.M.  SWANSON.  ROBERT  E. 

07/02/91  PHONE  NO  :436-2271 

01/14/93**#  84)1  SIX 


RTF  22-2(11)58 
MEDICINE  LAKE  - N. 

RTF  1-8(14)458 
H.  OF  MALTA  - W. 

RTF  23-1(14)28 

28  HI.  S.  OF  MILES  CITY  - S. 

CONTRACT  TOTAL  25.400 


LEVELING,  RUT  FILLING,  SiC 
LEVELING,  RUT  FILLING,  SLC 

LEVELINB,  PMS  OVERLAY,  SIC 

t 


PORTABLE  PAVERS,  INC. 


,105  I 837,484  % 521,280 


06/04/91  F.P.M.  BALDWIN, JAMES 

07/02/91  PHONE  NO  : 787-5701 

07/22/92*** 


6 11, 


BR  9013(7) 

PENNEL  CR.-16  MI.  NW  OF  PLEVNA 


0.208 


RS  322-1(1)11 

LITTLE  BEAVER  CR.-  SE  OF  BAKER 


).417 


F 57-5(16)192 
BIG  DRY  CREEK  - W. 


IR  94-4(44)138 
MILES  CITY  - E.  4 W. 


BR  9010(8) 

W.  FORK  POPLAR  RIVER 


9.805 


11.303 


0.000 


STR.  & APPR'S. 

MACK  IN  CONSTRUCTION  CO 

07/02/91 

08/26/9! 

i 

135,824  $ 160,168  % 

137,557 

11/13/91 

STR.  6 APPR'S. 

COP  CONSTRUCTION  CO. 

10/02/91 

03/16/92 

$ 

783,632  $ 722,171  i 

169,752 

09/15/92*** 

G,  SS,  PMS,  l STR. 

WASHINGTON  CONSTRUCTION 

10/02/91 

$ 

6,108,004  $ 5,466,600  $ 

2,022,250 

11/15/9! 

01/21/94*** 

PMS  OVERLAY,  S&C 

PORTABLE  PAVERS,  INC. 

10/30/91 

02/27/92 

♦ 

3,874,902  * 2,848,444  $ 

151,829 

04/27/93*** 

STR.  & APPR'S. 

EDWARD  T.  CORPS  CONST. 

12/11/9! 

03/11/92 

t 

346,515  * 382,162  i 

7,202 

09/19/92*** 

F.P.M.  SCHNEIDT,  JOE 
PHONE  NO  :232-l093 
100S 


F.P.M.  SCHNEIDT,  JOE 
PHONE  NO  : 232-1093 
24X 


F.P.M.  WOLF,  LARRY 
PHONE  NO  : 365-2877 

m 


F.P.M.  STEWART,  DONALD 
PHONE  NO  : 557-2333 
5)! 


F.P.M.  GREUFE,  LARRY 
PHONE  NO  :653- 1050 
2); 


11/15/91 


♦**  ESTIMATED  COMPLETION  DATE 
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ORIGINAL 

“ABARF  DATE 

"PERCENT 
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PROJECT  NUMBER 
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TYPE  OF  WORK 

ENGINEER  CONTRACT  CONTRACTOR 
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PROJECT 
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PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT.  PAYMENTS 
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WORK  COMP. 

COMPLETED 

USED 

HES  39-1(18)13 

MIDLAND  ELECTRIC  CO.  INC. 

12/11/91 

F.F'.M.  STROHHAYER, 

DUANE  J. 

S.  OF  COLSTRIP 

SIGNS  i FLASHER 

03/10/92 

PHONE  NO  .*232-1093 

1.800 

t 

22,139  $ 21,19?  * 17,681 

09/13/92 

100* 

OX 

SHP  5399(911 

KQN1TZ  CONTRACTING,  INC. 

12/11/91 

F.P.M.  SAIN.  LARRY 

MAINT.  STOCKPILE  - DIST.  *9 

CRUSH  1 STOCKPILE  GRAVEL 

/ / 

PHONE  NO  : 653- 1050 

0.000 

% 

586,700  i 232,700  * 0 

03/15/93*** 

OX 

03/15/93 

SMP  9999(91 ) 

FISHER  SAND  AND  GRAVEL  CO. 

12/11/91 

F.P.M.  STROHMAYER, 

DUANE  J. 

MAINT.  STOCKPILE  - DIST.  IK 

CRUSH  l STOCKPILE  GRAVEL 

03/09/92 

PHONE  NO  :232-1093 

0.000 

$ 

365,975  t 232,775  * 226,561 

09/13/92 

100X 

06/30/92 

RTF  19-6(7)258 

BORDER  STATES  PAVING, INC. 

02/03/92 

F.P.M.  SWANSON.  ROBERT  F. 

6 MILES  E.  OF  VANANDA  - E. 

LEVELING,  PMS  OVERLAY.  SIC 

PHONE  NO  : 936-2271 

RTF  27-3(5)55 

WIBAUX  CO.  LINE  - N. 

RTF  59-1(3)9 

PMS  OVERLAY,  SLC 

09/01/92*** 

BIDDLE  - N. 

LEVELING,  PMS  OVERLAY.  SIC 

CONTRACT  TOTAL 

31.900 

$ 

1,799,310  $ 2,033,663  * 165,912 

ax 

09/01/92 

IH-IR  99-3(38)85 

PORTABLE  PAVERS.  INC. 

09/03/92 

F.P.M.  STFUART  . nflNAI  n 

FORSYTH  - E.  6 W. 

IM-IR  99-3(91)116 
ROSEBUD/CUSTER  CO.LN.-E.  1 W. 

PMS  OVERLAY,  AND  SIC 

SEAL  l COVER  (WB  LANES  ONLY) 

/ / 

10/20/93*** 

PHONE  NO  .‘557-2333 

CONTRACT  TOTAL 

31.273 

$ 

19,826,922  t 6,019,299  » 0 

OX 

OX 

BRF  92-3(10)73  U2 

MILK  RIVER  - S.  OF  GLASGOW 
STPP  92-3(12)59 

FORT  PECK  - GLASGOW 

G,  GS,  PMS  l STR.  REM. 

G,  GS,  PMS,  1 REM.  STR'S. 

PRINCE,  INC. 

09/03/92 

09/29/92 

09/17/93*** 

F.P.M.  LA  ROQUE,  ARCHIE 

PHONE  NO  :228-9978 

CONTRACT  TOTAL 

16.911 

t 

12,582,120  $ 5,616,307  » 0 

OX 

OX 

STPP  25-1(18)17 

17  MI.  N.  OF  CIRCLE  - N. 

10.995 

G.  GS.  PMS,  i STR'S. 

$ 

WASHINGTON  CONSTRUCTION 

10,013,083  t 8,650,912  $ 0 

09/29/92 
/ / 

10/15/93#** 

F.P.M.  FRIEND,  DAVE 
PHONE  NO  : 365-2877 
OX 

OX 

STPHS  1-10(25)662 

BAINV1LLE  - E. 

0.600 

CABLE  GDRL.  INSTALLATION 

t 

OMO  CONSTRUCTION  INC 

60,711  $ 70,906  $ i) 

09/29/92 
/ / 

11/15/92*** 

F.P.M.  BALDWIN. JAMES 

PHONE  NO  .‘787-5701 

OX  OX 

♦♦*  ESTIMATED  COMPLETION  DATE 
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RTF  27-2(10)44 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

04/29/92 

F.P.M.  SWANSON.  ROBERT  E. 

N.  OF  BAKER  - N. 

MIN.  WIDEN,  PMS  OVERLAY.  SIC 

/ / 

PHONE  NO  :436- 

2271 

10.200 

i 746,541  1 797,451  $ 0 



11/16/92***  OX 

OX 

(JCEfUTTPE  DTSTRFCT  TOTALS 

5 AX 

( 


DAIE:0_5/08/?a 


PROJECT  NUMBER  LENGTH 
.^OJECI_DESIGNA]10N 


TYPE  OF  WORK 
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F-BRF  1^-4(7)138 
LAVINA  - H. 


G,  GS,  PMS,  SIC 

B.535 


SLETTEN  CONSTRUCTION  CO.  APPR  10/02/89 

1)6/20/91  11/07/89 

3,888,769  t 9,008,792  * 9,308,399  12/12/91 


F.P.M.  OPIE,  BRUCE  E. 

PHONE  NO  :8j6-9897 

100X  m 


RS  319-1(7)26 

BUSBY  - S.  (N.  SECT.) 

G,  GS, 

PMS, 

SiC 

WASHINGTON  CONSTRUCTION 

APPR 

03/18/91 

02/02/90 

03/26/90 

F.P.M.  RUSSELL. RONALD 
PHONE  NO  :665-39l4 

CT-RS  319-1(9)18 

BUSBY  - S.  (S.  SECT.) 
CONTRACT  TOTAL 

G,  GS, 

19.391 

PMS, 

SIC 

* 6,975,618  t 5,799,000  $ 6,288,875 

APPR 

03/1B/91 

07/12/91 

100X 

F-BRF  63-2(9)19 
JUDITH  GAP  - N. 


G,  DR,  PhB,  PMS 

10.000 


PRINCE,  INC. 

9,999,905  * 9,355,252 


PEND  02/27/90 
09/29/92  07/05/90 

9,092.170  08/15/91 


F.P.M.  TILZEY, RONALD 
PHONE  NO  :530-8731 

100X  1 1 3X 


BR  9099(9) 

YELLOWSTONE  RV.-S.E.  GREYCLIFF  STR.  i APPR'S. 

0.366 


COP  CONSTRUCTION  CO. 

722,979  » 710,938  t 682,063 


05/09/90  F.P.M.  STUDEBAKER.  RAYMOND 

06/07/90  PHONE  NO  .-252-7329 

06/13/91  100X  79X 


RTF  16-1(21)12 
BILLINGS  - N. 

F 16-1(25)22 

1?  MI.  N.  OF  BILLINGS  - 

CONTRACT  TOTAL 


G,  GS,  i PMS 
PMS  OVERLAY 

11.366 


EMPIRE  SAND  AND  GRAVEL  CO., INC  APPR  07/09/90 
07/02/91  07/25/90 

APPR  10/20/91 
07/11/91 

8,802,110  ♦ 6,922,337  $ 7,198,937 


F.P.M.  SLOE,  DAVID  A. 
PHONE  NO  :298-3827 


100X 


156X 


RTF  61-3(7)39 
SRASSRANGE  - N.  I 
F 61-3(9)96 
N.  OF  GRASSRANGE 
CONTRACT  TOTAL 


11.592 


mnruilin  SLETTEN  CONSTRUCTION  CD. 

APPR 

07/09/90 

WIDENING,  PMS  OVERLAY,  SIC 

04/10/92 

08/10/90 

GUARDRAIL  REVISION 

PEND 

02/09/92 

03/20/92 

* 9,063,700  t 3,797,739  $ 9,187,381 

F.P.M.  SACKS,  RAY 
PHONE  NO  :53B-8'/31 


100X 


95X 


IR  90-8( 118)453 
LOCKWOOD  - PINEHILLS  INTCH. 

3.795 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

PMS  OVERLAY,  i RAMP  REVISION 

* 1,791,956  * 1,979,329  * 1,321,755 


07/09/90  F.P.M.  KEGLEY,  MEL 

08/02/90  PHONE  NO  : 295-3315 

09/25/91  100X  75X 


BR  9056(8) 

YELL.  RV.  - E.  OF  MOSSMAIN  STR.  i APPR'S. 

0.360 


SLETTEN  CONSTRUCTION  CO. 
1,877,362  t 1,570,757  $ 1,596,535 


08/07/90  F.P.M.  TAYLOR.  DONALD 

08/31/90  PHONE  NO  -.252-9735 

07/22/92***  98X  100X 


***  ESTIMATED  COMPLETION  DATE 


o 


DA.lEs.05/08/92. 


PROJECT  NUMBER  LEN6TH 
PROJECT  JESjGNAJlON 


TYPE  OF  WORK 
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IR  94-1(51 >24 
POMPEYS  PILLAR  - CUSTER 


IR  90-9(71)509 
CROW  AGENCY  INTCH.  - S. 


RS  500-2(2)19 
MOSBY  - S. 


F 57-2(13)47 
MOCCASIN  - E.  & W. 


IR  90-7(57)361 
BIG  TIMBER  - E.  t W. 


F 28-2(16)69 

BROADWAY  AVE.  - RED  LODGE 


BRS  419-1(3)4 
W.  ROSEBUD  CR.  - FISHTAIL 


RTF  61-3(10)83 

FRED  ROBINSON  BRID6E  - N. 


IR  90-8(115)427 
PARK  CITY  INTERCHANGE 
IR  94-1(52)6 
HUNTLEY  INTERCHANGE 


22.784 

7.917 

4.637 

10.600 

16.866 

1.015 

0.132 

S. 

14.000 


MILL,  FILL,  & PMS  OVERLAY 


PMS  OVERLAY 


G,  l GS 


G,  GS,  & PMS 


MILL,  FILL,  i PMS  OVERLAY 

$ 


PMS  OVERLAY 


STR'S.  & APPR'S. 


I 

PMS  OVERLAY,  SiC 

INTERCHANGE  LIGHTING 
INTERCHANGE  LIGHTING 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

6,694,452  t 6,536,114  t 6,720,927 

08/29/90 

09/17/90 

11/26/91 

F.P.M.  QPIE,  BRUCE  E. 
PHONE  NO  :8j6-'»897 

10GX 

94X 

BORDER  STATES  PAVING, INC. 

5,980,205  t 6,139,568  1 6,103,395 

10/05/90 

03/27/91 

08/20/92*** 

F.P.M.  RUSSELl.RONALD 
PHONE  NO  : 665-39 1 A 

m 

93X 

AMERICAN  CONTRACTING,  INC. 

1,491,943  t 988,216  t 1,330,387 

APPR 

04/17/92 

03/11/91 

04/22/91 

09/26/91 

F.P.M.  SACKS,  RAY 

PHONE  NO  : 538-B731 

100X 

98X 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

6,173,215  * 4,344,479  $ 4,068.694 

PEND 

03/27/92 

04/09/91 

05/14/91 

09/15/93*** 

F.P.M.  TILZEY, RONALD 
PHONE  NO  : 538-8731 

98X 

59X 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

7,001,094  * 5,439,592  $ 5,442,527 

04/09/91 

04/29/91 

02/26/92 

F.P.M.  NEVILLE.  GARY 
PHONE  NO  : 932-4872 

100X 

63X 

MIDLAND  O'LEARY  INC. 

560,489  $ 497,271  * 501,910 

04/09/91 

05/09/91 

09/25/91 

F.P.M.  KEGLEY,  MEL 
PHONE  NO  :245-3315 

100X 

98X 

TAHIETTI  CONSTRUCTION  CO. 

472,523  i 447,706  $ 437,822 

05/02/91 

05/23/91 

11/25/91 

F.P.M.  STUDEBAK.ER,  RAYMOND 
PHONE  NO  : 252-7329 

100X  77X 

SLETTEN  CONSTRUCTION  CO. 

583,260  $ 474,111  t 450,653 

06/04/91 

07/09/91 

07/22/92*** 

F.P.M.  SCHUMAN.  DAVID 
PHONE  NO  :245-4802 

95X 

96  X 

ACE  ELECTRIC.  INC. 

07/30/91 

09/09/91 

07/22/92*** 

F.P.M.  SCHUMAN.  DAVID 
PHONE  NO  : 245-9802 

*»t  ESTIMATED  COMPI  ETION  DATE 


DA  [E  :_05  / 08  / 9 2 


PROJECT  NUMBER  LEN6TH 

PBP JfC designation 


TYPE  OF  WORK 


0 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  09/30/92 

***  BILLINGS  DISTRICT  ***  PAGE  NO:  PI 

pfiIBrC0STRfiCT{jR  HOm:KPT:7IE[D"PROJECT_HfiflRGEr 

DRlGTRfil  MfflfflTMTE  PERCENT  Ti-CDNT~ 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IR  90-9(76)509 

CRON  AGENCY  INTERCHANGE  INTERCHANGE  LIGHTING 

CONTRACT  TOTAL  0.000  * 281,708  t 183,852  * 165,322 


90X 


60X 


F-FLH  37-1(19)19  U2 
BUSBY  - E.  IN. 


G,  6S,  PMS,  l STR'S. 

9.959 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
9,586,602  * 9,933,011  $ 1,995,111 


08/28/91  F.P.N.  DPIE.  BRUCE  E. 

09/30/91  PHONE  NO  :856-9B97 

09/06/93***  29X  IPX 


BRS  919-1(2)0 

E.  ROSEBUD  CR.-S.  OF  ABSAROKEE  STR.  I APPR'S. 

0.369 


TAMIETTI  CONSTRUCTION  CO. 

667,725  * 615,123  $ 956,609 


08/28/91  F.P.M.  STUDEBAKER.  RAYMOND 

09/12/91  PHONE  NO  :252-7329 

10/23/92***  79X  33X 


RS  926-2(9)19 
HANOVER  - E.  IN. 


PMS  OVERLAY,  SIC 

7.870 


CENTURY  COMPANIES,  JV 
792,791  * 799,509  t 287,600 


10/02/91  F.P.M.  TILZEY, RONALD 

10/23/91  PHONE  NO  .-538-8731 

08/15/92***  38X  10X 


RS  500-1(1)0 
MELSTONE  - N. 


PMS  OVERLAY,  S6C 

7.929 


PORTABLE  PAVERS,  INC. 

1,073,219  $ 913,037  $ 262,102 


10/02/91  F.P.M.  SACKS,  RAY 

10/23/91  PHONE  NO  :53&-8731 

09/30/92***  29X  10X 


IR  0002(32) 

BILLINGS  DIST.  - EROSION  CONT.  EROSION  CONTROL 

35.700 


LA  CONSTRUCTION 
92,189  $ 79,971 


PEND  10/02/91  F.P.M.  SLOE,  DAVID  A. 

03/16/92  10/22/91  PHONE  MO  :29B-3827 

85,935  11/25/91  100X  11/15/91 


BRF-F  16-1(30)1 

EAST  BRIDGE  - BILLINGS  STR'S.  I APPR'S. 

1.108 


COP  CONSTRUCTION  CO. 

13,857,090  * 7,999,953  * 2,838,935 


11/01/91  F.P.M.  SCHUMAN,  DAVID 

11/19/91  PHONE  NO  :295-9802 

01/25/99***  36X  OX 


IR  90-8(121)997 

S.  BILLINGS  BLVD.  INTERCHANGE  NEN  INTERCHANGE 

0.000 


MIDLAND  O'LEARY  INC. 

5,397,799  » 9,150,519  ♦ 1,595,250 


12/11/91  F.P.M.  SLOE,  DAVID  A. 

01/29/92  PHONE  NO  .-298-3827 

09/29/93***  38X  <tX 


SMP  599(91) 

MAINT.  STOCKPILE  - DIST.  15 


CRUSH  1 STOCKPILE  GRAVEL 
0.000  $ 


KONITZ  CONTRACTING,  INC. 
236,985  < 292,620  $ 


12/11/91 

03/19/92 

59,577  06/30/92*** 


F.P.M.  SLOE,  DAVID  A. 

PHONE  NO  .-298-3827 

22X  06/30/92 


**♦  ESTIMATED  COMPLETION  DATE 


c 


DATE :O5/O0/9E 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  04/30/92 
BILLINGS  DISTRICT  »** 

FRiftrmfiCTOR 

0R1B1RR[ 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT. PAYHEHIS STAJUS_ 


PAGE  NO:  02 

H0NT:DEpT:-riE[D-pR0]ECT-MRfiSFR~ 

AWARD' DATE  PERCENT  v.  CDNT. 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


NH  16-1(31)2 

MAIN  ST.  & 6TH  AVE.  N.  - BLGS. 


0.100 


EMPIRE  SAND  AND  GRAVEL  CO.. INC 

C & G,  & PMS  (FOR  RT  TURN  LNS 

$ 377,918  i 395,063  * 210.197 


02/03/92  F.P.M.  SCHUMAN.  DAVID 

03/30/92  PHONE  NO  : 295-9902 

11/22/92***  6ir, 


30X 


M 7199(3) 

CASINO  CR.  DRIVE  - LEWISTOWN 


0.939 


CENTURY  COMPANIES.  JV 

WIDENING,  PMS  OVERLAY,  & ST. DRAIN  „ 

t 553,906  i 617,550  * 335,523 


02/03/92  F.P.M.  SACKS.  RAr 
02/26/92  PHONE  NO  :53fi-8731 
02/2B/93***  59X 


29X 


RTF  61-9(6)90 
M0BRID6E  - N. 


9.900 


PMS  OVERLAY.  S&C 


EMPIRE  SAND  AND  GRAVEL  CO.. INC 
506,023  * 592,671  * 99,156 


02/03/92  F.P.M.  SACKS,  RAY 
03/12/92  PHONE  NO  :538-B731 


09/01/92*** 


1BX 


09/01/92 


RTF  95-2(9)38 

HARLOWTOWN  - S.  PMS  OVERLAY,  S&C 

RTF  95-1(11117 

17  MI.  N.  OF  BIG  TIMBER  - N.  PMS  OVERLAY,  S&C 

CONTRACT  TOTAL  12.500 


EMPIRE  SAND  AND  GRAVEL  CO., INC 


79,952  $ 711,961  i 909,567 


02/03/92  F.P.M.  NEVILLE.  GARY 

02/12/92  PHONE  NO  : 932-9872 

09/01/92*** 


09/01/92 


BR  9033(5) 

MUSSELSHELL  RV.-SE  OF  MELSTONE 


0.208 


STR.  & APPR'S. 


MACKIN  CONSTRUCTION  CO 
381,685  $ 371,990  * 3,720 


09/03/92  F.P.M.  SACKS.  RAY 

/ / PHONE  NO  : 539-873 1 

11/16/92***  IX  OX 


RTF  98-1(11)1 
N.  OF  HARDIN 


7.000 


PMS  OVERLAY,  S&C 


EMPIRE  SAND  AND  6RAVEL  CO., INC 
967,956  $ 377,177  * 0 


09/29/92  F.P.M.  OPIE,  BRUCE  E. 

/ / PHONE  NO  : 8 56-9897 

11/13/92***  OX 


ffmraBSTrsnfrcT"Toro" 

TOTACS'FOR'fiCC'PFDJECTS:' 


T?r32fi:w'T75‘33rrw"i"53:73r:5«' 


w 


o 


[hqm 


DATE : 06/09/92 


PROJECT  NUMBER 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  WWNSPDRTATION 
CONSTRUCTION  BUREAU 

Ji  . \ /^.CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/93 
4/  L)l  ***  MISSOULA  DISTRICT  «* 

PRIHE'CONTRfiCTOR 

ORIGINAL  ABARD'DATE' 

LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP. 


1R  90-1(105)15 
HAUSAN  WEI6H  STATION 


0.000 


RTF-BRF  1-1(31)14 
TROY  - LIBBY  <W.  SECT.) 

F 1-1(32)23  l F-DE  0201(802) 
TROY  - LIBBY  (E.  SECT.) 

RTF  1-1(33)17  U1 
TROY  REST  AREA  (GRADING) 
CONTRACT  TOTAL 


15.985 


F 5-4(7)160 
DICKEY  LAKE 


L S. 


3.714 


RTF  1-1(33)17  02 

TROY  REST  AREA  (BUILDING) 


0.000 


RTF-BRF  7-1(36)23 
DARBY  - S. 

RTF-BRF  7-1(37)31 
DARBY  - N. 
CONTRACT  TOTAL 


14.627 


IR  90-1 ( 109)23 

ST.  REGIS  RIVER  BRIDGES 


RTF  1-2(48)185 
JAVA  - SUMMIT 
RTF  83-2(4)78 
SWAN  LAKE  - N. 
CONTRACT  TOTAL 


17.700 


BHF  1-1(22)6 
N.W.  OF  TROY 


C.D.  CONTRACTORS 

APPR 

02/08/88 

WEIGH  STATION 

05/15/89 

03/14/88 

$ 2,660,593  < 2,420,343  $ 2.733,849 

06/10/91 

WASHINGTON  CONSTRUCTION 

PEND 

10/07/88 

G,  GS,  PMS,  6 OGFC 

05/29/92 

11/16/88 

APPR 

06/01/92 

G,  GS,  PMS,  6 OGFC 

06/10/91 

APPR 

R.A.  APPR.  ROAD  GRADING 

1 10,820,014  * 19,474,070  * 32,682,634 

03/13/91 

J.J.  WELCOME  CONST.  CO.,  INC. 

APPR 

12/13/88 

G,  GS,  PMS,  6 OGFC 

04/12/91 

02/27/89 

i 7,060,481  i 7,062,320  ♦ 8,346,716 

10/30/91 

SKINNER  ENTERPRISES 

APPR 

12/15/89 

PMS.  6 COMPLETE  R.A.  FACILITY 

04/22/92 

03/05/90 

t 428,223  * 468,095  $ 449,722 

08/30/91 

WASHINGTON  CONSTRUCTION 

APPR 

12/15/89 

6,  GS,  F'MS,  & STR'S. 

03/12/91 

01/24/90 

G,  GS,  PMS,  SLC,  L1GHTING.ST.  DRAIN,  4 STR'S. 

APPR 

09/18/91 

11/18/91 

* 11,186,587  $ 10,517,746  $ 10,755,252 


STR.  REPAIR 


FRONTIER-WEST.  INC. 

834,437  $ 687.161  * 568,642 


02/02/90 

03/19/90 

06/12/91 


PMS  OVERLAY,  SIC 
PMS  OVERLAY,  SLC 


NELCON,  INC. 


STR.  WIDENING 


♦ 1,784,113  t 1,541,982  t 1,479,929 
RIVERSIDE  CONTRACTING 


AF'PR 

04/24/91 


05/04/90 

05/22/90 

08/29/91 


08/07/90 

08/13/90 


F.P.M.  JOHNSON,  ROBERT  L. 
PHONE  NO  ;821-4468 

1 OOX  loot 


F.P.M.  MITCHELL,  JAMES  D. 
PHONE  NO  : 756-7050 


lOOt 


I39t 


F.P.M.  PIEDALOE,  EUGENE  R. 
PHONE  NO  : 88 1-22 13 

lOOt  96t 


F.P.M.  MITCHELL,  JAMES  D. 
PHONE  NO  : 756-7050 
lOOt 


09/01/90 


F.P.M.  JOHNSON,  ROBERT  L. 
PHONE  NO  : 82 1-4468 


lOOt 


F.P.M.  CHEZICK,  LAWRENCE  J. 
PHONE  NO  : 826-4457 

lOOt  90t 


F.P.M.  CHRISINGER, KENNETH  L 
PHONE  NO  : 756-7056 


PAGE  NO:  1 

'HONTTDEPTT'FIEED'PRDJECT'RARAGER' 
'"PERCENT  X_CDNTT 

PROJECT  TIME 

COMPLETED USED 


loot 


F.P.M.  MARIN,  GARY  R, 
PHONE  NO  : 756-7024 


r,4 


W7  J 

m 


2 


' 


-f. 


09/01/90  o T**'®) 


>3-; 


03 
mao  LO 
' — rsi 


***  ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENT  OF  IMPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 


DATE: 06/09/92 

**♦  MISSOULA  DISTRICT 

IH 

RfiDT  nroT 

PriGE  NO:  d 

PROJECT  NUMBER  LENGTH 

PROJECT  DESIGNATION 

TYPE  OF  WORK 

rnlnt  lUNtnHLIun 

ORIGINAL- 

ENGINEER  CONTRACT 

ESTIMATE  AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

MODIF. 

STATUS 

"ARAROATE" 
WORK  BEG. 
WORK  COMP. 

nUN 1 . Utr  1 . 

PERCENT- 

PROJECT 

COMPLETED 

rltLU  rNuJtll  flANAbtH 
rcDRT-— 
TIME 

USED 

F 1-1(28)0 

APPR 

08/09/92*** 

TROV  - u. 

HES  56-2(3)30 
3 LOC'S.  - S.  OF  TROT 
FH  62-1(9)27  (RS  508) 
YAAK  RIVER  ROAD 


WIDENING,  4 PMS  OVERLAY 
GUARDRAIL  & MISC.  APPR.  IMP. 
PMS  OVERLAY 


07/26/91 


CONTRACT  TOTAL 

16.678 

* 

3,864,180 

$ 

4,420,830 

t 

4,279,985 

IR  90-2(78)94 

DIAMOND 

SURFACING, INC 

APPR 

10/05/90 

MISSOULA  - W. 

11.219 

PCCP  REHABILITATION 

$ 

4,863,720 

t 

4,633,334 

1 

4,805,051 

04/17/92 

11/15/90 

11/21/91 

RS  263-1(6)1 

WESTERN 

MATERIALS, 

INC. 

03/11/91 

MULLAN  ROAD  (E.  SECT.) 

5.086 

6,  GS,  4 PMS 

$ 

2,413,463 

% 

2,024,803 

i 

1,995,040 

03/28/91 

09/26/91 

F 1-2(31)123 

NELCON. 

INC. 

03/29/91 

LaSALLE  RD.  INT. - KALISPELL 

0.000 

SIGNING,  4 SI6NALS 

$ 

294,456 

i 

269,629 

i 

247,531 

09/06/91 

08/09/92*** 

RTM  8113(4) 

FRONTIER-WEST.  INC. 

06/04791 

HIGGINS  AVE.  BR.  - MISSOULA 

STR.  REHAB. 

07/29/91 

RTF  7-2(13)95 

MADISON  ST.  BR.  - MISSOULA 
CONTRACT  TOTAL 

0.000 

STR.  REHAB. 

* 

145,734 

$ 

165,024 

i 

155,465 

08/09/92*** 

m 


91X 


F.P.M.  MAART.  WILLIAM  C. 
PHONE  NO  :549-6491 

100X  123X 


F.P.M.  WILLIAMS,  JAMES  R. 
PHONE  NO  .-721-17&9 

ioox  m 


F.P.M.  TOMBRINK,  DAN 
PHONE  NO  : 756-7023 

92X  731 


F.P.M.  CHEZICK,  LAWRENCE  J. 
PHONE  NO  : 826-4957 


94X 


10/15/91 


F-FH  5-9(9)168  4 FH  12-1(3! 
FORTINE  - N. 


G,  GS,  PMS,  4 STR. 


WASHINGTON  CONSTRUCTION 
i 9,952,099  * 9,947,991  $ 3,532,338 


07/02/91  F.P.M.  PIEDALUE,  EUGENE  R. 

08/09/91  PHONE  NO  : 881 -221 3 

07/04/93***  m 5054 


RS  269-1(9)0 
HAMILTON  - CORVALLIS 


4.793 


WIDEN  4 PMS  OVERLAY 


A-l  PAVING,  INC. 

» 1,825,446  * 1,593,355  t 1,447,053 


07/11/91 
08/05/91  PHONE  NO  :821-9468 
11/24/92***  91X 


F.P.M.  JOHNSON,  ROBERT  L. 

88X 


IR  90-1(111)35 
ST.  REGIS  - E. 


RESEAL  JOINTS 

3.331 


MULTIPLE  CONCRETE  ENTERPRISES 
777,266  $ 629,096  $ 432,104 


12/11/91  F.P.M.  JOHNSON,  ROBERT  L. 

04/06/92  PHONE  NO  :821-4468 

12/03/92***  694  40X 


***  ESTIMATED  C0HPIET10N  DATE 


DATE: 06/ 09/92 


PROJECT  NUMBER  LENGTH 
J EC  J_  DES  J SNA]  ] 0N_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  UuwSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 
***  MISSOULA  DISTRICT  *** 

FRTfTCORTRACTOR 

ORIGINAL 


BBftROBTE' 


ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  RE6. 

.ESTjMATE AWARD, AMT,  PAYMENTS  ,_STATUS  WQRK_COMP. 
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‘HONT;OEPT:"FrECD"FROJECT‘RARAGER‘ 
'""‘PERCENT  TTCOilTT — 

PROJECT  TIME 

COMPLETED  USF[> 


) 


SMP  3299(91) 

MAINT.  STOCKPILE  - DIST.  *1 


CRUSH  4 STOCKPILE  GRAVEL 
0.000  i 


PERFECT  CONCRETE,  INC 
275,100  * 3fa2,575  t 


12/11/91 

03/10/92 

167,338  08/09/92*** 


F.P.M.  WILLIAMS,  JAMES  R. 
PHONE  NO  .-721-1769 

46 X 06/30/92 


SMP  1599(91) 

MAINT.  STOCKPILE  - DIST.  II  CRUSH  4 STOCKPILE  GRAVEL 

0.000  * 


WASHINGTON  CONSTRUCTION 
231,105  $ 515,591  i 372,865 


12/11/91  F.P.M.  CHRISINGER, KENNETH  L 

02/12/92  PHONE  NO  : 756-7056 

08/09/92***  72%  06/30/92 


6H  9027(5) 

KOOTENAI  RV.-  NW  EDGE  OF  TROY  STR.  REHAB. 

0.100 


BINKERD  CONSTRUCTION.  INC. 
909,760  $ 902,799  i 900,392 


12/11/91  F.P.M.  KALBERG,  J.  GARY 

01/27/92  PHONE  NO  : 756-7026 

10/06/92***  99%  29'/ 


HES  373-1(1)0 
E.  OF  WOODS  IDE 


OMO  CONSTRUCTION  INC 
BRIDGE  RAIL  4 BRIDGE  APPROACHGUARDRAIL 
0.600  $ 80,079  $ 65,079  $ 60,519 


02/03/92  F.P.M.  WILLIAMS.  JAMES  R. 

03/09/92  PHONE  NO  : 721-1769 

08/12/92***  937.  907. 


BR  9091(10) 

B 1 ROOT  CANAL  - NE  OF  HAMILTON  STR.  4 APPR'S. 

0.085 


FRONTIER-WEST,  INC. 

209,953  $ 210,395  * 189,299 


02/03/92  F.P.M.  CHEZICK,  LAWRENCE  J. 

02/19/92  PHONE  NO  :826-9457 

10/19/92***  90X  20% 


HES  1-2(53)121 

IDAHO  ST.  4 3RD  AVE.  E.-KLSP.  SIGNAL  REVISION 

HES  1-2(59)122 

IDAHO  ST  4 7TH  AVE.  E.-KLSP.  SIGNAL  REVISION 

HES  1-2(55)121 

US  2 4 US  93  INT.  - KALISPELL  SIGNAL  REVISION 

CONTRACT  TOTAL  0.000 


MONTANA  LINES,  INC 


03/12/92  F.P.M.  TOMBRINK,  DAN 

03/23/92  PHONE  NO  :756-7023 

09/17/92 


93,787  $ 90,085  $ 55,595 


100% 


RTF  65-1(3)0 

M.  FK.  FLATHEAD  R.-  W.  6LACIER 

RTF  6-1(51)28 

CLARK  FORK  - TROUT  CR. 

RTF  6-1(52)99 

CLARK  FK.-W.  OF  THOMPSON  FALLS 
RTF  6-1(53)13 
BN  RROP  - W.  OF  NO l ON 
RTF  1-2(58)137 

FLATHEAD  RIV.  - COLUMBIA  FALLS 
CONTRACT  TOTAL  0.000 


BR.  DECK  SEALING 
BR.  DECK  SEALING 
BR.  DECK  SEALING 
BR.  DECK  SEALING 
BR.  DECK  SEALING 


FRONTIER-WEST,  INC. 


198,719  $ 184,550 


03/12/92  F.P.M.  MITCHELL,  JAMES  D. 

06/03/92  PHONE  NO  : 756-7050 

09/01/92*** 


IX  09/01/92 


*♦*  ESTIMATED  C0MPIET10N  DATE 


DA  IE  s.0 6 / 09 / 9 E 


PROJECT  NUMBER  LENGTH 
JEC J_  DESI GNAJj 0N_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  PMSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENBDIN6  05/31/92 

*♦»  MISSOULA  DISTRICT  ♦*»  PAGE  NO;  4 

PRIHETIMCTOR  RONTTDEPTT'FIECD'PROJECT’RARAGEF" 

ORIGINAL  ABARFDATE  PERCENT  rCONir" 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IR  0002(33) 

BRIDGE  REHAB.  - DIST.  11  BR.  DECK  REHAB. 

0.000 


DICK  ANDERSON  CONSTRUCTION 
922,872  t 930,279  $ 228,936 


03/12/92  F.P.M.  MAART,  WILLIAM  C. 

04/10/92  PHONE  NO  :549-6491 

05/05/93***  25X  i5X 


RTF  33-1(7)10 
LIBBY  DAM  - N. 


PMS  OVERLAY,  SIC 

55.130 


RIVERSIDE  CONTRACTING 
932,670  $ 984,717  t 276,444 


03/12/92  F.P.M.  MITCHELL.  JAMES  D. 

03/27/92  PHONE  NO  : 756-7050 

09/01/92***  28X  09/01/92 


RTS  507-1(5)0 

ALBERTON 


RR  BRID6E  REMOVAL 

0.000 


MCDANIEL  AND  SONS  CONTRACTORS 
63,888  * 41,884  * 36,392 


03/12/92  F.P.M.  WILLIAMS,  JAMES  R. 

04/01/92  PHONE  NO  :721-1?69 

04/30/92  100X  09/01/92 


NH  0002(27) 

MISSOULA  DIST.  - EROSION  CONT.  EROSION  CONTROL 

14.200 


GRASS  LAND 

63,321  * 38,508  * 29,331 


04/03/92  F.P.M.  MITCHELL,  JAMES  D. 

05/04/92  PHONE  NO  :756-705o 

05/16/92  100X  OX 


RT  32166(1)  SCOTT  CONSTRUCTION  INC. 

0.5  MILES  E.  OF  N1NEMILE  STR.  REHAB.  & GDRL.  REPLACE. 

0.000  $ 105,840  * 83,544  $ 860 


04/07/92  F.P.M.  CHEZICK,  LAWRENCE  J. 

/ / PHONE  NO  :826-4457 

09/01/92***  IX  09/01/92 


RTF  1-2(60)120  A-l  PAVING,  INC. 

IDAHO  STREET  - KALI  SPELL  COLD  MILLING,  PMS  OVERLAY, X STRIPING 

1-303  $ 404,218  » 368,849  * 119,483 


04/14/92  F.P.M.  MITCHELL,  JAMES  D. 

05/18/92  PHONE  NO  : 756-7050 

11/13/92***  32X  23X 


STPP  77-1(2)0 

HOT  SPRINGS  - E. 

STPP  36-1(7)16 

PMS  OVERLAY,  SLC 

A-l  PAVING,  INC. 

HOT  SPRINGS  - N.  1 S. 

PMS  OVERLAY,  SIC 

CONTRACT  TOTAL 

11.618 

* 2,206,060  $ 2,016,117  t 

20,162 

04/29/92  F.P.M.  CHRISINGER, KENNETH  L 

05/21/92  PHONE  NO  : 756-7056 

11/16/92*** 


IX 


OX 


STPP  36-1(8)4 

BAKERS  GRADE  - N.E.  OF  PLAINS  GUARDRAIL  INSTALLATION 

0.420  $ 


OMO  CONSTRUCTION  INC 
129,114  * 112,406  $ 


1,125 


04/29/92  F.P.M.  JOHNSON,  ROBERT  L. 

/ / PHONE  NO  .-821-4468 

08/14/92***  IX  OX 


STPHS  93-1(6)25 
W.  OF  LOLO 


LEFT  TURN  BAY  INST.  (INCL.  G, 


WESTERN  MATERIALS,  INC. 


04/29/92  F.P.M.  WILLIAMS,  JAMES  R. 

/ / PHONE  NO  : 721-1769 


**♦  ESTIMATED  COMPLETION  DATE 


c 


DATE:_06/09/92 


PROJECT  NUMBER  LENGTH 
PRO JE C J_  DE S J BN A] I ON_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  pURftPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 
***  MISSOULA  DISTRICT  *** 

pRIflE-C(|RTRBCT|jR 

ORIGINAL 


ABAROATE' 


ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG. 

ESTIMAJE AHARDJML PAYMENTS STATUS  _WORK_CQMF\. 


PAGE  NO:  5 

'HOROEPTrEIECD'FROJECrHANAGEF 

PERCENT X“CDRT: 

PROJECT  TIME 

COMPLETED  USED 


RTF  7-1(51)74 
FLORENCE  - N.  L 
CONTRACT  TOTAL 


PHS  OVERLAY.  SiC 

3.100 


473,753  t 362,772  $ 3,630 


08/28/92*** 


1/. 


OK 


STPP  83-1(14)23 
LAKE  INEZ  - N. 


S.3B9 


RIVERSIDE  CONTRACTING 

WIDEN. , PMS  OVERLAY  AND  SIC 

$ 1,944.870  $ 1,740,999  I 


05/28/92  F.P.M.  CHRISINGER, KENNETH  L 

/ / PHONE  NO  : 756-7056 

11/28/93***  OS  OX 


F 6-1(49)91 

SCHELLINGER  CONST  CO., INC 

PERMA  - E.  6 W. 

G,  GS,  PMS,  1 PMS  OVERLAY 

8.203 

$ 2,181,246  J 1,924,207  t 

05/28/92  F.P.M.  JOHNSON,  ROBERT  L. 

/ / PHONE  NO  : 82 1-4468 

12/05/93***  OX  OX 


W 


irrssoocATrsTRrcTTiJTAcr''; 


:"::c£^2?K558:::f:7o:7w^gr::f:75i075'52g; 


■ 


MONTANA  DEPARTMENT  OF  J5PORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 


DATE: 06/09/92 

***  BUTTE  DISTRICT  i 

it* 

PAGE  NO:  6 

PRISE  CONTRACTOR 

MONT. DEPT. 

FIECD'PROJCCT'HARfiGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK  ENGINEER 

ESTIMATE 

ORIGINAL 
CONTRACT 
AWARD  AMI . 

CONTRACTOR 

PAYMENTS 

MODIF. 

STATUS 

AWARD  DATE 
WORK  BEG. 
WORK  COMP. 

PERCENT 

PROJECT 

COMPLETED 

TTCORTT — 
TIME 
U5ED 

F 24-2(8)43 

JIM  GILMAN  EXCAVATIN6  INC. 

PEND 

09/05/8? 

F.P.M.  ENGSTEDT.  CARL 

OVANDO  - E. 

WIDENING,  PMS  OVERLAY,  SIC 

04/21/92 

10/05/89 

PHONE  NO 

:444-6326 

12.200 

* 4,241,444 

* 4,063,748 

$ 4,277,279 

08/30/91 

100X 

85» 

IR  15-1(72)17 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

AF'PR 

11/03/89 

F.P.M.  WILLIAMS.  PAUL 

LIMA  - REDROCK 

PMS  OVERLAY,  SiC 

09/17/90 

02/05/90 

PHONE  NO 

: 683-6290 

IR  15-1(73)37 

APPR 

11/02/90 

RED  ROCK  INTERCHANGE  - N. 

PMS  OVERLAY.  SIC 

09/17/90 

CONTRACT  TOTAL 

38.350 

i 6,633,291 

$ 5,993,337 

% 6,094,252 

100X 

106X 

RTI-SMP  0002(28) 

INTERSTATE  SPECIALTIES,  INC. 

07/09/90 

F.P.M.  DOUGHERTY.  HUGH  (ACT 

BUTTE  DIST.  STRIPING 

PAVEMENT  STRIPING 

07/31/90 

PHONE  NO 

.■494-3224 

328.700 

t 393,123 

* 312,465 

♦ 273,03? 

09/27/90 

100X 

10/01/90 

RS  590-1(7)27 
DEEP  CREEK  BR.  - N. 


G,  GS,  PMS , i PIPE 

0.647 


SWAN  AND  SONS  CONST.  CO. 

893,127  $ 567,017  I 524,342 


08/07/90  F.F'.M.  SAUNDERS, LESLIE 

09/04/90  PHONE  NO  : 222-8199 

10/31/91  100X  165*/, 


BRF-F  84-1(5)8 

MADISON  RV.  - E.  OF  NORRIS  STR.  & APF'R'S. 

0.000 


COP  CONSTRUCTION  CO. 

* 2,126,302  * 1,735,825  * 1,640,073 


10/05/90  F.P.M.  WILLIAMS,  PAUL 

11/02/90  PHONE  NO  :6B3-6290 

08/09/92***  94X  100X 


F 8-2(29)46 
EAST  HELENA  - E. 


PCCP  l STR.  REHAB. 

3.951 


DICK  ANDERSON  CONSTRUCTION 
1,620,639  $ 1,388,575  $ 1,226,390 


03/11/91  F.P.N.  ENGSTEDT,  CARL 

04/15/91  PHONE  NO  :444-632o 

08/09/92***  88X  86X 


H 1816(5) 

ELIZABETH  WARREN  AVE.  - BUTTE  G.  GS,  PMS 

0.946 


JIN  GILMAN  EXCAVATING  INC. 
i 773,989  $ 684,397  t 649,633 


03/11/91  F.P.N.  HELD,  TERRY  (ACTING) 

04/22/91  PHONE  NO  :494-2403 

10/15/91  100X  97X 


RS  284-3(2)16 

BROADWATER  CO.  LINE  - S.E.  GS,  PMS,  S&C 

22.329 


JIM  GILMAN  EXCAVATING  INC. 
740,530  t 595, IBS  * 560,187 


03/11/91  F.P.N.  O'BRIEN, MURRAY  (ACT) 

03/21/91  PHONE  NO  :494-3224 

10/24/91  100X  91X 


RRP  4139(66)  U1 

VAR.  LOC'S.  - D1ST.  #1  i 12 


Rfi  SIGNING  6 PVMT.  HKGS. 
0.000  % 


MONTANA  LINES,  INC 
4,374,223  $ 423,657  $ 


04/09/91 

06/10/91 

438,837  09/20/91 


F.P.N.  DOUGHERTY , HUGH  (ACT 
PHONE  NO  :494-3224 

100X  11/01/91 


***  ESTIMATED  COMPLETION  DATE 


o 


DAIEs.06/09/92. 


PROJECT  NUMBER  LEN6TH 
fBPJECTJES]8NA]10N_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  [ JsPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDBING  05/31/9E 

***  BUTTE  DISTRICT  ***  PAGE  NO:  7 

PRM'COfmN™ HOm:rcPTrFIECD‘PROJECT"MHfiSER' 

ORIGINAL AWARD-  DATE  PERCENT  V COST'" " ‘ 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


HES  11-1(20121  3TANDISH  CONSTRUCTION 

S.  OF  EMIGRANT  SLOPE  FLATTEN,  & DELINEATION 

0.380  $ 93,553  t 58,383  $ 59,482 


04/09/91  F.P.M.  SAUNDERS, LESLIE 

07/13/91  PHONE  NO  :222-8199 

04/19/92  100*  110X 


IR  15-4(68)193 

CEDAR  ST.  INTERCHANGE-HELENA  TRAFFIC  SIGNALS 

0.000 


SKINNER  ENTERPRISES 

06/04/91 

F.P.M.  ENGSTEDT,  CARL 

08/19/91 

PHONE  NO  :444-6326 

53,372  $ 45,884  » 

51,959 

10/10/91 

100* 

F 8-4(14)57 
WINSTON  - N. 


8.300 


MILL,  FILL.  PMS  OVERLAY 

$ 


RIVERSIDE  CONTRACTING 
2,325,647  t 2,272,172  $ 2,104,243 


06/04/91  F.P.M.  McCORMICK. THOMAS 

07/22/91  PHONE  NO  :586-50?4 

11/16/92***  93*  91* 


RS  278-1(6)0 

JACKSON  INTERCHANGE  - W.  G,  GS.  I PMS 

8.700 


JIM  GILMAN  EXCAVATING  INC. 
2,210,857  * 1,821,855  $ 1,433,606 


06/04/91  F.P.M.  WILLIAMS,  PAUL 

08/28/91  PHONE  NO  :683-6290 

11/18/92***  79*  537, 


M 1805(4) 

HOLMES  AVE.  - BUTTE  G,  GS,  PMS 

1.598 


JIM  GILMAN  EXCAVATING  INC. 

1 ,075,235  $ 849,903  $ 767,578 


06/04/91  F.P.M.  HELD,  TERRY  (ACTING) 

07/24/91  PHONE  NO  .-494-2403 

09/13/92***  90*  113* 


RTF  13-5(1)93 
THREE  FORKS  - W. 

RTS  229-1(1)0 

N.  MONTANA  AVE.-  N.  OF  HELENA 
RTM  1801(1) 

BREWERY  BYPASS  - BUTTE 
RT  47586(1) 

CENTENNIAL  DR.-  W.  OF  BUTTE 
RTS  518-1(1)0 
MONTANA  CITY  ROAD 
RTF  69-1(7)32 
BOULDER  - S. 

RTM  5809(9) 

N.  MONTANA  AVE.-  HELENA 
RTF  29-4(14)33 
HARRISON  AVE.  - BUTTE 
RTF  8-1(15)23 
HacDONALD  PASS  (W.  SIDE) 

RTF  29-4(15)78 
BUTTE  - S. 

CONTRACT  TOTAL  39.868 


JIM  GILMAN  EXCAVATING  INC. 

MILL,  PMS  OVERLAY,  SIC 

PMS  OVERLAY,  SIC 

PMS  OVERLAY,  SIC 

PMS  OVERLAY,  StC 

PMS  O' LAY,  GDRL.  INST.,  SIC 

PMS  OVERLAY,  SIC 

PMS  OVERLAY,  S&C 

SEAL  i COVER 

PMS  OVERLAY,  S&C 

PMS  OVERLAY,  SIC 

» 2,995,728  i 2,050,942  $ 1,574,237 


06/04/91  F.P.M.  WILLIAMS,  PAUL 

08/05/91  PHONE  NO  :683-6290 

08/09/92*** 


75/. 


OX 


♦**  ESTIMATED  COMPLETION  DATE 


\ 


u 


MONTANA  DEPARTMENT  OF  kJKPORTATION 
CONSTRUCI I ON  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ERODING  05/31/92 


DATE  :06/ 09/  92 

***  BUTTE  DISTRICT  *** 

PAGE 

NU:  a 

PRIME  CONTRACTOR 

MONT. DEFT.  FIELD  PROJECT  MANAGER 

0R1B1PI 

AWARD  DATE 

PERCENT  S CORT.' 

PROJECT  NUMBER  LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT  1 

CONTRACTOR 

KQD1F. 

WORK  BEG. 

PROJECT 

TIME 

PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT. 

PAYMENTS 

STATUS 

WORK  COMP. 

COMPLETED 

USED 

IR  90-4(40)229 

SKINNER  ENTERPRISES 

07/02/91 

F.P.M.  HUNTER. LARRY 

CONTINENTAL  DRIVE  INT.  - BUTTE 

PARTIAL  INTERCHANGE  LIGHTING 

10/18/91 

PHONE  NO  : 782-1797 

IR  15-1(78)64 

08/09/92*** 

N.  DILLON  INTERCHANGE 

PARTIAL  INTERCHANGE  LIGHTING 

CONTRACT  TOTAL 

0.000 

$ 

217,922  * 218,539  $ 

218,011 

m 

OX 

RS-BRS  231-113)0 

MARONICK  CONST.  CO.. 

INC 

07/30/91 

F.P.M.  ENGSTEDT,  CARL 

GREEN  MEADOW  DR.  - HELENA 

G,  GS,  PMS,  & STR'S. 

00/26/91 

PHONE  NO  :444-6326 

3.047 

* 

2,932,925  $ 2,368,379  1 

1,804,912 

05/01/93*** 

76X 

51X 

BR  9001(12) 

TAMIETTI  CONSTRUCTION 

CO. 

00/28/91 

F.P.M.  WILLIAMS.  PAUL 

BEAVERHEAD  RIV.  - SW  OF  DILLON 

0.132 

SIR.  6 APPR'S. 

09/17/9! 

PHONE  NO  .-683-6290 

i 

292,732  * 293,876  $ 

271,371 

08/09/92*** 

92X 

SOX 

BRF  29-1(18)50 

JIM  GILMAN  EXCAVATING 

INC. 

08/23/91 

F.P.M.  GILMAN,  ROBERT 

JEFF.RV.-  N.  OF  THIN  BRIDGES 

0.693 

STR.  1 APPRS.  (NEW  ALIGNMENT) 

09/24/91 

PHONE  NO  : 684-5869 

% 

2,339,853  $ 1,778,982  $ 

985,722 

12/16/92*** 

55X 

43X 

RRS-BRS  205-1(13)28 

DICK  ANDERSON  CONSTRUCTION 

10/30/91 

F.P.M.  SAUNDERS, LESLIE 

BN  RROP  - N.  OF  BOZEMAN 

0.517 

RROP  REPLACEMENT  l APPRS. 

02/27/92 

PHONE  NO  : 222-8199 

« 

2,819,99?  * 2,728,519  $ 

677,927 

03/07/93*** 

25X 

12X 

IR  0002(22)  U1 

1-90  BR.  REHAB.  - DIST.  12 

0.200 

STR.  REHAB. 

SLETTEN  CONSTRUCTION  CO. 

12/11/91 

03/31/92 

F.P.M.  HUNTER. LARRY 
PHONE  NO  :782-l?97 

$ 

1.911,687  * 1,396,693  * 

13,468 

06/30/93*** 

IX  1 

1/01/92 

F 14-1(4)14 

DEEP  CREEK  CANTON 

0.179 

RIPRAP  l CHANNELIZATION 

O'NEILL  CONTRACTING,  INC. 

02/03/92 

03/11/92 

F.P.M.  O'BRIEN. MURRAY 
PHONE  NO  .-494-3224 

(ACT) 

1 

59,680  * 39,995  $ 

19,013 

03/16/92 

100X 

OX 

F 96-2(5)26 

BIG  HOLE  RIVER  - H.  OF  WISDOM 

0.000 

RIPRAP  PLACEMENT 

RICH-MARK -IVERSON,  JV 

02/03/92 

03/16/92 

F.P.M.  DOUGHERTY,  HUGH 
PHONE  NO  : 494-3224 

(ACT 

t 

49,287  $ 44,721  * 

23,782 

03/25/92 

100X 

OX 

F 69-1(8)7 

BIG  SKY  SLIDE  #2 

0.000 

SLIDE  CORRECTION 

A.R.  WELLES 

02/03/92 

04/20/92 

F.P.M.  DOUGHERTY,  HUGH 
PHONE  NO  : 494-3224 

(ACT 

$ 

65,912  $ 39,860  $ 

34,859 

05/07/92 

100X 

60X 

***  ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENT  OF (JksPORTATION 
CONSTRUCTION  BUREAU 


DATE : 06/09/9B 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDIN6  05/31/92 
***  BUTTE  DISTRICT  *** 

PRIME  CONTRACTOR 

HOI 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

ORIGINAL 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

'ABARD'DATE 

BURK  BEG. 

WORK  COMP.  ( 

NH  86-1(17)0 

ROUSE  » M-HALL  L T-RACK-BZMN 

0.000 

SIGNAL  INSTALLATION 

SCOTT  CONSTRUCTION  INC. 

* 50,366  $ 50,987  * 6,392 

02/03/92 

05/12/92 

08/28/92**# 

NH  50-2(28)88 

H.  MAIN  ST.  - BOZEMAN 

1.070 

PIONEER  READY  MIX 

COLD  MILLING  6 PMS  REPLACE. 

* 785,680  * 800,000  * 179,280 

02/03/92 

09/21/92 

03/16/93*** 

IR  15-3(99)163 

BOULDER  HILL  - N.  i S. 

12.378 

INPLACE  ASPH.  PVMT. 

JIM  GILMAN  EXCAVATING  INC. 
RECYCLING, PMS  OVERLAY.  AND  SiC 

$ 3,890,292  » 3,306,332  $ 117,095 

03/12/92 

05/09/92 

10/23/93*** 

IR  0002(22)  U2 

BRIDGE  REHAB.  - DIST.  #2 

0.000 

STfi.  REHAB. 

SLETTEN  CONSTRUCTION  CO. 

$ 1,796,229  ♦ 1,993,936  $ 0 

03/12/92 

09/20/92 

06/23/93*** 

RS  590-1(9)11 

CHICO  - N.  i S. 

9.170 

PMS  OVERLAY,  SiC 

PIONEER  READY  MIX 

% 659,761  $ 599,853  ♦ 90,353 

03/12/92 

09/13/92 

02/26/93*** 

RTF  13-1(17)75 

HARRISON  - SAPPINGTON  JCT. 

RTF  29-1(21)57 

CACTUS  JCT.  - S.i  W. 

CONTRACT  TOTAL 

29.600 

PMS  OVERLAY,  S l C 

PMS  OVERLAY,  SfcC 

JIM  GILMAN  EXCAVATING  INC. 

i 1,199,097  * 1,029,05?  $ 10,292 

03/12/92 

09/15/92 

09/01/92*** 

SMP  2299(91) 

MAINT.  STOCKPILE  - DIST.  »2 

0.000 

PIONEER  READY  MIX 

CRUSH  i STOCKPILE  GRAVEL 

* 951,000  $ 981,500  * 377,590 

03/12/92 

09/06/92 

08/09/92*** 

STPP  87-1(5)0 

QUAKE  LAKE  ROAD 

22.950 

PMS  OVERLAY,  SiC 

SLETTEN  CONSTRUCTION  CO. 

» 2,526,553  $ 2,592,939  * 511,122 

09/03/92 
05/09/9 2 
10/29/93*** 

IM-IR  90-5(50)269 

MILLIGAN  CANYON  - E.  1 H. 

10.530 

SLETTEN  CONSTRUCTION  CO. 

COLD  MILLING,  PMS  OVERLAY.  SIC 

* 5,930,298  $ 9,598,910  $ 83,698 

09/03/92 

05/09/92 

12/25/93*** 

'PERCENT" 

PROJECT 

COMPLETED 


PAGE  NO: 
JECT'RARAS 
'"S'CORT: 
TIME 
USED 


F.P.M.  McCQRM I CK, THOMAS 
PHONE  NO  :586-507‘* 

13a  38X 


F.P.M.  HcCORMICK., THOMAS 
PHONE  NO  :586-50?9 

22X  38X 


PHONE  NO  .-999-6326 
AH 


F.P.M.  HUNTER. LARRV 
PHONE  NO  : 782- 1797 
OX 


PHONE  NO  .-222-8199 
lbX 


F.P.M.  HELD,  TERRY  (ACTING) 


09/01 /92 


PHONE  NO  : 586-5079 

78X  06/30/92 


PHONE  NO  : 999-3229 
BOX 


21X 


F.P.M.  HELD.  TERRY  (ACTING) 
PHONE  NO  :9?9-2903 

2X  lbX 


***  ESTIMATED  COMPLETION  DATE 


h 


DATE  ^06  / 09/ 92 


PROJECT  NUMBER  LENGTH 
PBP DESJ 6NAJJ ON 


TYPE  QF  WORK 


MONTANA  DEPARTMENT  OF  (vJlsPORTAT ION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 


***  BUTTE  DISTRICT  *** 

"■pRIRE'COfiTRACTOR 




ENGINEER  CONTRACT  CONTRACTOR 
ESTIMATE AWARD.  AML PAYMEN]  S_ 


AWARD-  DATE' 

MODIF.  WORK  BEG. 
STATUS  WORK  COMP. 


PAGE  HO:  1'/ 

HORT7DEPT7 -FTECD-PRD3ECT-RARfiGER 

PERCENT X CDNT7--' 

PROJECT  TIME 

COMPLETED  USED 


* 


IR  15-4(66)192 

CAPITOL  INTCH.  - HELENA 
NH  8-2(35)44 
PROSPECT  AVE.  - HELENA 
HES  8-2(33)46 
PROSPECT  l 18TH  - HELENA 
CONTRACT  TOTAL 


SCOTT  CONSTRUCTION  INC. 

SIGNALS.  & LEFT  TURN  STORAGE 
PAVEMENT  MARKINGS 
SIGNAL  INSTALLATION 

0.814  * 1,329,069  t 342,266  $ 


04/07/92  F.P.M.  ENGSTEDT,  CARL 

/ / PHONE  NO  :444-632fa 

11/28/92*** 


OX 


OX 


STPHS  60-1(3)15 

N.  OF  WHITE  SULPHUR  SPRINGS 


J.C.T.  CONSTRUCTION 

SL.  FLATTEN.,  DELIN. , SIGNING, L GDRL.  INST. 

0.800  * 62,012  t 54,620 


12,764 


04/14/92  F.P.M.  D0U6HERTY,  HUGH  (ACT 

05/18/92  PHONE  NO  :494-3224 

10/02/92***  23X  35X 


NH  8-4(17)65 
WINSTON  - S.E. 


10.570 


EMPIRE 

WIDEN.,  MILL,  PMS  REPL.,  S6C 

t 3,641,037  $ 


SAND  AND  GRAVEL  CO.. INC 
2,497,101  * 176, 8B1 


04/29/92  F.P.M.  O’BRIEN, MURRAY  (ACT) 

05/19/92  PHONE  NO  .-494-3224 

08/27/93***  7X  OX 


RTF  14-1(6)0 

BROADWAY  STREET  - TOWNSEND 
RTF  14-1(7)11 

PMS  OVERLAY, 

S&C 

EMPIRE 

SAND  AND  GRAVEL  CO., INC 

DEEP  CREEK  CANYON 

PMS  OVERLAY. 

SSL 

CONTRACT  TOTAL 

12.430 

t 630,912  « 

552,922  $ 10,330 

04/29/92  F.P.M.  0 ‘BRIEN, MURRAY  (ACL 

/ / PHONE  NO  .-494-3224 

08/14/92*** 

2X  OX 


NH  50-2(29)70 
GALLATIN  GATEWAY 


JIM  GILMAN  EXCAVATING  INC. 

6,  GS,  PMS.  AND  SLC  FOR  PART-IAL  WIDEN.  I PARTIAL  OVERLAY 
11.608  % 4,159,479  i 2,947,774  * 


05/28/92  F.P.M.  McCORMICK, THOMAS 

/ / PHONE  NO  .-536-5074 

07/03/93***  OX  OX 


^IOISMITOtacs 


:f:^[737[r?g:::r53'4ri‘50[:::r27'305^?? 


;5HT 


L 


h 


0ATE:06/09/92 


HON  I ANA  DEPARTMENT  OF  |sPORTATION 
CONSTRUCTION  SCffTEAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 
***  GREAT  FALLS  DISTRICT  »** 

PRTflrCONTRAC™ 
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■R0m:DEPT;'FIECD'PR03ECT_HfiRR5ER' 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


TYPE  OF  WORK 


ENGINEER 

ESTIHATE 

ORIGINAL" 

CONTRACT 
AWARD  AMT . 

CONTRACTOR 

PAYMENTS 

AWARD" DATE  ' 
MODIF.  WORK  BEG. 
STATUS  WORK  COHP. 

PERCENT  5’ CDR7T 
PROJECT  TIME 
COMPLETED  USED 

RIVERSIDE  CONTRACTING 

APPR 

12/14/90 

F.P.M.  LEO,  DENNIS 

1 1/18/91 

02/06/91 

PHONE  NO  : 434-2470 

APPR 

10/21/91 

11/18/91 

3,302,751 

t 3,292,027 

i 3,280,595 

100X 

OX 

EDWARD  T.  CORPS  CONST. 

03/11/91 

F.P.M.  WILHOT,  DOUG 

08/12/91 

PHONE  NO  :622-5369 

290,024 

t 283,890 

$ 266,977 

06/03/92 

100X 

66X 

5LETTEN  CONSTRUCTION  CO. 

03/11/91 

F.P.M.  ENDERSON,  GLEN 

04/15/91 

PHONE  NO  : 739-4205 

6,858,812 

t 6,958,186 

♦ 6,605,287 

05/05/93***  95X 

98X 

MONTANA  LINES,  INC 

04/09/91 

F.P.M.  GREGORY.  DOUGLAS 

05/08/91 

PHONE  NO  .-355-4309 

181,186 

t 178,301 

$ 176,965 

11/15/91 

100X 

10/01/91 

BALTRUSCH  CONST.  CO., INC. 

04/09/91 

F.P.M.  TREFTZ,  GORDON 

05/06/91 

PHONE  NO  : 353-4944 

729,018 

$ 659,318 

* 640,672 

07/26/92***  97X 

100X 

RIVERSIDE  CONTRACTING 

APPR 

05/02/91 

F.P.M.  LEO,  DENNIS 

11/18/91 

05/20/91 

PHONE  NO  :434-2470 

1,258,473 

♦ 1,381,992 

i 1,372,076 

11/14/91 

1G0X 

m 

RIVERSIDE  CONTRACTING 

PEND 

06/04/91 

F.P.M.  STEEN,  GARY 

03/18/92 

06/20/91 

PHONE  NO  : 727-4350 

2,634,702 

4 2,533,616 

♦ 2,950,402 

10/08/91 

100X 

10/15/91 

RIVERSIDE  CONTRACTING 

06/04/91 

F.P.M.  WICK HAN,  TERRY 

06/17/91 

PHONE  NO  : 278-7931 

1,197,287 

* 1,060,439 

t 1,053,190 

11/12/91 

100X 

79X 

3LETTEN  CONSTRUCTION  CO. 

06/04/91 

F.P.M.  WICKHAM,  TERRY 

06/26/91 

PHONE  NO  .-278-7931 

F 1-3(19)255 
MAIN  ST.  - CUT  BANK 
F 1-3(18)256 
CUT  BANK  - E. 

CONTRACT  TOTAL  15.740 


BR  9008(11) 

TETON  RV.  - 1 MI.  S.  OF  LOMA 


F 10-2(18)62 
LOMA  - BI6  SANDY 


RRP  4139(66)  U2 
VAR.  LOC’S.  - DIST.  13 


(1  5712(3) 

14TH  AVE.  - HAVRE 


F 3-4(4)101 

4 HI.  S.E.  OF  BROWNING  - S.E. 


0.134 


20.428 


F 24-3(19)83 
ROGERS  PASS  - U. 


RS  218-1(3)19 
E.  OF  CONRAD  - E. 


RTS  221-1(1)24 
HAIN  ST.  - DUTTON 


0.400 


9.200 


8.100 


5.910 


HILLING,  PHS  OVERLAY 
PHS  OVERLAY 


STR.  & APPR’S. 


6,  GS,  PHS,  L STR'S. 


G,  GS,  & PHS 


PHS  OVERLAY 


HILL,  PHS  OVERLAY,  S&C 


WIDENING,  PHS  OVERLAY 


PHS  OVERLAY,  SiC 


***  ESTIHATED  COHPLETION  DATE 


DATE: 06/ 09/92. 


PROJECT  NUMBER  LENGTH 
f BO  C J_  DES]  GN  AT_1  ON 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  k JKPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDIN6  05/31/92 
***  GREAT  FALLS  DISTRICT  *** 

PRTHE'CONTRACTOfi""- 

mmK 


AWARD' DATE' 


ENGINEER  CONTRACT  CONTRACTOR  hODIF.  WORK  BEG. 
ESTIHAJE AWARDJ!!L PAYHENJS^JTAJUS^HpRKJOMK 


PAGE  NO:  12 

'ROSOEPTTTIEED’PROIECT'HfiRAGER' 
'"PERCENT  rCDNT'"’ 

PROJECT  TIME 

COMPLETED  USED 


RT  01005(1) 

BRADY  - COLLINS  (FRONTAGE  RD.)  PMS  OVERLAY,  S4C 

RT  81006(1) 

BRADY  - MIDWAY  (FRONTAGE  RD.)  PMS  OVERLAY,  S4C 

RTS  365-1 (4)0 

CENTRAL  AVE.-  BRADY  PMS  OVERLAY,  S4C 

CONTRACT  TOTAL  17.640 


955,003  $ 945,611  ♦ 866,268 


08/09/92*** 


90X 


87X 


IR  15-4(67)216 

SIEBEN  - AUGUSTA  INTERCHANGE 

11.611 


RIVERSIDE  CONTRACTING 
MILLING,  PMS  OVERLAY.  S4C,BR.  REHAB,  4 EPOXY  STRIPING 

* 3.598,820  » 3,170,613  t 2,824.778 


07/30/91  F.P.M.  THOMSON,  BOB 

08/19/91  PHONE  NO  .-727-4350 

01/28/93***  89X  71X 


HES  1-7(13)425 
US  2 - HARLEM 


INTERSECTION  LIGHTING 

0.000 


MIDLAND  ELECTRIC  CO.  INC. 

14,178  » 14,000  » 11,010 


07/30/91  F.P.M.  GREGORY,  DOUGLAS 

09/03/91  PHONE  NO  : 355-4309 

11/06/91  100X  10X 


F 1-7(9)430 

FORT  BELKNAP  - E. 

G.  GS,  PMS,  4 STR'S. 

SK  CONSTRUCTION,  INC. 

16.372 

t 15,851,998  $ 12,715,057  $ 

08/28/91  F.P.M.  TREFT2,  GORDON 

09/24/91  PHONE  NO  : 353-4944 

01/14/94***  41X  22X 


HES  1-3(23)205 
W.  OF  E.  GLACIER 


1.520 


CABLE  GDRL.  INSTALLATION 


OMO  CONSTRUCTION  INC 
62,412  * 63,892  $ 


37,673 


12/11/91  F.P.M.  LEO,  DENNIS 

03/10/92  PHONE  NO  : 934-2970 

03/25/92  100X  OX 


SMP  799(91) 

MAINT.  STOCKPILE  - DIST.  13  CRUSH  4 STOCKPILE  GRAVEL 

0.000  $ 


KONITZ  CONTRACTING,  INC. 

284,900  » 299,260  % 243,004 


12/11/91  F.P.M.  LEO,  DENNIS 

01/17/92  PHONE  NO  :434-2970 

08/09/92***  81X  06/30/92 


NH  60-2(27)71 
ARMINGTON  JUNCTION 


B03T  CONSTRUCTION 

G,  6S,  PMS,  COMFORT  ST A.  ANDWEIGH  ST A. 

* 1,048,00?  * 1,106,976  $ 148,978 


02/03/92  F.P.M.  THOMSON.  BOB 

03/23/92  PHONE  NO  :727-4350 

04/24/93***  13%  31X 


RTF  60-1(4)26 

KINGS  HILL  - N.  4 S.  PMS  OVERLAY.  S4C 

13.400 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
818,407  $ 889,436  * 184,143 


02/03/92  F.P.M.  ENDERSQN,  GLEN 

04/17/92  PHONE  NO  : 739-4205 

09/01/92***  21X  09/01/92 


***  ESTIMATED  COMPLETION  DATE 


V... 


MONTANA  DEPARTMENT  OF  Tv..  JpORTATIQN 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENBDING  05/31/92 


DATE : 06/09/92 

*»*  GREAT  FALLS  DISTRICT  *»» 

PAGE 

NO:  13 

PRIME  CONTRACTOR 

MONT. DEPT.  FIELD  PROJECT  MANAGER 

ORIGINAL 

AWARD  DATE 

PERCENT  S CONI.  " 

PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

MODIF. 

WORK  BEG. 

PROJECT 

TIME 

PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT. 

PAYMENTS 

STATUS 

WORK  COMP. 

COMPLETED 

USED 

NH  1-7(17)928 

SHUMAKER  TRUCKING  AND  EXC. 

02/03/92 

F.P.M.  SPRINGER,  JAY 

MILK  RIVER  BRIDGE 

RIPRAP  PLACEMENT 

03/23/92 

PHONE  NO  :727-<,350 

0.000 

$ 216,231  * 191,255  * 

109,307 

09/30/92 

100X 

SOX 

RS  255-1(9)5 

MONTGOMERY  CONSTRUCTION 

03/12/92 

F.P.M.  GREGORY.  DOUGLAS 

5 Ml.  N.  OF  RUDYARD  - N. 

G,  GS,  l PMS 

09/08/92 

PHONE  NO  : 355-9309 

5.638 

i 1,695,690  t 1,692,699  $ 

332,962 

07/08/93*** 

20X 

37X 

RS  931-1(9)7 

RIVERSIDE  CONTRACTING 

03/12/92 

F.P.M.  HICKMAN,  TERRY 

FAIRFIELD  - POWER 

G,  GS,  t PMS 

03/23/92 

PHONE  NO  :278-7931 

7.290 

$ 3,122,139  < 2,993,028  $ 

1,653,872 

10/10/93*** 

55X 

26X 

NH  29-3(21)91 

D.H.  BLATTNER  L SONS 

09/19/92 

F.P.M.  SMITH.  WALT 

ROGERS  PASS  - E. 

WIDENING.  PMS  OVERLAY,  i STR. 

05/19/92 

PHONE  NO  .-235-9936 

9.391 

1 8,318,063  t 7,063,696  * 

70,692 

10/01/93*** 

IX 

9X 

RTF  58-1(9)30 

WESTERN  STATES  CONTRACTING 

09/19/92 

F.P.M.  LEO,  DENNIS 

DIVIDE  CREEK  - S.  OF  ST.  MARY 

GRADING  & RIPRAP  (SLIDE  CORR.) 

/ / 

PHONE  NO  : 939-2970 

0.000 

t 155,291  * 191,913  i 

0 

12/30/92*** 

OX 

OX 

RTS  539-1(3)2? 

RIVERSIDE  CONTRACTING 

09/29/92 

F.P.M.  LEO.  DENNIS 

9TH  AVE.  S.  - CONRAD 

RT  81007(1)15 

PMS  OVERLAY,  S&C 

06/01/92 

10/16/92*** 

PHONE  NO  :939-2970 

SHELBV  - S.  (FRONTAGE  ROAD) 

CONTRACT  TOTAL  10.058 


IM  0002(38) 

VAR.  LOC'S.  - DIST.  #3 


0.000 


PMS  OVERLAV,  SiC 

$ 713,999  t 709,021  * 

DIAMOND  CONSTRUCTION 

REVEGITATJON  i EROSION  CONTROL 

* 137,207  $ 123,893  t 


09/01/92 


05/28/92  F.P.M.  WILM0T,  DOUG 

/ / PHONE  NO  .-622-5369 

07/17/92***  OX 


"57r 


MONTAKA  DEPARTMENT  OF  .JsPQRTAIION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDD1NS  05/31/92 


DATE : 06/09/92 

*«  81 ENDIVE  DISTRICT  *** 

PAGE  NO:  14 

PRIHETSRTRACTOR 

MONT. DEPT.  FIELD  PROJECT  MANAGER' 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

DRIBIBRt 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

M0D1F. 

STATUS 

AWARD  DATE 

WORT  BEG. 

WORK  COMP. 

PERCENT  S CUNT . 
PROJECT  TIME 
COMPLETED  USED 

RRS  9138(63) 

B.N.R.R.  U-PASS’S  - DIST. 

#4 

0.000 

OLANDER  CONTRACTING  CO. 

UPGRADE  PUMPING  FACILITIES 

* 467.707  i 396,357  $ 380,800 

02/27/90 

05/15/90 

09/09/91 

F.P.M.  GREUFE.  LARRY 
PHONE  NO  : 653- 1050 

100X 

183% 

F-FLH  37-1(12)9 

BLtSBY  - W. 

9.986 

KIEMIT  WESTERN  CO. 

G,  GS,  1 PMS 

$ 11,179,990  % 10,151,483  $ 10,045,106 

05/04/90 

07/09/90 

08/30/92*** 

F.P.M.  STROHMAYER,  DUANE  J. 
PHONE  NO  .*232-1093 

m 95X 

F-BRF  32-1(4)6  U2 

MACON  - N. 

0.000 

ASSINIBOINE  l SIOUX  TRIBES 

FENCING  & SEEDING  (NEGOTIATED  TRIBAL  CONTRACT ) 

< 207,929  $ 207,929  t 160,835 

05/29/90 

07/09/90 

00/09/92*** 

F.P.M.  QUALE,  KENNETH 
PHONE  NO  : 365-2877 

111 

OX 

RS  438-1(7)25  U2 

25  MI.  N.  OF  NASHUA  - N. 

0.000 

ASSINIBOINE  l SIOUX  TRIBES 

FENCING  i SEEDING  (NEGOTIATED  TRIBAL  CONTRACT! 

$ 69,566  1 69,566  ♦ 43,594 

PEND 

03/04/92 

05/29/90 

07/09/90 

08/09/92*** 

F.P.M.  QUALE,  KENNETH 
PHONE  NO  :3fcj-2877 

631 

OX 

F 23-3(4)108 

HAMMOND  - S.E. 

11.000 

BORDER  STATES  PAVING, INC. 

WIDENING,  & PMS  OVERLAY 

* 3,169,897  $ 2,821,024  t 2,817,017 

07/09/90 

08/20/90 

01/31/92 

F.P.M.  SWANSON,  ROBERT 
PHONE  NO  :436-2271 

100% 

E. 

112a 

F 98-1(1)0 

BUSINESS  LOOP  - GLENDIVE 

F 57-7(10)326 

BUSINESS  LOOP  - GLENDIVE 
CONTRACT  TOTAL 

2.555 

PORTABLE  PAVERS,  INC. 

PMS  OVERLAY,  l RUBBER  RR  XING 

PMS  OVERLAY.  1 RUBBER  RR  XING 

« 1,729,898  i 1,604,727  $ 1,626,644 

10/05/90 

11/07/90 

11/08/91 

F.P.M.  WOLF.  LARRY 
PHONE  NO  : 365-2877 

10W 

OX 

F-BRF  32-1(4)6  Ul 

MACON  - N. 

10.391 

PRINCE  INC 

WIDENING,  PMS  OVERLAY,  & STR.  ’ 

* 3,909,345  f 3,955,992  $ 3,417,954 

10/05/90 

04/04/91 

06/30/93*** 

F.P.M.  SAIN,  LARRY 
PHONE  NO  : 653- 1050 

86% 

92X 

F 57-5(14)171 

SAND  SPRINGS  - W. 

8.116 

WASHINGTON  CONSTRUCTION 

SLOPE  FLATTEN.,  PMS  OVERLAY, SIC 

t 6,263,863  * 5,040,677  $ 5,122,384 

APPR 

04/17/92 

10/05/90 

11/13/90 

09/01/92*** 

F.P.M.  STEWART.  DONALD 
PHONE  NO  : 557-2333 

m 

72X 

RS  261-1(4)5 

5 MI.  N.  OF  UIBAUX  - N. 

PORTABLE  PAVERS,  INC. 

PMS  OVERLAY 

1 0/05/90 
04/08/91 

F.P.M.  WOLF,  LARRY 
PHONE  NO  : 36.5-2077 

***  ESTIMATED  COMPLETION  DATE 


r, 


CATE:.06;0?/?2 


PROJECT  NUMBER  LENGTH 
.PROJECTJES1GNAJIQN 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  VpORTATIDN 
CONSTRUCTION  BUHtAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 
***  GLENDIVE  DISTRICT  *** 

PRJfirCORTRfiCTOfi 

ORIGINAL 


mw  DATE- 


ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG. 
ESTIMATE AHARDJML JIATUS_  JOB*  JOMP. 
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'flORTTDEFTrFIECD'PROJECT’flARAGER' 
'"PERCENT  rCDNTT'" 

PROJECT  TIME 

COMPLETED  USED 


IR  94-7(18)235 

WIBAUX  - E.  4 W. 

MILL.  FILL.  4 PMS  OVERLAY 

04/28/92 

CONTRACT  TOTAL 

12.662  t 1,502,104  $ 

1,572,238 

t 1,500,319 

100X 

OX 


F 25-1(17)9 

9 Ml.  N.  OF  CIRCLE  - N. 

G,  GS,  PMS,  4 STR. 

SK  CONSTRUCTION,  INC. 

7.971 

$ 5,357,261  * 5,287,949  » 

12/14/90  F.P.M.  FRIEND,  DAVE 

02/12/91  PHONE  NO  :365-2077 

12/30/92***  m 7 4X 


RS  248-2(3)12 

DANIELS  CO.  LINE  - E.  GS,  4 PMS 

13.146 


CENTURY  COMPANIES,  JV 

$ 1,143,262  t 1,121,800  $ 1,043,554 


03/11/91  F.P.M.  LA  ROQUE,  ARCHIE 

06/24/91  PHONE  NO  .-228-9478 

07/12/92***  93X  1O8X 


BR  9011(9) 

DIVERSION  CANAL  - INTAKE  STR.  4 APPR’S. 

0.110 


EDWARD  T.  COPPS  CONST.  APPR  03/11/91 

04/17/92  03/27/91 

249,410  t 239,293  t 221,567  10/15/91 


F.P.M.  QUALE.  KENNETH 
PHONE  NO  : 365-2877 

1 OOX  6BX 


BRF  42-3(10)73  U1 

MILK  RIVER  - S.  OF  GLASGOW  STR.  REPL. 

0.240 


SLETTEN  CONSTRUCTION  CO. 
t 1,192,528  ♦ 982,545  * 1,015,506 


03/11/91  F.P.M.  BACON,  DAVE  U.  (ACT) 

04/01/91  PHONE  NO  :365-2877 

11/27/91  100X  88X 


BR  9042(8) 

USRS  MAIN  CANAL  - SAVAGE  STR.  4 APPR'S. 

0.000 


TRACY  COWDREY  4 ASSOC. 

122,542  » 119,518  t 99,771 


03/29/91  F.P.M.  QUALE.  KENNETH 

11/12/91  PHONE  NO  :365-2877 

03/09/92***  83X  59X 


RRP  4139(66)  U3 

VAR.  LOC'S.  - DI5T.  14  4 15 


RR  SIGNING  4 PVMT.  MKGS. 
0.000  $ 


MARK  RITE  LINES,  INC. 
311,941  $ 325,456  * 


04/09/91 

06/17/91 

292,684  10/25/91 


F.P.M.  WOLF.  LARRY 
PHONE  NO  : 365-2877 

100X  11/01/91 


F 1-10(23)581 

WOLF  POINT  - W.  PMS  OVERLAY 

10.554 


BORDER  STATES  PAVING, INC. 

% 3,235,464  * 2,788,279  $ 1,283,446 


04/09/91  F.P.M.  BALDWIN, JAMES 

06/13/91  PHONE  NO  :7B7-5701 

12/30/92***  46X  106X 


HES  2-1(14)4 
N.E.  OF  MILES  CITY 


REALIGN  INTERSECTION 

0.000 


PORTABLE  PAVERS,  INC. 

216,068  $ 234,378  $ 283,537 


04/09/91  F.P.M.  STEWART,  DONALD 

07/01/91  PHONE  NO  :557-2333 

10/17/91  100X  49X 


***  ESTIMATED  COMPIETION  DATE 


h 


mmtmy 


PROJECT  NUMBER  LEN8TH 
i'BPMJJESjGNAIION 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  Of  . V.R0RTAT ION 
CONSTRUCTION  BUHuAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 

***  GLENDIVE  DISTRICT  *»*  PAGE  NO:  16 

pRIRE'CORTRfinOR  fiONTTDEPTTTIELD'PROJECT’RANAGER 

0R1E7NAL  ABRRt"  DATE  PERCENT  rCONTT'" 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


F 37-2(9)63 

ASHLAND  - E. 


13.600 


BORDER  STATES  PAVING, INC. 

PMS  OVERLAY.  MIN.  WID.,  SIC 

$ 3,370,983  t 3,202,006  * 2,939,606 


06/04/91  F.P.M.  SWANSON,  ROBERT  E. 

07/02/91  PHONE  NO  : 436-2271 

01/15/93***  92*  64* 


RTF  22-2(11)58 

PORTABLE  PAVERS,  INC. 

06/04/91 

F.P.M.  BALDWIN, JAMES 

MEDICINE  LAKE  - N. 

LEVELING,  RUT  FILLING,  S&C 

07/02/91 

PHONE  NO  : 767-5701 

RTF  1-8(14)458 

08/09/92*** 

W.  OF  MALTA  - W. 

LEVELING,  RUT  FILLING,  S4C 

RTF  23-1(14)28 

28  MI.  S.  OF  MILES  CITY  - S. 

LEVELING,  F'MS  OVERLAY,  S4C 

CONTRACT  TOTAL  25.400 

♦ 

908,105  i 837,484  $ 

521,280 

62* 

BR  9013(7) 

MACKIN  CONSTRUCTION  CO 

07/02/91 

F.P.M.  SCHNEIDT,  JOE 

FENNEL  CR.-16  MI.  NW  OF  PLEVNA 

STR.  4 APPR'S. 

08/26/91 

PHONE  NO  : 232- 109 3 

0.208 

t 

135,824  $ 160,168  $ 

137,557 

11/13/91 

100* 

RS  322-1(1)11 

LITTLE  BEAVER  CR.-  SE  OF  BAKER  STR.  4 APPR'S. 

0.417 


COP  CONSTRUCTION  CO. 

783,632  t 722,171  $ 400,223 


10/02/91  F.P.M.  SCHNEIDT,  JOE 

03/16/92  PHONE  NO  :232-1093 

09/15/92***  55*  24* 


F 57-5(16)192 
BIG  DRY  CREEK 


G,  GS,  PMS,  4 SIR. 

8.805 


WASHINGTON  CONSTRUCTION 
6,108,004  f 5,466,600  * 2,728,408 


10/02/91  F.P.M.  WOLF,  lARRy 
11/15/91  PHONE  NO  : 365-2677 
01/21/94***  50* 


IR  94-4(44)138 
MILES  CITY  - E.  4 W. 


PMS  OVERLAY,  StC 

11.303 


PORTABLE  PAVERS,  INC. 

3,874,902  $ 2,848,444  i 559,952 


10/30/91  F.P.M.  STEWART,  DONALD 

02/27/92  PHONE  NO  :557-2333 

04/27/93***  20*  16* 


6R  9010(8) 

W.  FORK  POPLAR  RIVER  STR.  4 APPR'S. 

0.000 


EDWARD  T.  CORPS  CONST. 

346,515  i 382,162  $ 7,202 


12/11/91  F.P.M.  GREUFE,  LARRY 

03/11/92  PHONE  NO  :653-1050 

09/19/92***  2*  22X 


HES  39-1(18)13 
S.  OF  COLSTRIP 


SIGNS  4 FLASHER 


MIDLAND  ELECTRIC  CO.  INC. 

22,139  $ 21,147  * 17,681 


12/11/91  F.P.M.  STROHMAYER,  DUANE  J. 

03/10/92  PHONE  NO  :232-1093 

04/13/92  100*  0* 


**»  ESTIMATED  COMF1  ET10N  DATE 


DATE:06/09/92 


MONTANA  DEPARTMENT  P;  4-P0RTATI0N 
CONSTRUCTION  BOn^U 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 
**»  GLENDIVE  DISTRICT  *** 


PAGE  NO: 


- 

'AWARD' DATE 

"PERCENT 

TCDNT""" 

PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

MODIF. 

WORK  BEG. 

PROJECT 

TINE 

PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT. 

PAYMENTS 

STATUS 

WORK  COMP. 

COMPLETED 

USED 

SMP  5399191) 

KONITZ  CONTRACTING.  INC. 

12/11/91 

F.P.M.  SAIN,  LARRY 

MAINT.  STOCKPILE  - D1ST.  «4 

CRUSH  1 STOCKPILE  GRAVEL 

Mi  Ml  it 

PHONE  NO  : 653- 1050 

0.000 

* 586,700  » 232,700  * 

79,302 

03/15/93*** 

34X 

03/15/93 

SMP  9999(91 ) 

FISHER  SAND  AND  GRAVEL  CO. 

12/11/91 

F.P.M.  STROHMAYER.  DUANE  J. 

MAINT.  STOCKPILE  - DISK  #9 

CRUSH  i STOCKPILE  GRAVEL 

03/09/92 

PHONE  NO  :232-1093 

0.000 

* 365,975  $ 232,775  $ 

226,561 

09/13/92 

100X 

06/30/92 

RTF  19-6(7)256 

BORDER  STATES  PAVING,! 

INC. 

02/03/92 

F.P.M.  SWANSON.  ROBERT  E. 

6 MILES  E.  OF  VANANDA  - E. 

RTF  27-3(5)55 

LEVELING,  PMS  OVERLAY,  SIC 

/ / 

09/01/92*** 

PHONE  NO  :936-2271 

WIBAUX  CO.  LINE  - N. 

PMS  OVERLAY,  S&C 

RTF  59-1(3)9 

BIDDLE  - N. 

LEVELING,  PMS  OVERLAY.  SiC 

CONTRACT  TOTAL 

31.900 

* 1,799,310  ♦ 2,033,663  t 

328,310 

16X 

09/01/92 

IM-Ifi  99-3(38)85 

PORTABLE  PAVERS,  INC. 

09/03/92 

F.P.M.  STEWART.  DONA!  A 

FORSYTH  - E.  & U. 

IH-IR  99-3(91 >116 

PMS  OVERLAY,  AND  SLC 

05/05/92 

10/20/93*** 

PHONE  NO  : 557-2333 

ROSEBUD/CUSTER  CO.LN.-E.  & W. 

SEAL  l COVER  (WB  LANES  ONLY/ 

CONTRACT  TOTAL 

31.273 

* 19,826,922  $ 6,019,299  » 

116,306 

2X 

ax 

BRF  92-3(10)73  U2 

MILK  RIVER  - S.  OF  GLASGOW 
STPF'  92-3(12)59 

FORT  PECK  - GLASGOW 

PRINCE,  INC. 

G,  GS,  PMS  l STR.  REM. 

G,  GS,  PMS.  & REM.  SIR'S. 

09/03/92 

09/29/92 

07/18/93*** 

F.P.M.  LA  ROQUE.  ARCHIE 

PHONE  NO  :228-94?8 

CONTRACT  TOTAL 

16.911 

* 12,582,120  $ 5,616,307  $ 

979,599 

8a 

8X 

STPP  25-1(18)17 

17  Ml.  N.  OF  CIRCLE  - N. 

10.995 

WASHINGTON  CONSTRUCTION 

G.  GS.  PMS,  l 5TR'S. 

* 10,013,083  i 8,650,912  $ 86,506 

09/29/92 
/ / 

10/15/93*** 

F.P.M.  FRIEND,  DAVE 
PHONE  NO  : 365-2877 

ix 

OX 

STPHS  1-10(25)662 

BAINVILLE  - E. 

0.600 

OHO  CONSTRUCTION  INC 

CABLE  GDRL.  INSTALLATION 

* 60,711  $ 70,906  * 

709 

09/29/92 
/ / 

11/15/92*** 

F.P.M.  BALDWIN. JAMES 
PHONE  NO  : 787-5701 

IX 

ox 

RTF  27-2(10)99 

N.  OF  BAKER  - N. 

10.200 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

MIN.  WIDEN,  PMS  OVERLAY.  S&C 

i 796,591  t 797,951  * 7,975 

04/29/92 
/ / 

11/16/92*** 

F.P.M.  SWANSON,  ROBERT  E. 

PHONE  NO  :436-22?l 

IX  OX 

zizzzsiizzzzzzzzzzzzzzzzzzzzzz; 

MT.Es.04/09/92. 


PROJECT  NUMBER  LENGTH 
.fBOJICIJESIGNATION 


TVPE  OF  WORK 


MONTANA  DEPARTMENT  OF  STATION 
CONSTRUCTION  Bu^  ,U 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDINfi  05/31/90 

***  BILLINGS  DISTRICT  ***  PAGE  NO:  10 

FRTHE'CONTRACTOR  RORT7DEPT7‘FIE[D~FR(nECriiARfiGEfr 

DRIGIM  AflARD'  DATE  PERCENT  V CDRT7 ' ' _ 

ENGINEER  CONTRACT  CONTRACTOR  HODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


F-BRF  14-9(7)138 
LAVINA  - W. 


G,  GS.  PMS,  SIC 

8.535 


SLETTEN  CONSTRUCTION  CO.  AF'PR  10/02/89 

06/20/91  11/07/89 

t 3,888,769  ♦ 4,008,792  $ 4,308,394  12/12/91 


F.P.M.  OP I E . BRUCE  E. 

PHONE  NO  : 856-4897 

ioox  m 


RS  314-1(7)26 
BUSBY  - S.  (N.  SECT.) 
CT-RS  314-1(9)18 
BUSBY  - S.  (S.  SECT.) 
CONTRACT  TOTAL 


G,  GS,  PMS,  S&C 
G,  GS,  PMS,  SIC 

14.391 


WASHINGTON  CONSTRUCTION 

APPR 

02/02/90 

F.P.M.  RUSSELL, RONALD 

03/18/91 

03/26/90 

PHONE  NO  : 665-3914 

APPR 

07/12/91 

03/18/91 

6,475,618  $ 5,799,000  $ 6,288,875 

100X 

F-BRF  63-2(4)19 
JUDITH  GAP  - N. 


G,  DR,  PMB,  PMS 

10.000 


PRINCE,  INC. 

4,949,405  $ 4,355,252 


PEND  02/27/90 
04/24/92  07/05/90 

4,092,170  08/15/91 


F.P.M.  TILZEY, RONALD 
PHONE  NO  : 538-8731 

100X  113% 


BR  9049(4) 

YELLOWSTONE  RV.-S.E.  GREYCL1FF  STR.  I APPR'S. 

0.366 


COP  CONSTRUCTION  CO. 

722,474  » 710,938  t 681,778 


05/04/90  F.P.M.  STUDEBAKER,  RAYMOND 

06/07/90  PHONE  NO  :252-?329 

06/13/91  100X  74X 


RTF  16-1(21)12 

BILLINGS  - N. 

G,  GS,  l PM! 

F 16-1(25)22 

17  HI.  N.  OF  BILLINGS  - N. 

PMS  OVERLAY 

CONTRACT  TOTAL 

11.366 

EMPIRE  SAND  AND  GRAVEL  CO., INC  APF'R  07/09/90 
07/02/91  07/25/90 

APPR  10/20/91 
07/11/91 

8,802,110  t 6,922,337  i 7,198,937 


F.P.M.  SLOE,  DAVID  A. 
PHONE  NO  .-248-3827 


100X  156X 


RTF  61-3(7)34 
GRASSRANGE  - N.  I S. 
F 61-3(9)46 
N.  OF  GRASSRANGE 
CONTRACT  TOTAL 


11.542 


WIDENING,  PMS  OVERLAY,  SIC 


SLETTEN  CONSTRUCTION  CO. 


GUARDRAIL  REVISION 

* 4,063,700  * 3,797,739  $ 4,187,381 


APPR 

04/10/92 

APPR 

04/17/92 


07/09/90 

08/10/90 

03/20/92 


F.P.M.  SACKS,  RAY 
PHONE  NO  .-538-8731 


100X 


95X 


IR  90-8(116)453 
LOCKWOOD  - PINEHILLS  1NTCH. 

3.795 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
PMS  OVERLAY,  l RAMP  REVISION  ’ 

* 1,791,956  ♦ 1,479,324  ♦ 1,323,268 


PEND 

05/18/92 


07/09/90 

08/02/90 

04/25/91 


F.P.M.  KEGLEY,  MEL 
PHONE  NO  .-245-3315 
100X 


75X 


BR  9056(8) 

YELL.  RV.  - E.  OF  M0SSMA1N  STR.  I APPR'S. 

0.360 


SLETTEN  CONSTRUCTION  CO. 
1,877,362  $ 1,570,757  $ 1,546.535 


08/07/90  F.P.M.  TAYLOR,  DONALD 

08/31/90  PHONE  NO  :252-9735 

08/09/92***  98X  100X 


**»  ESTIMATED  COMF1  ETION  DATE 


MONTANA  DEPARTMENT  Or  IMPORTATION 
CONSTRUCTION  Bu„..  J 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 


DATE : 06/09/9B 

*♦*  BILLINGS  DISTRICT  *** 

PAGE 

NO:  19 

PRIME'CORTRACTOR 

MONT. DEPT.  FIELD  PROJECT  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LEN6TH 

Type  OF  WORK 

ORIGINAL""' 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

AWARD  DATE 

WORK  BEG. 

WORK  COMP. 

PERCENT  l CUNT . 
PROJECT  TIME 
COMPLETED  USED 

IR  94-1151)29 

POMPEVS  PILLAR  - CUSTER 

22.784 

MILL,  FILL.  1 PMS  OVERLAY 

$ 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

6,694,452  * 6,536,114  * 6,720,92? 

08/29/90 

09/17/90 

11/26/91 

F.P.M.  OPIE,  BRUCE  E. 
PHONE  NO  : 856*4897 

100* 

94* 

IR  90-9171)509 

CROW  AGENCY  INTCH.  - S. 

7.917 

PMS  OVERLAY 

$ 

BORDER  STATES  PAVING, INC. 

5,980,205  » 6,139,568  $ 6,544,012 

10/05/90 

03/27/91 

08/23/92*** 

F.P.M.  RUSSELL, RONALD 
PHONE  NO  1665-3914 

98* 

100* 

RS  500-212)19 

HOSBY  - S. 

4.637 

G,  l GS 

$ 

AMERICAN  CONTRACTING,  INC. 

1,491,943  * 988,216  t 1,330,387 

APPR 

04/17/92 

03/11/91 

04/22/91 

09/26/91 

F.P.M.  SACKS,  RAY 

PHONE  NO  :53B-8731 

100* 

98X 

F 57-2(13)4? 

MOCCASIN  - E.  L W. 

i 0.600 

G,  GS,  l PMS 

$ 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

6,173,215  $ 4,344,479  t 4,868,694 

PEND 

03/27/92 

04/09/91 

05/14/91 

09/15/93*** 

F.P.M.  TILZEY, RONALD 
PHONE  NO  :538-8?3l 

98* 

64* 

IR  90-7(57)361 

BIG  TIMBER  - E.  1 H. 

16.866 

MILL,  FILL,  t PMS  OVERLAY 

♦ 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

7,001,094  * 5,439,592  $ 5,442,527 

04/09/91 

04/29/91 

02/26/92 

F.P.M.  NEVILLE.  GARY 
PHONE  NO  : 932-4872 

100X 

63* 

F 28-2(16)69 

BROADWAY  AVE.  - RED  LODGE 

1.015 

PMS  OVERLAY 

* 

MIDLAND  O'LEARY  INC. 

560,489  i 497,271  i 501,910 

04/09/91 

05/09/91 

09/25/91 

F.P.M.  KEGLEY.  MEL 
PHONE  NO  : 245-3315 

100X 

98* 

BRS  419-1(3)4 

W.  ROSEBUD  CR.  - FISHTAIL 

0.132 

STR'S.  6 AF'F'R ‘ S . 

* 

TAMIETTI  CONSTRUCTION  CO. 

472,523  $ 447,706  $ 437,822 

05/02/91 

05/23/91 

11/25/91 

F.P.M.  STUDE6AKER.  RAYMOND 

PHONE  NO  : 252-7329 

100*  77* 

RTF  61-3(10)83 

FRED  ROBINSON  BRIDGE  - N. 

i S. 

14.000 

PMS  OVERLAY,  SIC 

* 

3LETTEN  CONSTRUCTION  CO. 

583,260  t 474,111  t 450,653 

06/04/91 

07/09/91 

00/09/92*** 

F.P.M.  SCHUHAN.  DAVID 
PHONE  NO  .-245-9802 

95* 

96* 

IR  90-8(115)427 

PARK  CITY  INTERCHANGE 

IR  94-1(52)6 

HUNTLEY  INTERCHANGE 

INTERCHANGE  LIGHTING 

INTERCHANGE  LIGHTING 

ACE  ELECTRIC,  INC. 

07/30/91 

09/09/91 

05/12/92 

F.P.M.  SCHUHAN,  DAVID 
PHONE  NO  : 245-9802 

***  ESTIMATED  COMPLETION  DATE 


€ 


DATE : 06/09/92 


PROJECT  NUMBER  LENGTH 
PROJECT  .DESIGNATION. 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  C.  IMPORTATION 
CONSTRUCTION  Bun^.iU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  05/31/92 
***  BILLINGS  DISTRICT  **» 

pRIK-C0|,TWCT0R— 

DR1E1NM  

ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PAGE  NO:  20 

;H0§T:DEPT:;FiECOB33ECT;MNfiSEfi; 


AWARD" DATE  PERCENT  V CDRT  T ' ' ' 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


IR  90-9(76)509 

CROW  AGENCY  INTERCHANGE  INTERCHANGE  LI6HTING 

CONTRACT  TOTAL  0.000  * 201,708  * 183.852  * 165,322 


100* 


6 OH 


F-FLH  37-1(19)19  U2 
BUSBY  - E.  I W. 


G.  GS,  PMS,  i STR'S. 

9.959 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
4,586,602  $ 9,933,011  $ 1.995,111 


08/28/91  F.P.M.  OPIE.  BRUCE  E. 

09/30/91  PHONE  NO  :856-9897 

09/06/93***  29*  19* 


BRS  919-1(2)0 

E.  ROSEBUD  CR.-S.  OF  ABSAROKEE  STR.  I APPR'S. 

0.369 


TAMIETTI  CONSTRUCTION  CO. 

667,725  $ 615,123  * 599,779 


08/28/91  F.P.M.  STUDEBAKER,  RAYMOND 

09/12/91  PHONE  NO  :252-7329 

11/23/92***  89*  50* 


RS  926-2(9)19 
HANOVER  - E.  * W. 


PMS  OVERLAY,  S&C 

7.870 


CENTURY  COMPANIES,  JV 
792,791  % 799,509  % 587,966 


10/02/91  F.P.M.  TILZEY, RONALD 

10/23/91  PHONE  NO  :538-8731 

08/15/92***  78*  33* 


RS  500-1(1)0 
MELSTONE  - N. 


PMS  OVERLAY,  SIC 

7.929 


PORTABLE  PAVERS,  INC. 

1,073,219  ♦ 913,037  $ 501,768 


10/02/91  F.P.M.  SACKS,  RAY 

10/23/91  PHONE  NO  :536-8731 

09/30/92***  55X  29* 


BRF-F  16-1(30)1 

EAST  BRIDGE  - BILLINGS  STR'S.  * APPR'S. 

1.108 


COP  CONSTRUCTION  CO. 

13,357,090  » 7,999,953  * 3,961,173 


11/01/91  F.P.M.  SCHUHAN,  DAVID 

11/19/91  PHONE  NO  :295-9802 

01/25/99***  93*  a* 


1R  90-8(121)997 

S.  BILLINGS  BLVD.  INTERCHANGE  NEW  INTERCHANGE 

0.000 


MIDLAND  O'LEARY  INC. 

5,397,799  * 9,150,519  $ 2,000,791 


12/11/91  F.P.M.  SLOE,  DAVID  A. 

01/29/92  PHONE  NO  :298-3827 

09/29/93***  98*  13* 


SMP  599(91) 

MAINT.  STOCKPILE  - DIST. 


CRUSH  l STOCKPILE  GRAVEL 
0.000  $ 


KONITZ  CONTRACTING,  INC. 

236,985  ♦ 292,620  t 195,797 


12/11/91  F.P.M.  SLOE.  DAVID  A. 

03/19/92  PHONE  NO  :298-388? 

06/02/92  100*  06/30/92 


NH  16-1(31)2 

MAIN  ST.  i 6TH  AVE.  N.  - BLGS. 

0.100 


EMPIRE 

C i G,  * PMS  (FOR  RT  TURN  LN) 

I 377,918  $ 


SAND  AND  GRAVEL  CO., INC 
395,063  t 275,939 


02/03/92  F.P.M.  SCHUMAN,  DAVID 

03/30/92  PHONE  NO  :295-9802 

11/22/92***  80*  73* 


***  ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENT  Or  'SPOKTATIQN 
CONSTRUCT  I UN  ....  Mi 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDIN6  05/31/92  pfis£  ^ 

U0Hi:iJEPT:-FiE[D'PR03ECrRBHBGER" 

BR1BI Rtt mw  DATE  PERCENT  VCDRTT 

PR07FCT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  HODIF.  WORK  BEG.  PROJECT  TIME 

PROJECT  DESIGNATION  _ ESTIMATE PAYMENTS SJATUS WORK  COMP^ COMPLETED USED 


MTC.iUiM/Q?  ***  BILLINGS  DISTRICT  *** 

DATE.06/09/92 — - — PRTHE~CORTRfiCTDR  T 


M 719913) 

CASINO  CR.  DRIVE  - LEWISTOWN 


0.934 


CENTURY  COMPANIES.  JV 

WIDENING.  PMS  OVERLAY.  I ST. DRAIN 

i 553,406  i 617,550  $ 420,665 


02/03/92  F.P.M.  SACKS.  RAY 

02/26/92  PHONE  NO  :53&-873I 

02/29/93***  687.  53X 


RTF  61-4(6)90 
M0BR1DGE  - N. 


1.900 


PMS  OVERLAY,  SIC 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
I 506,023  $ 542,671  t 352,462 


02/03/92  F.P.M.  SACKS,  RAY 

03/12/92  PHONE  NO  .-539-8731 

09/01/92***  65X  09/01/92 


RTF  45-2(4)38 

HARLOWTOWN  - S.  PMS  OVERLAY,  SIC 

RTF  45-1(11)17 

17  HI.  N.  OF  BIG  TIMBER  - N.  PMS  OVERLAY,  SIC 

CONTRACT  TOTAL  12.500 


EMPIRE  SAND  AND  GRAVEL  CO., INC 


774,952  $ 711,961  * 632,307 


02/03/92  F.P.M.  NEVILLE,  GARY 

02/12/92  PHONE  NO  : 932-4872 

09/01/92*** 

89X 


BR  9033(5) 

MUSSELSHELL  RV.-SE  OF  MELSTONE 


0.208 


STR.  I APPR’S. 


HACK IN  CONSTRUCTION  CO 
381,685  i 371,990  $ 27,145 


04/03/92  F.P.M.  SACKS,  RAY 

04/30/92  PHONE  NO  .-538-8731 

01/16/93***  11,  14X 


RTF  48-1(11)18 
N.  OF  HARDIN 


7.000 


PMS  OVERLAY,  SIC 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
467,956  t 377,177  * 230,044 


04/29/92  F.P.M.  OPIE,  BRUCE  E. 

05/11/92  PHONE  NO  .-856-4897 


11/13/92*** 


61X 


16X 


NH  53-1(15)6 
BILLINGS  - N.W. 


10.515 


G,  GS,  PMS,  AND  SIC 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
$ 8,159,73?  $ 7,392,323  * 0 


05/28/92  F.P.M.  OPIE,  BRUCE  E. 

/ / PHONE  NO  : 856-4897 

10/22/93***  OX 


RS  416-1(6)1 

JELL  I SON  ROAD  APP.  - BILLINGS 


0.234 


G,  GS,  PMS,  I SIR. 


SLETTEN  CONSTRUCTION  CO. 

704,621  $ 660,392  * 0 


05/28/92  F.P.M.  KEGLEY,  MEL 

/ / PHONE  NO  :245-3315 

09/17/93***  OX 


ffmrassifrsTirrcrroTffcs" 
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MONTANA  DEPARTMENT  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

_ ^ ~ ~ , , , r'  CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 
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FRIRE'CONTRACTOR  f«)RT7D£PT7~FTECD~PR0JECT~nARAGER~ 

ORIGINAL ASAROfiTE PERCENT ^“CDRTT 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

PROJECT  DESIGNATION  ESTIMATE  AWARD  AMT.  PAYMENTS,  STATUS  WORK  COMP.  COMPLETED  USED 


BHF  1-1 (22)6 
N.W.  OF  TROY 
F 1-1(28)0 
TROY  - W. 

HES  56-2(3)30 
3 LOC'S.  - S.  OF  TROY 
FH  62-1(4)27  (RS  508) 
YAAK  RIVER  ROAD 
CONTRACT  TOTAL 


RTM  8113(4) 

HIGGINS  AVE.  BR.  - MISSOULA 
RTF  7-2(13)95 

MADISON  ST.  BR.  - MISSOULA 
CONTRACT  TOTAL 


F-FH  5-4(9)168  & FH  121(3) 
FORTINE  - N. 


RS  269-1(9)0 
HAMILTON  - CORVALLIS 


IR  90-1(111)35 
ST.  REGIS  - E. 


SMP  3299(91) 

HAINT.  STOCKPILE  - DIST.  »1 


SMP  1599(91) 

MAINT.  STOCKPILE  - DIST.  11 


IR  0002(33) 

BRIDGE  REHAB.  - DIST.  11 


16.678 


4.793 


3.331 


STR.  WIDENING 
WIDENING,  l PMS  OVERLAY 
GUARDRAIL  !,  MISC.  APPR.  IMP. 
PMS  OVERLAY 


RIVERSIDE  CONTRACTING 


08/07/90  F.P.M.  MARIN,  GARY  R. 

08/13/90  PHONE  NO  :756-7024 

APPR  07/12/92*f* 

07/26/91 


0.000 


STR.  REHAB. 
STR.  REHAB. 


« 3,864,180  $ **  ,420,830  $ 4,279,985 

FRONTIER-WEST,  INC. 


m 


941 


t 145,734  i 165,024  $ 155,465 


06/04/91  F.P.M.  CHEZICK,  LAWRENCE  J. 

07/29/91  PHONE  NO  :826-4457 

^1^)7/12/92*** 

94X  10/15/91 


6,  GS,  PMS,  l STR. 


WASHINGTON  CONSTRUCTION 
i 4,952,044  I 4,447,491  $ 4,143,604 


» 4 i;  07/02/91  F.P.M.  PIEDALUE,  EUGENE  R. 

08/09/91  PHONE  NO  :B81-2213 


04/25/93*** 


93X 


WIDEN  i PMS  OVERLAY 


A-l  PAVING,  INC. 

$ 1,825,446  * 1,593.355  t 1,463,£ 


C. 


& * 1 


07/11/91 

08/05/91 

06/23/92 


F.P.M.  JOHNSON.  ROBERT  L. 
PHONE  NO  : 82 1-4468 

100X  £ 


RESEAL  JOINTS 


MULTIPLE  CONCRETE  ENTERPRISES 
% 777,266  $ 629,096  t 670,369 


12/11/91 

04/06/92 

06/19/92 


F.P.M.  JOHNSON,  ROBERT  L. 
PHONE  NO  : 82 1-4468 

100%  40X 


PERFECT  CONCRETE,  INC 

CRUSH  i STOCKPILE  6RAVEL 

U-000  t 275,100  ♦ 362,575  I 248,717, 


12/11/91  F.P.M.  WILLIAMS.  JAMES  R. 

03/10/92  PHONE  NO  :721-l769 

07/12/92***  69%  06/30/92 


WASHINGTON  CONSTRUCTION 

CRUSH  l STOCKPILE  GRAVEL 

°-000  * 231,105  * 515,541  i 554,604 


12/11/91  F.P.M.  CHRISINGER, KENNETH  L 

02/12/92  PHONE  NQ  :756-7056 

06/17/92  100X  06/30/92 


(.  DECK  REHAB. 


DICK  ANDERSON  CONSTRUCTION 
I 922,872  * 930.279  i 310,833 


03/12/92  F.P.M.  MAAfiT,  WILLIAM  C. 

04/10/92  PHONE  NQ  .-544-6491 

05/05/93***  33X  25X 


T 


>& 


>£r~ 


TIMATED  COMPLETION  DATE 


OAIE.L07./10/92. 


PROJECT  NUMBER  LENGTH  TYPE  OF  WORK 

f RO  JECJ_  DES 1 6NAIjON__ 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENBBIN6  06/30/92 

***  MISSOULA  DISTRICT  ***  PAGE  NO:  2 

pwfrcM5CTOfr  BORT:DEPT:"FIE[D'FI?OJECrRfiNfi5ER" 

— 0R1B1RBE-  MWmi PERCENT 5'CDRTT" 

ENGINEER  CONTRACT  CONTRACTOR  H0BIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


RTF  33-1(7)10 

LIBBY  DAM  - N.  & S.  PMS  OVERLAY,  S&C 

55.130 


RIVERSIDE  CONTRACTING 
932,670  * 98%, 717  $ 276.499 


03/12/92  F.F'.M.  MITCHELL.  JAMES  D. 

03/27/92  PHONE  NO  : 756-7050 

09/01/92***  28X  09/01/92 


RT  32166(1)5 

0.5  MILES  E.  OF  N1NEMILE 


0.000 


SCOTT  CONSTRUCTION  INC. 

STR.  REHAB.  & GDRL.  REPLACE. 

$ 105,040  * 85,900  * 


04/07/92  F.P.M.  CHEZICK.  LAWRENCE  J. 

/ / PHONE  NO  :826-4457 

09/01/92***  IS  09/01/92 


RTF  1-2(60)120 

IDAHO  STREET  - KALI  SPELL 


A-l  PAVING,  INC. 

COLD  MILLING.  PMS  OVERLAY, l STRIPING 
1.303  $ 404,218  $ 368, B49  $ 


338,499 


04/14/92  F.P.M.  MITCHELL,  JAMES  D. 

05/18/92  PHONE  NO  : 756-7050 

11/13/92***  92X  57% 


STPP  77-1(2)0 
HOT  SPRINGS  - E. 

STPP  36-1(7)16 
HOT  SPRINGS  - N.  i S. 
CONTRACT  TOTAL 


PMS  OVERLAY,  S&C 


A-l  PAVING,  INC. 


PMS  OVERLAY,  SIC 


2,206,060  * 2,016,117  $ 500,168 


04/29/92  F.P.M.  CHRISINSER, KENNETH  L 

05/21/92  PHONE  NO  : 756-7056 

04/07/93*** 


25X 


20X 


STPP  36-1(8)4 

BAKERS  GRADE  - N.E.  OF  PLAINS  GUARDRAIL  INSTALLATION 

0.420 


OMO  CONSTRUCTION  INC 
129,114  $ 112,406  $ 


1,125 


04/29/92  F.P.M.  JOHNSON,  ROBERT  L. 

/ / PHONE  NO  : 821-4468 

01/12/93***  IX  42X 


STPHS  93-1(6)25 
H.  OF  LOLO 
RTF  7-1(51)74 
FLORENCE  - N.  & S. 
CONTRACT  TOTAL 


3.100 


WESTERN  MATERIALS,  INC. 

LEFT  TURN  BAY  INST.  (INCL.  6,GS,  PMS,  AND  S&C) 

PMS  OVERLAY,  S&C 

$ 473,753  i 362,772  i 


24,379 


04/29/92  F.P.M,  WILLIAMS,  JAMES  R. 

06/22/92  PHONE  NO  : 721-1769 

02/05/93*** 

n OX 


STPP  83-1(14)23 
LAKE  INEZ  - N. 


8.389 


WIDEN..  PMS  OVERLAY  AND 

( 


RIVERSIDE  CONTRACTING 
S&C 

1.944,870  $ 1,740,999  $ 


19,132 


05/28/92  F.P.M.  MARIN,  GARY  R. 

06/29/92  PHONE  NO  : 756 -7024 

09/23/93***  IX  OX 


F 6-1(49)91 
PERMA  - E.  & W. 


8.203 


6.  GS.  PMS,  L PMS  OVERLAY 

I 


SCHELLINGER  CONST  CO., INC. 
2,181.246  $ 1,924,207  * 76,887 


05/28/92  F.P.M.  JOHNSON,  ROBERT  L. 

06/15/92  PHONE  NO  :82i-44bB 

10/07/93***  4X  OX 


1 MATED  COMPLETION  DATE 


DATE  $.07/ 10/92 


PROJECT  NUMBER  LENGTH 
PROJECT  BESJC'NA]ICN 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 

***  MISSOULA  DISTRICT  ttt  PAGE  NO:  3 

FRTHrCDRTR/™  HBfU:DEPT:‘FIECD-PRnjECT_MR»fiER 

DRlBINfit ARBROfiTE PERCENT rCDR7:"“ 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IM  90-2(88)110 

WASHINGTON  CONSTRUCTION 

07/01/92 

F.P.M.  MAART,  WILLIAM  C. 

I 90  BRIDGES  - BONNER 

BRIDGE  WIDENING  1 APPR‘5. 

/ / 

PHONE  NO  7-6491 

0.395 

1 4,829,942  « 3,880,412  i 

0 

09/ 1 6/94*** 

OX 

OX 

BR  9015(16) 

FRONTIER-WEST,  INC. 

07/01/92 

F.P.M.  KALBERG.  J.  GARY 

WHITEFISH  RV.-6  MI.  N. 

OF  KAL. 

STR.  i APPR'S. 

/ / 

PHONE  NO  : 756-7026 

0.200 

$ 275,928  t 348,129  $ 

0 

06/18/93*** 

OX 

OX 

NH  7-1(55)50 

S.  OF  MISSOULA 

SIGNING  UPGRADE 

ALPINE  CONSTRUCTION,  INC. 

41.190 

$ 233,847  * 161,944  * 

07/01/92  F.P.M.  CHEZICK,  LAWRENCE  J. 

/ / PHONE  NO  :B26-4457 

11/01/92***  OX  11/01/92 


c 


DATE [07/10/92 


PROJECT  NUMBER  LENGTH 
PRQJ  EC]  JES  J ON  A j ION 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORT  AT  ION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDBJNG  06/30/92 

***  BUTTE  DISTRICT  ***  PAGE  NO:  A 
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ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


BRF-F  84-1(5)8 

MADISON  RV.  - E.  OF  NORRIS  STft.  I APPR'S. 

0.000 


COP  CONSTRUCTION  CO. 

* 2,126,302  1 1,735,825  $ 1,664,539 


10/05/90  F.P.M.  WILLIAMS,  PAUL 

11/02/90  PHONE  NO  :6B3-fa290 

06/09/92  100X  100X 


F 8-2(29)46 

EAST  HELENA  - E.  I W. 


PCCP  I STR.  REHAB. 

3.951 


DICK  ANDERSON  CONSTRUCTION 
$ 1,620,639  * 1,388,575  % 1,226,390 


03/11/91  F.P.M.  ENBSTEDT,  CARL 

04/15/91  PHONE  NO  :444-6326 

07/12/98***  80% 


90% 


F 8-4(14)57 
WINSTON  - N. 


8.300 


MILL.  FILL.  PMS  OVERLAY 

$ 


RIVERSIDE  CONTRACTING 
2,325,647  $ 2,272,172  I 


2,212,600 


06/04/91  F.P.M.  McCORMICK, THOMAS 

07/22/91  PHONE  NO  : 586-507“ 

11/14/92***  97*  99% 


RS  278-1(6)0 

JACKSON  INTERCHANGE  - W.  G,  6S.  I PMS 

8.700 


JIM  GILMAN  EXCAVATING  INC. 
2,210,857  $ 1,821,855  I 1,951,095 


06/04/91  F.P.M.  WILLIAMS,  PAUL 

08/20/91  PHONE  NO  : 683-6290 

11/30/92***  98%  58). 


RTF  13-5(1)93 
THREE  FORKS  - W. 

RTS  229-1(1)0 

N.  MONTANA  AVE.-  N.  OF  HELENA 
RTM  1801(1) 

BREWERY  BYPASS  - BUTTE 
RT  47586(1) 

CENTENNIAL  DR.-  W.  OF  BUTTE 
RTS  518-1(1)0 
MONTANA  CITY  ROAD 
RTF  69-1(7)32 
BOULDER  - S. 

RTM  5809(9) 

N.  MONTANA  AVE.-  HELENA 
RTF  29-4(14)83 
HARRISON  AVE.  - BUTTE 
RTF  8-1(15)23 
MacDONALD  PASS  (W.  SIDE) 

RTF  29-4(15)78 
BUTTE  - S. 

CONTRACT  TOTAL  39.868 


MILL,  PMS  OVERLAY,  SLC 

PMS  OVERLAY,  SLC 

PMS  OVERLAY,  S&C 

PMS  OVERLAY,  SiC 

PMS  0‘LAY,  SDRL.  INST.,  S&C 

PMS  OVERLAY,  SLC 

PMS  OVERLAY,  SIC 

SEAL  & COVER 

PMS  OVERLAY,  SLC 

PMS  OVERLAY,  SLC 


JIM  GILMAN  EXCAVATING  INC. 


i 2,995,728  $ 2,050,942  $ 1,941,999 


06/04/91  F.P.M.  WILLIAMS,  PAUL 

08/05/91  PHONE  NO  : 683-6290 

07/27/92*** 


87%  74% 


IR  90-4(40)229 

CONTINENTAL  DRIVE  INT. - BUTTE 


PARTIAL  INTERCHANGE  LIGHTING 


SKINNER  ENTERPRISES 


07/02/91  F.P.M.  HUNTER, LARRY 

10/18/91  PHONE  NO  : 782-1797 


ST1MATED  COMPLETION  DATE 


€ 


DATE:_07/l_0/9a 


PROJECT  NUMBER  LENGTH 
Pi  S j 6N A]  I ON 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 

***  BUTTE  DISTRICT  ***  PAGE  NO:  5 
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-OfiieiRfil AWARD" DATE PERCENT STOUT'"" 

* ENGINEER  CONTRACT  CONTRACTOR  HODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IR  15-1(78)69 

N.  DILLON  INTERCHANGE  PARTIAL  INTERCHANGE  LIGHTING 

CONTRACT  TOTAL  0.000  * 217,982  t 218,539  * 218,811 


07/12/92*** 


m 


98X 


RS-BRS  231-1(3)0 

GREEN  MEADOW  DR.  - HELENA  G,  GS.  PMS,  i STR’S. 

3.097 


HARONICK  CONST.  CO..  INC 
2,932,925  t 2,368,379  I 1,970,925 


07/30/91  F.P.M.  ENGSTEDT,  CARL 

08/26/91  PHONE  NO  :999-6326 

03/29/93***  83X  66X 


BR  9001(12) 

BEAVERHEAD  RIV.  - SW  OF  DILLON  STR.  I APPR'S. 

0.132 


TAMIETTI  CONSTRUCTION  CO. 

292,732  % 293,876  t 285,722 


08/28/91  F.P.M.  WILLIAMS,  PAUL 

09/17/91  PHONE  NO  :683-6290 

06/09/92  100X  SOX 


BRF  29-1(18)50 

JEFF.RV. - N.  OF  TWIN  BRIDGES 

0.693 


JIM  GILMAN  EXCAVATING  INC. 

STR.  & APPRS.  (NEW  ALIGNMENT) 

* 2,339,853  ♦ 1,778,982  $ 1,035,593 


08/28/91  F.P.M.  GILMAN.  ROBERT 

09/29/91  PHONE  NO  .-689-5869 

02/16/93***  58X  55X 


RRS-BRS  205-1(13)28 
BN  RROP  - N.  OF  BOZEMAN 


0.517 


RROP  REPLACEMENT  i APPRS. 

$ 


DICK  ANDERSON  CONSTRUCTION 
2.819,997  » 2,728,519  ♦ 1,023.520 


10/30/91  F.P.M.  SAUNDERS. LESLIE 

02/27/92  PHONE  NO  :222-8199 

03/07/93***  38X  20X 


IR  0002(22)  U1 

1-90  BR.  REHAB.  - D1ST.  t2  STR.  REHAB. 

0.200 


SLETTEN  CONSTRUCTION  CO. 
1,911,687  $ 1,396,693  » 13,968 


12/11/91  F.P.M.  HUNTER. LARRY 

03/31/92  PHONE  NO  :782-1797 

11/01/92***  IX  11/01/92 


NH  86-1(17)0 

ROUSE  9 M-HALL  & T-RACK-BZMN  SIGNAL  INSTALLATION 

0.000 


SCOTT  CONSTRUCTION  INC. 

50,366  * 50,987  $ 25,225 


02/03/92  F.P.M.  McCORMICK, THOMAS 

05/12/92  PHONE  NO  :586-50?9 

08/28/92***  SOX  d8X 


NH  50-2(28)88 
W.  MAIN  ST.  - BOZEMAN 


1.070 


COLD  HILLING  L PMS  REPLACE. 

( 


PIONEER  READY  MIX 
785,680  $ 800,000 


970,980 


02/03/92  F.P.M.  McCORMICK. THOMAS 

09/21/92  PHONE  NO  .-586-5079 

03/15/93***  59X  68X 


IR  15-3(99)163 
BOULDER  HILL  - 


JIM  GILMAN  EXCAVATIN6  INC. 
INPLACE  ASPH.  PVMT.  RECYCLING.PMS  OVERLAY.  AND  SLC 
12-378  * 3,890,292  * 3.306,332  * 198,529 


03/12/92  F.P.M.  ENGSTEDT,  CARL 

05/09/92  PHONE  NO  :999-6326 

10/23/93***  6X  25X 


ATED  COMPLETION  DATE 


) 


) 


M!E_:07/10/?2. 


PROJECT  NUMBER  LENGTH 
.PROJECT .PESIGNATJON 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 

ttt  BUTTE  DISTRICT  ♦**  PA6E  NO:  6 

PRIflrCDSTRACTOR  SOROEPTT'FIEtTPROJECT'RANAGffT 
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TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IR  0002(22)  U2  SLETTEN  CONSTRUCTION  CO. 

BRIDGE  REHAB.  - DIST.  #2  STR.  REHAB. 

0.000  J 1,7*6,22*  * 1.9*3,*36  $ 


03/12/92  F.P.M.  HUNTER, LARRY 

09/20/92  PHONE  NO  :782-1797 

06/27/93***  OX  27X 


RS  590-1(9)11 
CHICO  - N.  1 5, 


PMS  OVERLAY.  SiC 

9.170 


PIONEER  READY  MIX 

659,761  t 5*9,853  * 188,591 


03/12/92  F.P.M.  SAUNDERS. LESLIE 

09/13/92  PHONE  NO  :222-8199 

02/26/93***  39X  59X 


RTF  13-1(17)75 

HARRISON  - SAPPINGTON  JCT. 
RTF  29-1(21)57 

PMS  OVERLAY,  S i C 

JIM  GILMAN  EXCAVATING  INC. 

CACTUS  JCT.  - S.i  W. 

PMS  OVERLAY,  SiC 

CONTRACT  TOTAL 

29.600 

* 1,199,097  $ 1,029,057  $ 80,061 

03/12/92  F.P.M.  WILLIAMS.  PAUL 

09/15/92  PHONE  NO  .-683-6290 

09/01/92*** 


8X  09/01/92 


STPP  87-1(5)0 
QUAKE  LAKE  ROAD 


PMS  OVERLAY.  SIC 

22.950 


SLETTEN  CONSTRUCTION  CO. 

$ 2,526,553  * 2,592,939  $ 1,125,382 


09/03/92  F.P.M.  BRAZILL,  WILLIAM 

05/09/92  PHONE  NO  :999-322s 

10/28/93***  99X  38X 


1M-IR  90-5(50)269 
MILLIGAN  CANYON  - E. 


10.530 


SLETTEN  CONSTRUCTION  CO. 

COLD  MILLING,  PMS  OVERLAY.  SiC 

I 5,930,298  $ 9,598,910  t 776,792 


09/03/92  F.P.M.  HELD,  TERRY  (ACTING) 

05/09/92  PHONE  NO  :*99-2903 

12/25/93***  17X  33X 


IR  15-9(66)192 
CAPITOL  INTCH.  - HELENA 
NH  8-2(35)99 
PROSPECT  AVE.  - HELENA 
HES  8-2(33)96 
PROSPECT  i 18TH  - HELENA 
CONTRACT  TOTAL 


NARQNICK  CONST.  CO..  INC 

SIGNALS,  i LEFT  TURN  STORAGE 
PAVEMENT  MARKINGS 
SIGNAL  INSTALLATION 

0.819  $ 993,023  * 392,266  $ 


09/07/92  F.P.M.  ENGSTEDT,  CARL 

/ / PHONE  NO  :99*-6326 

11/27/92*** 


OX 


OX 


NH  8-9(17)65 
WINSTON  - S.E. 


10.570 


EMPIRE 

WIDEN.,  MILL,  PMS  REPL..  SiC 

t 3,691,037  t 


SAND  AND  GRAVEL  CO., INC 
2,997,101  $ 763,602 


09/29/92  F.P.M.  O'BRIEN, MURRAY  (ACT) 

05/19/92  PHONE  NO  .-999-3229 

01/21/99***  31X  1 IX 


RTF  19-1(6)0 


BROADWAY  STREET  - 
RTF  19-1(7111 
DEEP  CREEK  CANYON 
CONTRACT  TOTAL 


TOWNSEND 


PMS  OVERLAY,  SiC 
PMS  OVERLAY.  SiC 

12.930 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
630,912  i 552,922  t . 115,236 


09/29/92  F.P.M.  O'BRIEN, MURRAY  (ACT) 
HSii9l9X  PHONE  NO  .-999-3229 
01/09/93*** 


21X  29X 


iTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDIN6  06/30/92 


DATE :07/ 1 0/9E 

Ht 

BUTTE  DISTRICT  ♦** 

PAGE  NO:  7 

PRIME  CONTRACTOR 

MONT. DEPT.  FIELD  PROJECT  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

EN6INEER 

ESTIMATE 

ORIGINAL 
CONTRACT 
AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

MODIF. 

STATUS 

AWARD  DATE 
WORK  BEG. 
WORK  COMP. 

PERCENT 

PROJECT 

COMPLETED 

X CDNT. 
TIME 

USED 

NH  50-2(29)70 

JIM  GILMAN  EXCAVATING  INC. 

05/28/92 

F.P.M.  NcCORMICK. THOMAS 

GALLATIN  GATEWAY  - N.  1 S. 

G,  GS,  PMS,  AND  SJC 

FOR 

PARTIAL  WIDEN,  i PARTIAL  OVERLAY 

j j 

PHONE  NO  : 586- 

5074 

11.608 

$ 

4,159,A79 

$ 2,947,774 

t 29,479 

06/18/93***  IX 

OX 

RS-HES  280-1(10)1 

SK  CONSTRUCTION,  INC. 

07/01/92 

F.P.M.  FLYNN, 

CLAUDE  J. 

WARREN  SCHOOL  CURVES 

G,  GS,  PMS,  AND  S l C 

/ / 

PHONE  NO  :49<t-3224 

0.708 

$ 

589,932 

$ 452,022 

$ 0 

10/16/92***  OX 

OX 

c 


) 


DATjEr077 10/9S. 


PROJECT  NUMBER  LENGTH 
. FBO  J E C J_  DES 1 6N A T J ON_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 

***  GREAT  FALLS  DISTRICT  *»»  PAGE  NO:  8 

’ — "‘PRIfrCORTRfiCTOfi  H0f9T7DEPT7~FIECD~PR03ECT~Hfif)fiGER 

DR1BTRAL" SRARD'DATE  PERCENT  TTCDNT7 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


F 10-2(18)62 
LOMA  - BIG  SANDY 


6.  GS.  PMS,  i STR'S. 

20.928 


SLETTEN  CONSTRUCTION  CO. 
6,858.812  t 6.958,186  $ 6,797,103 


03/11/91  F.P.M.  ENDERSON,  GLEN 

09/15/91  PHONE  NO  : 739-9205 

02/27/93***  98X  98X 


M 5712(3) 

19TH  AVE.  - HAVRE  G,  GS,  & PMS 

0.900 


BALTRUSCH  CONST.  CO., INC. 

729,018  $ 659,318  < 699,721 


09/09/91  F.P.M.  TREFTZ,  GORDON 

05/06/91  PHONE  NO  .-353-9999 

07/23/92***  99X  I02X 


1R  15-9(67)216 

SIEBEN  - AUGUSTA  INTERCHANGE 

11.611 


RIVERSIDE  CONTRACTING 
MILLING,  PMS  OVERLAY.  SiC,Bfi.  REHAB.  & EPOXY  STRIPING 
* 3,598,820  $ 3,170.613  * 


PEND  07/30/91  F.P.M.  THOMSON,  BOB 

06/29/92  08/19/91  PHONE  NO  :727-9350 

3,522.203  03/06/93***  98X  8BX 


ji  F 1-7(9)930 
i FORT  BELKNAP  - E. 


G,  GS,  PMS.  i STR'S. 

16.372 


SK  CONSTRUCTION.  INC. 

15,851,998  $ 12,715,057  * 6,777,903 


08/28/91  F.P.M.  TREFTZ,  GORDON 

09/29/91  PHONE  NO  :353-999<* 

01/13/99***  53X  27X 


SMP  0799(91) 

MAINT.  STOCKPILE  - DIST.  13  CRUSH  X STOCKPILE  GRAVEL 

0.000  $ 


KONITZ  CONTRACTING,  INC. 

289,900  $ 299.260  $ 297,963 


12/11/91  F.P.M.  LEO,  DENNIS 

01/17/92  PHONE  NO  :939-2970 

06/25/92  100X  06/30/92 


NH  60-2(27)71 
ARMINGTON  JUNCTION 


BOST  CONSTRUCTION 

G.  GS,  PMS.  COMFORT  STA.  AND  HEIGH  STA. 

* 1,098,007  $ 1,106,976  » 196,502 


02/03/92  F.P.M.  THOMSON,  BOB 

03/23/92  PHONE  NO  .-727-9350 

09/29/93***  18X  51X 


RTF  60-1(9)26 

KINGS  HILL  - N.  I S.  PMS  OVERLAY,  SIC 

13.900 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
818,907  $ 889,936  $ 189,193 


02/03/92  F.P.M.  ENDERSON,  6LEN 

09/17/92  PHONE  NO  :739-9205 

09/01/92***  21X  09/01/92 


RS  255-1(9)5 

5 MI.  N.  OF  RUDYARD  - N.  G,  GS,  6 PMS 

5.638 


MONTGOMERY  CONSTRUCTION 
1,695,690  $ 1,692,699  * 795,869 


03/12/92  F.P.M.  GREGORY,  DOUGLAS 

09/08/92  PHONE  NO  : 355-4309 

07/07/93***  98X  60X 


RS  931-1(9)7 
FAIRFIELD  - POWER 


G,  GS,  6 PMS 

7.290 


RIVERSIDE  CONTRACTING 
3,122,139  $ 2,993,028  $ 2,569,839 


03/12/92  F.P.M.  HICKMAN,  TERRY 

03/23/92  PHONE  NO  :27B-793l 

12/30/93***  86X  92X 


MATED  COMPLETION  DATE 


) 


DATE  :_0?/ 10/92 


PROJECT  NUMBER  LENGTH 
.fBOJECTJESjGNAIjpN 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 

*♦*  GREAT  FALLS  DISTRICT  ***  PAGE  NO:  9 

FRIHrco„TRfiCT(JR RORTTDEFTT'FIEClTFROJECrflfiflAGER 

ABAROfiTE  PERCERT  ? CDR7T 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


NH  29-3(21)91 
ROGERS  PASS  - E. 


9.391 


D.H.  BLATTNER  i SONS 

WIDENING.  PMS  OVERLAY,  S,  STR. 

$ 8,318,063  i 7,063,696  $ 


237,018 


09/19/92  F.P.M.  SMITH.  WALT 

05/19/92  PHONE  NO  :235-9936 

05/09/99***  3X  1 3X 


RTF  58-1(9)30 

DIVIDE  CREEK  - S.  OF  ST.  MARY 

0.000 


WESTERN  STATES  CONTRACTING 

GRADING  6 RIPRAP  (SLIDE  CORR.) 

t 155,291  * 191,913  $ 27,789 


09/19/92  F.P.M.  LEO,  DENNIS 

06/10/92  PHONE  NO  :939-2970 

12/29/92***  20X  15* 


RTS  539-1(3)27 

RIVERSIDE 

9TH  AVE.  S.  - CONRAD 

RT  81007(1)15 

PMS  OVERLAY,  SIC 

SHELBY  - S.  (FR0NTA6E  ROAD) 

PMS  OVERLAY,  S6C 

CONTRACT  TOTAL 

10.85B 

» 713,999  * 

CONTRACTING 

09/29/92  F.P.M.  LEO.  DENNIS 

06/01/92  PHONE  NO  :439-2970 

09/01/92*** 

709,021  $ 

127,833 

18X  09/01/92 

IM  0002(38) 

VAR.  LOC'S.  - DIST.  »3 


0.000 


DIAMOND  CONSTRUCTION 

REVEGITATION  l EROSION  CONTROL 

$ 137,207  $ 123,893  * 


1,296 


05/28/92  F.P.M.  WILMOT,  DOUG 

06/29/92  PHONE  NO  :622-5369 

12/16/92***  IX  OX 


NH  29-3(20)68 
LINCOLN  - E i W 


SLETTEN  CONSTRUCTION  CO. 

(PARTIAL)  G,  GS,  PMS,  AND  SIC, (PARTIAL)  WIDEN,  PMS  OVERLAY, 
8.032  $ 3,635.928  < 3,286,909  $ 


07/01/92  F.P.M.  STEEN.  GARY 

/ / PHONE  NO  : 727-9350 

09/17/93***  OX  OX 


STPX  0002(39) 

DURABLE  PVMT.  MARKINGS  - STWD. 

339.800 


SWANSTON  EQUIPMENT  CO. 

DURABLE  PVMT.  MARKINGS  INSTAL. 

$ 1,890,995  $ 1,629,530  $ 


07/01/92  F.P.M.  GREGORY.  DOUGLAS 

/ / PHONE  NO  : 355-9309 

09/01/96***  OX  09/01/96 


s^IMCSirsrFrcTTgrALr- 


::!:505?i2?5:::r«3ss:?fir::r?2-rg5[r77 


'SOX' 


£< 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 

in  £1  cun  I lie  ntCTDtri  ill 


'FRIHE'COSTRACTOR" 

'RONT7DEPT7' 

FIECD'PROJECT  MANAGER' 

PROJECT  NUMBER  LENGTH 

PROJECT  DESIGNATION 

TYPE  OF  WORK 

‘ ENGINEER 
ESTIMATE 

ORIGINAL'’ 
CONTRACT 
AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

MODIF. 

STATUS 

’AWARD' BATE' 
WORK  BEG. 
WORK  COMP. 

PERCENT' 

PROJECT 

COMPLETED 

5TCDNT:— 

TIME 

USED 

F-FLH  37-1(12)9 

KIEWIT  WESTERN  CO. 

05/09/90 

F.P.M.  LAROQUE,  ARCHIE 

G. 

BUSBY  - W. 

G,  GS,  & PMS 

07/09/90 

PHONE  NO  : 232- 1093 

9.986 

♦ 11,179,990  t 10,151,983 

* 10,190,993 

08/26/92*** 

100X 

99X 

F-BRF  32-1(9)6  U2 

ASSINIBOINE  6 SIOUX 

TRIBES 

05/29/90 

F.P.M.  QUALE,  KENNETH 

MACON  - N. 

FENCING  i SEEDING  (NEGOTIATED  TRIBAL  CONTRACT) 

07/09/90 

PHONE  NO  .-365-2877 

0.000 

t 207,929  $ 207,929 

$ 160,835 

07/12/92*** 

77X 

OX 

RS  938-1(7)25  U2 

ASSINIBOINE  l SIOUX 

TRIBES 

PEND 

05/29/90 

F.P.M.  QUALE.  KENNETH 

25  MI.  N.  OF  NASHUA  - N. 

FENCING  & SEEDING  (NEGOTIATED  TRIBAL  CONTRACT) 

03/09/92 

07/09/90 

PHONE  NO  :365-2877 

0.000 

♦ 69,566  $ 69,566 

t 93,599 

07/12/92*** 

63X 

OX 

F-BRF  32-1(9)6  U1 

PRINCE.  INC. 

10/05/90 

F.P.M.  SAIN,  LARRY 

MACON  - N. 

WIDENING,  PMS  OVERLAY,  i STR. 

09/09/91 

PHONE  NO  .-653-1050 

10.391 

* 3,909,395  $ 3,955,992 

t 3,917,959 

11/08/92*** 

86X 

98X 

F 57-5(19)171 
SAND  SPRINGS  - W. 


8.116 


WASHINGTON  CONSTRUCTION 

SLOPE  FLATTEN.,  PMS  OVERLAY. SiC 

% 6,263,863  * 5,090,677  1 5,122,389 


APF'R 

09/17/92 


10/05/90  F.P.H.  STEWART.  DONALD 

11/13/90  PHONE  NO  :557-2333 

08/27/92***  98X  BIX 


F 25-1(17)9 
9 HI.  N.  OF  CIRCLE 


G.  GS.  PMS.  I SIR. 

7.971 


SK  CONSTRUCTION,  INC. 

5,357,261  » 5,287,999  i 5,238.599 


12/19/90  F.P.M.  FRIEND.  DAVE 

02/12/91  PHONE  NO  :365-2877 

12/21/92***  99X  32X 


R3  298-2(3)12 

DANIELS  CO.  LINE  - E.  GS.  i PMS 

13.196 


CENTURY  COMPANIES,  JV 

* 1,193,262  $ 1,121,800  t 1,066,320 


03/11/91  F.P.M.  FRETTE,  KURT  L. 

06/29/91  PHONE  NO  :228-997B 

07/12/92***  95X  113X 


0R  9092(8) 

USRS  MAIN  CANAL  - SAVAGE  STR.  1 APPR'S. 

0.000 


TRACY  COWDREY  l ASSOC. 

122,592  t 119,518  $ 107.519 


03/29/91  F.P.M.  QUALE,  KENNETH 

11/12/91  PHONE  NO  .*365-2877 

07/12/92***  90X  75X 


F 1-10(23)581 

WOLF  PDINT  - H.  PMS  OVERLAY 

10.559 


BORDER  STATES  PAVING, INC. 
3,235,969  $ 2,788,279  t 2,908,310 


09/09/91  F.P.M.  ARTHUR,  RONALD  T. 

06/13/91  PHONE  NO  :787-5701 

12/30/92***  86X  H7X 


riMATED  COMPLETION  DATE 


e 


MlEj.07/10/92 


PROJECT  NUMBER  LENGTH 
. PRO PfSI BNAJ IpN_ 


TYPE  OF  UORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 

***  GLENDIVE  DISTRICT  ***  PAGE  NO:  11 

PRrilE'CORTRfiCTOR  HflUTTBEPTT'FrECD'PROJECT'flSIlfifiER' 

-ORIGINAL ANARD'DATE  PERCENT rCDRT:"'' 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


F 37-2(9)63 
ASHLAND  - E. 


13.600 


BORDER  STATES  PAVING. INC. 

PMS  OVERLAY.  MIN.  HID..  SIC 

$ 3,370.483  * 3,202,006  $ 3.015,559 


06/04/91  F.P.M.  SWANSON,  ROBERT  E. 

07/02/91  PHONE  NO  :436-2271 

01/13/93***  94X  75X 


RTF  22-2(11)58 
MEDICINE  LAKE  - N. 

RTF  1-3(14)458 
H.  OF  MALTA  - H. 

RTF  23-1(14)28 

28  MI.  S.  OF  MILES  CITY 

CONTRACT  TOTAL 


LEVELING,  RUT  FILLING,  S&C 

LEVELING,  RUT  FILLING,  S&C 

LEVELING.  PMS  OVERLAY,  S&C 
25.400  $ 


PORTABLE  PAVERS,  INC. 


908,105  $ 837.484  t 753,118 


06/04/91  F.P.M.  ARTHUR,  RONALD  T. 

07/02/91  PHONE  NO  :7B7-5701 

07/12/92*** 


90X 


m 


RS  322-1(1)11 

LITTLE  BEAVER  CR.-  SE  OF  BAKER 

STR.  & APPR'S. 

COP  CONSTRUCTION  CO. 

0.417 

* 783,632  t 722,171  1 

F 57-5(16)192 

BIG  DRY  CREEK  - W. 

6,  GS,  PMS,  & STR. 

WASHINGTON  CONSTRUCTION 

8.805 

* 6,108,004  * 5,466,600  ♦ < 

10/02/91  F.P.M.  SCHNEIDT,  JOE 

03/16/92  PHONE  NO  : 232- 1093 

07/12/92***  88X  41X 


10/02/91  F.P.M.  HOLF,  LARRY 

11/15/91  PHONE  NO  : 305-2877 

01/20/94***  76*  27* 


IR  94-4(44)138 
MILES  CITY  - E.  & H. 


PMS  OVERLAY.  S&C 

11.303 


PORTABLE  PAVERS,  INC. 

3,874,902  $ 2,848,444  % 1,539,038 


10/30/91  F.P.M.  STEWART,  DONALD 

02/27/92  PHONE  NO  :557-2333 

04/27/93***  54*  27* 


BR  9010(8) 

W.  FORK  POPLAR  RIVER  STR.  & APPR'S. 

0.000 


EDWARD  T.  COPPS  CONST. 

346,515  » 382.162  * 168,175 


12/11/91  F.P.M.  GREUFE,  LARRY 

03/11/92  PHONE  NO  : 653-1050 

09/18/92***  44X  37* 


SMP  5399(91) 

MAINT.  STOCKPILE  - DIST.  #4  CRUSH  & STOCKPILE  GRAVEL 

0.000  t 


KONITZ  CONTRACTING,  INC. 

586,700  \ 232,700  $ 162,202 


12/11/91  F.P.M.  SAIN.  LARRY 

04/24/92  PHONE  NO  :653-1050 

03/15/93***  70X  03/15/93 


RTF  14-6(7)258 
6 MILES  E.  OF  VANANDA  - E. 
RTF  27-3(5)55 
WIBAUX  CO.  LINE  - N. 

RTF  54-1(3)9 


LEVELING,  PMS  OVERLAY. 
PMS  OVERLAY,  S&C 


BORDER  STATES  PAVING, INC. 


BIDD1E  - N. 
CONTRACT  TOTAL 


31.900 


LEVELING,  PMS  OVERLAY.  S&C 

t 1,794,310  i 2,033,663 


1,083,351 


02/03/92  F.P.M.  SWANSON,  ROBERT  E. 

05/19/92  PHONE  NO  :436-227i 

09/01 /92*** 


53*  09/01/92 


MATED  COMPLETION  DATE 


6 


C 


MRiWJALll 


PROJECT  NUMBER  LENGTH 
PRO J EC]_  DES I SNA] ION 


TYPE  OF  WORK 
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IM-IR  99-3(38)85 

PORTABLE  PAVERS,  INC. 

09/03/92  F.P.M.  STEWART,  DONALD 

FORSYTH  - E.  6 U. 

PMS  OVERLAY,  AND  SIC 

05/05/92  PHONE  NO  : 557-2333 

IM-IR  99-3(91)116 

10/19/93*** 

ROSEBUD/ CUSTER  CQ.LN.-E.  6 W. 

SEAL  l COVER  (WB  LANES  ONLY] 

CONTRACT  TOTAL  31.273 

* 

7,913,961  $ 6,019,299  $ 

309,132 

5X 

17X 

BRF  92-3(10)73  U2 

PRINCE,  INC. 

09/03/92  F.P.M.  FRETTE,  KURT  L. 

MILK  RIVER  - S.  OF  GLASGOW 

6,  GS,  PMS  6 STR.  REM. 

09/29/92  PHONE  NO  :228-9978 

STPP  92-3(12)59 

07/17/93*** 

FORT  PECK  - GLASGOW 

G,  GS.  PMS,  l REM.  STR'S. 

CONTRACT  TOTAL  16.911 

i 

6,291,060  $ 5,616,307  ♦ 1 

,511,317 

27X 

16X 

STPP  25-1(18)17 

WASHINGTON  CONSTRUCTION 

09/29/92  F.P.M.  FRIEND,  DAVE 

17  MI.  N.  OF  CIRCLE  - N. 

G.  GS.  PMS.  i STR'S. 

07/06/92  PHONE  NO  :365-2877 

10.995 

* 

10,013,083  * 8,650,912  $ 

86,506 

09/30/99***  IX 

9X 

STPHS  1-10(25)662 

OMO  CONSTRUCTION  INC 

09/29/92  F.P.M.  ARTHUR,  RONALD  T 

BA1NVILLE  - E. 

CABLE  GDRL.  INSTALLATION 

/ / PHONE  NO  : 787-5701 

0.600 

$ 

60,711  » 70,906  $ 

709 

11/19/92***  IX 

75X 

RTF  27-2(10)99 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

09/29/92  F.P.M.  SWANSON.  ROBERT  1 

E. 

N.  OF  BAKER  - N. 

MIN.  WIDEN.  PMS  OVERLAY, 

SIC 

06/08/92  PHONE  NO  :936-227! 

10.200 

i 

796,591  $ 797.951  $ 

392,329 

03/25/93***  93X 

25X 

::™r?rffrsTRrcrrorfiL5— 


( 1 


l 


DATE! 07/ 10/92 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 
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PRIME  CONTRACTOR 

MONT. DEPT.  FIELD  PROJECT  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

DRT&m 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

AWARD  DATE 

WORK  BEG. 

WORK  COMP. 

PERCENT  S CDNT. 
PROJECT  TIME 
COMPLETED  USED 

BR  9056(8) 

YELL.  RV.  - E.  OF  MOSSMAIN 

0.360 

STR.  6 APPR'S. 

$ 

SLETTEN  CONSTRUCTION  CO. 

1,877,362  $ 1,570,757  $ 1.555,956 

08/07/90 

08/31/90 

07/12/92*** 

F.P.M.  TAYLOR.  DONALD 
PHONE  NO  : 252-9735 

99X 

102X 

IR  90-9(71)509 

CROW  AGENCY  INTCH.  - S. 

7.917 

PMS  OVERLAY 

$ 

BORDER  STATES  PAVING, INC. 

5,980,205  $ 6,139,568  t 6,548,151 

10/05/90 

03/27/91 

06/08/92 

F.P.M.  RUSSELL, RONALD 
PHONE  NO  :6fa5-39l4 

1G0X 

toon 

F 57-2(13)47 

MOCCASIN  - E.  111. 

10.600 

6,  6S,  6 PMS 

$ 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

6,173,215  i 4,344,479  t 4,962,287 

APPR  04/09/91 

06/15/92  05/14/91 

09/07/92*** 

F.P.M.  TILZEY, RONALD 
PHONE  NO  .‘538-8731 

98X 

72X 

J RTF  61-3(10)83 

FRED  ROBINSON  BRIDGE  - N. 

l S. 

14.000 

PMS  OVERLAY,  SIC 

* 

SLETTEN  CONSTRUCTION  CO. 

583,260  * 474,111  * 511,446 

06/04/91 

07/09/91 

07/12/92*** 

F.P.M.  SCHUMAN,  DAVID 
PHONE  NO  : 245-9802 

98X 

mx 

F-FLH  37-1(14)19  UP 

BUSBY  - E.  6 W. 

4.954 

G.  GS,  PMS,  l STR'S. 

$ 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

4,586,602  $ 4,933,011  $ 1,445,111 

08/28/91 

09/30/91 

09/06/93*** 

F.P.M.  OPIE,  BRUCE  E. 
PHONE  NO  : 856 -4897 

29X 

28X 

BRS  419-1(2)0 

E.  ROSEBUD  CR.-S.  OF  ABSARQKEE 

0.369 

STR.  1 APPR'S. 

$ 

TAMIETTI  CONSTRUCTION  CO. 

667,725  $ 615,123  $ 656,248 

08/28/91 

09/12/91 

11/08/92*** 

F.P.M.  STUDEBAKER,  RAYMOND 

PHONE  NO  :252-7329 

98X  59X 

RS  426-2(4)19 

HANOVER  - E.  IN. 

7.870 

PMS  OVERLAY.  SIC 

i 

CENTURY  COMPANIES.  JV 

792,741  * 749,509  $ 625,381 

10/02/91 

10/23/91 

09/05/92*** 

F.P.M.  TILZEY, RONALD 
PHONE  NO  : 53B-B73 1 

83X 

60X 

RS  500-1(1)0 

MELSTONE  - N. 

7.924 

PMS  OVERLAY,  SiC 

$ 

PORTABLE  PAVERS,  INC. 

1,073,219  t 913,037  t 798,525 

10/02/91 

10/23/91 

10/10/92*** 

F.P.M.  SACKS,  RAY 

PHONE  NO  :538-8731 

87X 

47X 

BRF-F  16-1(30)1 

EAST  BRIDGE  - BILLINGS 

1.108 

STR'S.  & APPR'S. 

COP  CONSTRUCTION  CO. 

t 13,857,040  $ 7,994,453  $ 3.958,744 

11/01/91 

11/19/91 

01/24/94*** 

F.P.M.  SCHUMAN,  DAVID 
PHONE  NO  .-245-9802 

SOX 

15X 

I MATED  COMPLETION  DATE 


DATE :07/ 10/93 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/90 
***  BILLINGS  DISTRICT  *** 

PRIME-CONTRACTOR 

ORIGINAL 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PAGE  NO:  14 

NONTyOEFTrnECD-pROJECT-NANAGER 
AWARD' DATE  PERCENT  rCDNTV" 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


IR  90-8 < 121 )447 

S.  BILLINGS  BLVD.  INTERCHANGE 


NH  16-1(31  IP 
MAIN  ST.  & 6TH  AVE.  N.  - BLGS. 


0.100 


NEW  INTERCHANGE 


MIDLAND  O'LEARY  INC. 

* 5,347,744  * 4,150,514  $ 2,739.030 


EMPIRE  SAND  AND  GRAVEL  CO.. INC 

C X 6.  X PMS  (FOR  RT  TURN  LN) 

$ 377,918  t 345,063  * 320.738 


12/11/91  F.P.M.  SLOE,  DAVID  A. 

01/29/92  PHONE  NO  :248-3827 

09/89/93***  66%  21X 


02/03/92  F.P.M.  SCHUMAN.  DAVID 

03/30/92  PHONE  NO  :245-9802 

01/15/93***  93% 


80% 


M 7199(3) 

CASINO  CR.  DRIVE  - LEWISTUWN 


0.934 


WIDENING,  PMS  OVERLAY,  X ST. DRAIN 


CENTURY  COMPANIES,  JV 


553,406  * 617,550  $ 635.185 


02/03/92  F.P.M.  SACKS,  RAY 

02/26/92  PHONE  NO  : 538-8731 

02/08/93***  98%  93X 


RTF  61-4(6)90 
MOBRIDGE  - N. 


PMS  OVERLAY.  SXC 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
506,023  $ 542,671  t 527, 9E 


02/03/92  F.P.M.  SACKS,  RAY 

03/12/92  PHONE  NO  :53B-6731 

09/01/92***  97X  09/01/92 


RTF  45-2(4)36 

HARLOWTOWN  - S.  PMS  OVERLAY,  SXC 

RTF  45-1(11)17 

17  MI.  N.  OF  BIG  TIMBER  - N.  PMS  OVERLAY.  SXC 

CONTRACT  TOTAL  12.500 


EMPIRE  SAND  AND  GRAVEL  CO.. INC 


774,952  $ 711,961  * 704,230 


02/03/92  F.P.M.  NEVILLE,  GARY 

02/12/92  PHONE  NO  :932-4872 

09/01/92*** 

99X  09/01/92 


MUSSELSHELL  RV.-SE  OF  MELSTONE 


0.208 


STR.  X APPR'S. 


MACK  IN  CONSTRUCTION  CO 
381,685  t 371,990  $ 143,536 


04/03/92  F.P.M.  SACKS,  RAY 
04/30/92  PHONE  NO  :538-873I 
01/15/93***  39% 


28X 


NH  53-1(15)6 
BILLINGS  - N.U. 


10.515 


G.  GS,  PMS.  AND  SIC 


EMPIRE  SAND  AND  GRAVEL  CO.. INC 
* 8,159,737  t 7,392,323  I 73,922 


05/28/92  F.P.M.  OPIE,  BRUCE  E. 

/ / PHONE  NO  : 856-4897 

10/23/94***  IX 


RS  416-1(6)1 

JELL  I SON  ROAD  APP.  - BILLINGS 


0.234 


G,  GS.  PMS,  X STR. 


SLETTEN  CONSTRUCTION  CO. 
i 704,621  $ 660,392  » 45.512 


05/28/92  F.P.M.  KE6LEY,  MEL 
06/19/92  PHONE  NO  :245-3315 
09/17/93***  11 


STPP  37-1(16)19 
BUSBY  - E.  X W. 


3.299 


G,  GS.  PMS.  AND  StC 


E.H.  OFTEDAL  AND  SONS,  INC. 

* 4,300,831  i 4,809.731  t 0 


07/01/92  F.P.M.  OPIE,  BRUCE  E. 

/ / PHONE  NO  :B5fi-4897 

07/01/94***  OX 


ATED  COMPLETION  DATE 


DATE :07/ 10/9B 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  06/30/92 
***  BILLINGS  DISTRICT 

PAGE  NO:  15 

PRIME  CONTRACTOR 

RDNT.DEPT.  FIELD  PROJECT  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

- ORIGINAL 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

'ABAROATE' 
WORK  BEG. 
WORK  COMP. 

PERCENT  rCORTT" 

PROJECT  TIME 

COMPLETED  USED 

RT  48245(1 116 

VALLEY  CREEK  BRIDGE 

RT  81014(1)18 

WORK  CREEK  BRIDGE 

CONTRACT  TOTAL 

0.237 

TRACY  COWDREY  6 ASSOC. 

BRIDGE  REHAB  l PMS  OVERLAYOF  APPR'S. 

BRIDGE  REHAB  i PMS  OVERLAYOF  APPR'S. 

* 168,443  * 181,067  $ 0 

07/01/92 
/ / 

12/14/92' 

F.P.M.  TAYLOR.  DONALD 

PHONE  NO  : 252-9735 

iff 

OX  OX 

BILLINGS  DrSlHIU  TOTALS 

i~5E~tBEE';w-i~sT;jW~,iiQ(r-vzr,2jr,wy 

53X 

TOTALS  FOR  ACC  PROJECTS: 

*253,759,356  *221,161,578  *120,263,336 

535! 

■c 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 


OCX£_  <33  ~J  \jjr  C0M3TRUCTI0N  REP0RT  F0P  PER10D  ENDDING  07/31/92 


DATE:08/07/92  <*k  / o'Of  / l J (ASt—  »*♦  MISSOULA  DISTRICT  *♦*  PAGE  NO:  1 

PRIHrCORTRACTOfi  HORTTDEPTT'FIECDPRDJECTHfiRAGEF ' 

ORIGINAL  ABARC’DATE  PERCENT 7._CDNTC 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

PROJECT  DESIGNATION  _ ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


BHF  1-1(22)6 
N.W.  OF  TROY 
F 1-1(29)0 
TROY  - W. 

HES  56-2(3)30 
3 LOC’S.  - S.  OF  TROY 
FH  62-1(9)27  (RS  508) 
YAAK  RIVER  ROAD 
CONTRACT  TOTAl 


RTM  8113(9' 

HIGGINS  AVE.  BR.  - MISSOULA 
RTF  7-2(13'95 

MADISON  SI.  BR.  - HSSOULA 
CONTRACT  TOTAL 


F-FH  5-9(9)168  l FH  12-1(3) 
FORT  1 ME  - N. 


RS  269-1(9)0 
HAMILTON  - COFVALLIS 


SMP  3299(91) 

MMS  STOCKPILES  - D1ST.  II 


SMP  1599(91) 

MMS  STOCKPILES  - DIST.  11 


IR  0002(33) 

BRIDGE  REHAB.  - DIST.  11 


RTF  33-1(7)10 
LIBBY  CAM  - N.  1 S. 


»»  ESTIMATED  COMPLETION  DATE 


16.678 


9.899 


0.000 


0.000 


0.000 


STR.  WIDENING 
WIDENING,  S,  RMS  OVERLAY 
GUARDRAIL  L MI  SC.  APPR.  IMP. 
PHS  OVERLAY 


RIVERSIDE  CONTRACTING 


APPR 

07/26/91 


$ 3,£ 


* 9,920,830  i 9,285,966 


FRONTIER-WEST,  INC. 


0.000 


STR.  REHAB. 
STR.  REHAB. 


$ 195,739  $ 165.029  $ 155,965 


S,  GS,  PHS,  & STR. 


WASHINGTON  CONSTRUCTION 
* 9,952,099  $ 9,997,991  * 9,377,351 


WIDEN  i PMS  OVERLAY 


A-l  PAVING,  INC. 

* 1,825,996  I 1,593,355  % 1,963,8 


CRUSH  l ST0CKPI1 E GRAVEL 

* 


PERFECT  CONCRETE,  INC 
275,100  $ 362.575  * 326,159 


CRUSH  l STOCKPILE  GRAVEL 


WASHINGTON  CONSTRUCTION 
231,105  $ 515,591  I 559,609 


BR.  DECK  REHAB. 


922,872  ♦ 930,279  $ 497,2fsjijj 


PMS  OVERLAY.  SLC 


RIVERSIDE  CONTRACTING 
932,670  $ 989,717  * 869,2^>JH 


tD  ’ "S3 
tn  > 

£0  S3 

O -C’ 


08/07/90  F.P.M.  MARIN.  GARY  R. 

08/13/90  PHONE  NO  :75fc-7029 

10/05/92*** 


94* 


06/09/91  F.P.M.  CHEZ1CK,  LAWRENCE  J. 

07/29/91  PHONE  NO  :826-9957 

09/25/92*** 


94* 


10/15/91 


07/02/91  F.P.M.  P IEDALUE , EUGENE  R. 

08/09/91  PHONE  NO  :891-2213 

05/22/93***  99*  68* 


07/11/91  F.P.M.  JOHNSON,  ROBERT  L. 

08/05/91  PHONE  NO  :821-9*t66 

06/23/92  100*  BE 


12/11/91  F.P.M.  WILLIAMS,  JAMES  R. 

03/10/92  PHONE  NO  : 721-1769 

09/25/92***  90*  06/30/92 


12/11/91 

02/12/92 

06/17/92 


F.P.M.  CHR IS IN8ER, KENNETH  L 
PHONE  NO  : 756-7056 


100* 


>6/30/92 


03$2/92 


F.P.M.  MAART,  WILLIAM  C. 
PHONE  NO  : 599 -649 1 
06519/93***  53*  34* 


04410/92 
>6519 


S 

02312/92  F.P.M.  MITCHELL,  JAMES  D. 
(*67/92  PHONE  NO  : 756-7050 
OWOl/92***  88*  09/01/92 

o 


-4> 


$ 


MIElM/07/W. 


PROJECT  NUMBER 
.fBWILLBESISWTjPi 


LEM6TH 


MONTANA  DEPARTMENT  OF  TRANSPORT ATI  ON 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDUING  07/31/92 

♦♦*  . MISSOULA  DISTRICT  *»*  PAGE  NO:  2 

pRIf)C-C0R7WCT0R  HORT7SEPTT~FTECS~Pfi0  JECT  ~RANfiEER  ~ 

...  ABAF.OBTE  PERCENT rCCTiT'. 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORE  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


RT  32166(1  )5 

SCOTT  CONSTRUCTION  INC. 

04/07/92 

P.P.H.  CBEZICK,  LAWRENCE  J. 

('.5  MILES  E.  OF  NINEMILE 

STR.  REHAB,  1 GDRL.  REPLACE. 

08/05/92 

PHONE  NO  :82i-445? 

0.000 

* 105,840 

$ 

85,900 

1 

860 

09/01/92*** 

IX  09/01 /‘ 

RTF  1-2(60)120 

A-S 

PAVING.  INC. 

04/14/92 

F.P.H.  MITCHELL,  JAMES  D, 

IDAHO  STREET  - KALI SPELL 

COLD  MILLING,  PMS  OVERLAY, 6 STRIPING 

05/10/92 

PHONE  NO  : 756-7050 

1.303 

$ 404,218 

$ 

368,849 

$ 

354,113 

07/21/92 

100X  57X 

STPP  77-1(2)0 

A-l 

PAVING,  INC. 

04/29/92 

F.P.M.  CHRISIN6ER, KENNETH  L 

HOT  SPRINGS  - E. 

PMS  OVERLAY.  SIC 

05/21/92 

PHONE  NO  : 756-7056 

STPP  36-1(7)16 

HOT  SPRINGS  - N.  1 S. 

PMS  OVERLAY.  SIC 

04/07/93*** 

CONTRACT  T0TA1 

11.618 

* 2,206,060 

1 

2,016,117 

I 

673,940 

33X  38K 

STPP  36-1(8)4 

OMO 

CONSTRUCTION  INC 

04/29/92 

F.P.M.  JOHNSON.  ROBERT  L. 

BAKERS  GRADE  - N.E.  OF  PLAINS 

GUARDRAIL  INSTALLATION 

! / 

PHONE  NO  : 821-4468 

0.420 

J 129,114 

$ 

112,406 

t 

1.125 

02/07/93*** 

IX  37X 

STEMS  93-1(6)25 

WESTERN  MATERIALS.  INC. 

04/29/92 

F.P.M.  WILLIAMS,  JAMES  R. 

w:  OF  LOLO 

LEFT  TURN  BAY  INST.  (I NCI.  G.GS,  PMS.  AND  SIC) 

06/22/92 

PHONE  NO  : 721 -1769 

RTF  7-1(51)74 

02/05/93*** 

FLORENCE  - N.  IS. 

PMS  OVERLAY.  SIC 

CONTRACT  IOTA! 

3.100 

1 473,753  1 362,772  t 

232,37? 

64X  36X 

STPP  83-1(14)23 

RIVERSIDE  CONTRACTING 

05/28/92 

F.P.M.  MARIN,  GARY  R. 

LAKE  INEZ  - N. 

WIDEN.,  PMS  OVERLAY  AND  SIC 

06/29/92 

PHONE  NO  : 756-7024 

8.3B9 

$ 1,944,870  $ 1,740,999  $ 

325,565 

10/16/93*** 

19X  SOX 

F 6-1(49)91 

SCHELL I NGER  CONST  CO.. INC. 

05/28/92 

F.P.M.  JOHNSON,  ROBERT  L. 

PERMA  - E.  1 W. 

G,  GS,  PMS,  1 PMS  OVERLAY 

06/15/92 

PHONE  NO  : 821 -4468 

8.203 

* 2,181,246  $ 1,924,207  » 

396,303 

10/27/93*** 

SIX  18X 

1M  90-2(88)110 

WASHINGTON  CONSTRUCTION 

07/01/92 

F.P.M.  MAART,  WILLIAM  C. 

I 90  BRIDGES  - BONNER 

BRIDGE  WIDENING  1 APPR'S. 

/ / 

PHONE  NO  : 549-6491 

0.395 

* 4,829,942  1 3,880,412  $ 

38,872 

09/16/94*** 

IX  OX 

ESTIMATED  COHPLETION  DATE 


c 


DArE^B/07/_92 


PROJECT  NUMBER  LENGTH 
PROJECJJ'ESIGNRTICN 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENBOING  07/31/72 

*«  MISSOULA  DISTRICT  *#t  PAGE  NO:  2 

FMHrCMTMCTOR  fflRTrBEPTITIECDTRWECT'WRffiCr 

dRIBIWE ABAF.DDATE  PERCENT  TTCDNTT"” 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  HODIF.  WORK  PEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORE  COMP.  COMPLETED  USED 


BR  9015(16) 

WHITEFISH  RV.-6  HI.  N.  OF  KAL.  STR.  & APPR'S. 

0.200 


NH  7-1(55)50 

S.  OF  MISSOULA  SIGNING  UPGRADE 

41.190 


M-STPU  8103(6) 

RESERVE  STREET  - MISSOULA  G.  65.  I PCCP 

2.169 


FRONTIER-WEST,  INC. 

* B75.928  * 398,129  $ 3.902 

ALPINE  CONSTRUCTION,  INC. 
t 233,897  ♦ 161,999  * 1,620 

NELCON,  INC. 

I.  ACC.  FAC.) 

♦ 5,938,237  * 5,585,621  $ 0 


07/01/92  F.P.M.  KALBERG,  J.  SARY 

08/03/92  PHONE  NO  : 756-7026 

06/18/93***  IX  OX 


07/01/92  F.P.M.  SULLIVAN,  SHEILA 

/ / PHONE  NO  :721-1969 

11/23/93***  IX  11/01/92 


07/30/92  F.P.M.  WILLIAMS,  JAMES  R. 

/ / PHONE  NO  .-721-1769 

03/07/92***  OX  OX 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  07/31/92 

DATE .‘08/07/9?  ***  BUTTE  DISTRICT  ***  PAGE  NO:  * 

PRfflrCBRTRKTOR  H0HT:DEPT:'FIE[D"PM3ECT“HPH«Cr 

— 0R1ETML  AflAROSTE  PERtEfP 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORE  BEG.  PROJECT  TIME 

PROJECT  DESIGNATION  ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


BRF  F 8A- 1 < 5)9 

COP  CONSTRUCTION  CO. 

10/05/90 

F.P.M.  WILLIAMS,  PAUL 

MADISON  RV.  - E.  OF  NORRIS 

STR.  E APPR'S. 

11/02/90 

PHONE  NO  : 683-6290 

0.000 

1 

2,126.302  * 1,735,825  t 1.669,539 

06/09/92 

100X 

100X 

F 8-2(29)96 

DID:  ANDERSON  CONSTRUCTION 

03/11/91 

F.P.M.  ENGSTEDT,  CAPI 

EAST  HELENA  - E.  L W. 

PCCP  E STR.  REHAB. 

09/15/91 

PHONE  NO  :999-6326 

3.951 

( 

1,620,639  * 1,388,575  * 1,909.253 

07/23/92 

100X 

90X 

F 8-9(19)57 

RIVERSIDE  CONTRACTING 

06/09/91 

F.P.M.  HcCQRHICK. THOMAS 

WINSTON  - N. 

MILL,  FILL.  PMS  OVERLAY 

07/22/91 

PHONE  NO  .‘586-5079 

8.300 

$ 

2,325,697  * 2,272,172  % 2.222,009 

07/13/92 

100X 

99X 

RS  278-1(6)0 

JIM  GILMAN  EXCAVATING  INC. 

06/09/91 

F.P.M.  WILLIAMS,  PAUL 

JACKSON  INTERCHANGE  - k. 

6.  GS.  & PMS 

08/28/91 

PHONE  NO  : 683-6290 

8.700 

$ 

2,210.857  * 1,821,855  % 1,955,778 

11/30/98#** 

98X 

53* 

RTF  13-5(1)93 

JIM  GILMAN  EXCAVATING  INC. 

06/09/91 

F.P.M.  WILLIAMS,  PAUL 

THREE  FORKS  - W. 

RTS  229-1(1)0 

MILL,  PMS  OVERLAY.  SEC 

08/05/91 

09/25/92**# 

PHONE  NO  : 683-6290 

N.  MONTANA  AVE.-  N.  OF  HELENA 
RTM  1891(1) 

PMS  OVERLAY,  SEC 

BRFWFRY  BYPASS  - BUTTE 

RT  975BfcM) 

PMS  OVERLAY,  SEC 

CENTENNIAL  DR.-  W.  OF  BUTTE 
RTS  518-1(1)0 

PMS  OVERLAY,  SEC 

MONTANA  CITY  ROAD 

PMS  O' LAY.  6DRL.  INST..  SEC 

RTF  69-1(7)32 

BOUI  DER  - S. 

RTM  5809(9) 

PMS  OVERLAY,  SEC 

N.  MONTANA  AVE.-  HELENA 

RIF  89-9(19)83 

PMS  OVERLAY.  SEC 

HARRISON  AVE.  - BUTTE 

SEAL  E COVER 

RTF  8-1(15)23 

MacDONALD  PASS  (W.  SIDE) 

PMS  OVERLAY.  SEC 

RTF  29-9(15)78 

BUTTE  - S. 

PMS  OVERLAY,  SEC 

CONTRACT  TOTAL 

39.863 

$ 

2,995,728  t 2,050,992  * 2.077,680 

93X 

797. 

IP  90-9(90)229 

SKINNER  ENTERPRISES 

07/02/91 

F.P.M.  HUNTER, LARRY 

CONTINENTAL  DRIVE  INI.-  BUTTE 

PARTIAL  INTERCHANGE  LIGHTING 

10/18/91 

PHONE  NO  : 732- 1797 

ESTIMATED  COMPLETION  DATE 


DATF.-08/07/92 

MONTANA  DEPARTMENT  DF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDOWS  07/31/92 
»**  BUTTE  DISTRICT  **» 

PAGE 

NO:  5 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

ORism 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

HODIF. 

STATUS 

nuni.i/cn.  r !clu  rnujCL  ; rwnHDcn 

'IM PERCENT S'CORTV'' 

WORK  BFS.  PROJECT  TIME 

WORK  COMP,  COMPLETED  USED 

IR  15-1(78)64 

N.  DILLON  INTERCHANGE 
CONTRACT  TOTAL 

0.000 

PARTIAL  INTERCHANGE  LIGHTING 

$ 217.922  1 218,539  * 218,811 

07/26/92*** 

m 

401 

RS-BRS  231-1(3)0 

GREEN  MEADOW  DR.  - HELENA 

3.097 

G,  GS,  PMS,  & SIR'S. 

HARONiCK  CONST.  CO.,  INC 

* 2,932,925  t 2,368,379  $ 2,112,800 

07/30/91 

08/26/91 

09/13/93*** 

F.P.M.  ENSSTEDT,  CARL 
PHONE  NO  : 444-6326 

891 

751 

DR  9001(121 

BEAVERHEAD  R1V.  - SU  OF  DILLON 

0.132 

STR.  1 APPR'S. 

TAMIETTI  CONSTRUCTION  CO. 

I 292,732  $ 293,876  * 205,722 

08/28/91 

09/17/91 

06/09/92 

F.P.M.  WILLIAMS,  PAUL 
PHONE  NO  ; 683-6290 
tm 

501 

BRF  29-1(18)50 

JEFF.RV.-  N.  OF  TWIN  BRIDGES 

0.693 

JIM  GILMAN  EXCAVATING  INC. 

STR.  i,  APPRS.  ( NEW  ALIGNMENT) 

t 2,339,853  i 1.778,982  * 1.289.598 

08/20/91 

09/29/91 

01/16/93*** 

F.P.M.  GILMAN.  ROBERT 
PHONE  NO  : 684-5869 

721 

651 

RRS-BRS  205-1(13)26 

BN  RRDP  - N.  OF  BOZEMAN 

0.517 

DICK  ANDERSON  CONSTRUCTION 

RRDP  REPLACEMENT  S,  APPRS. 

1 2,819,997  t 2,728,519  $ 1,299,117 

10/30/91 

02/27/92 

03/16/93*** 

F.P.M,  SAUNDERS, LESLIE 
PHONE  NO  : 222-0! 9* 

46X 

281 

IR  0002122)  Ut 

1-90  BR.  REHAB.  - DIST.  #2 

0.200 

STR.  REHAB. 

3LETTEN  CONSTRUCTION  CO. 

* 1,911,687  » 1,396,693  I 13,968 

12/11/91 

03/31/92 

11/01/92*** 

F.P.M.  HUNTFR, LARRY 

PHONE  NO  5782-1797 

IX  11/01/92 

NH  86-1(17)0 

ROUSE  3 M-HALL  l T-RACK-B2MN 

0.000 

SIGNAL  INSTALLATION 

SCOTT  CONSTRUCTION  INC. 

1 50,366  i 50,987  * 99,226 

02/03/92 

05/12/92 

07/25/92 

F.P.M.  HcCORHICK, THOMAS 

PHONE  NO  : 586 -5074 

KM  68% 

NH  50-2(28)88 

W.  MAIN  ST.  - BOZEMAN 

1.070 

PIONEER  READY  MIX 

COLD  MILLING  l PMS  REPLACE. 

$ 785,680  t 800,000  * 791,555 

02/03/92 

09/21/92 

07/29/92 

F.P.M.  HcCORHICK, THOMAS 

PHONE  NO  : 586-5074 

1005!  681 

IR  15-3(99)163 

BOUlDER  HILL  - N.  1 S. 

12.378 

INPLACE  ASPH.  PVMT. 

JIM  GILMAN  EXCAVATING  INC. 
RECYCLING. PMS  OVERLAY,  AND  SIC 

* 3,890,292  $ 3,306,332  $ 850,739 

03/12/92 

05/09/92 

12/05/93*** 

F.P.M.  ENSSTEDT.  CARL 
PHONE  NO  .•444-6326 

m 

451 

STIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  07/31/92 

DATEsOB/07/9?  ***  BUTTE  DISTRICT  *♦*  PAGE  NO:  6 

PfiIHE-COHTRfiCTOR  HDRT:»EPT:'FIECD"PIHWCCrHAMKF" 

ORIGINAt  MHffiD'MTE  PERCENT  rCPHTT”" 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

PROJECT  DESIGNATION  _ ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IR  0002122)  U2 

SLETTEN  CONSTRUCTION  CO. 

03/12/92 

F.P.M.  HUNTER, LARRY 

BRIDGE  REHAB.  - DIST.  12 

STR.  REHAB. 

09/20/92 

PHONE  NO  :7B2-1797 

0.000 

» 

1,796,229  t 1,993,936  $ 0 

07/01/93*** 

OX 

37X 

RS  540- 1(4)11 

PIONEER  READY  MU 

03/12/92 

F.P.M.  SAUNDERS. LESLIE 

CHICO  - N.  1 S. 

PMS  OVERLAY,  SEC 

09/13/92 

PHONE  NO  : 222-8 199 

9.170 

$ 

659,761  % 599,853  » 971.130 

09/07/93*** 

86X 

m 

RTF  13-1117)75 

JIM  GILMAN  EXCAVATING  INC. 

03/12/92 

F.P.M.  WILLIAMS,  PAUL 

HARRISON  - SAPPINGTON  JCT. 

PMS  OVERLAY.  S 1 C 

09/15/92 

PHONE  NO  : 683-6290 

RTF  29-1(21)57 

09/01/9?*** 

CACTUS  JCT.  - S.E  W. 

PMS  OVERLAY,  SEC 

CONTRACT  TOTAL 

29.600 

1 

1,199,097  $ 1,029,057  t 989,999 

95X  09/01/92 

STEP  87-1(5)0 

SLETTEN  CONSTRUCTION  CO. 

09/03/92 

F.P.M.  BRAZILL.  WILLIAM 

QUAKE  LAKE  ROAD 

PMS  OVERLAY,  SEC 

05/09/92 

PHONE  NO  : 999-3229 

22.950 

t 

2,526,553  * 2,592,939  t 2,288,622 

12/03/93*** 

90X 

57X 

IH-IR  90-5(50)269 

SLETTEN  CONSTRUCTION  CO. 

09/03/92 

F.P.M.  HELD.  TERRY  (ACTING) 

MILLIGAN  CANYON  - E.  X If. 

COLD  MILLING.  PMS  OVERLAY 

, SEC 

05/09/92 

PHONE  NO  :999-2903 

10.530 

t 

5,930,298  * 9,598,910  J 1,213,662 

02/16/99*** 

26X 

51X 

1R  15-9(66)192 

HARONICK  CONST.  CO..  INC 

09/07/92 

F.P.M.  ENGSTEDT,  CARL 

CAPITOL  INTCH.  - HELENA 

SIGNALS.  E LEFT  TURN  STORAGE 

07/20/92 

PHONE  NO  : 999-6326 

NH  8-2(35)99 

11/27/92*** 

PROSPECT  AVE.  - HELENA 

PAVEMENT  MARKINGS 

HES  8-2(33)96 

PROSPECT  E 18TH  - HELENA 

SIGNAL  INSTALLATION 

CONTRACT  TOTAL 

0.819 

$ 

993,023  t 392,266  * 121,589 

36X 

6X 

NH  8-9(17)65 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

09/29/92 

F.P.M.  O'BRIEN. MURRAY 

(ACT) 

WINSTON  - S.E. 

WIDEN.,  MILL.  PMS  REPL. , 

SEC 

05/19/92 

PHONE  NO  : 999-3229 

10.570 

t 

3,691,037  t 2,997,101  » 1,129,268 

02/28/99*** 

95X 

23X 

RTF  19-1(6)0 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

09/29/92 

F.P.M.  O BRIEN, HURRAY 

(ACT) 

BROADWAY  STREET  - TOWNSEND 

PMS  OVERLAY.  SEC 

05/19/92 

PHONE  NO  .-999-3229 

RTF  19-1(7111 

01/09/93*** 

DEEP  CREEK  CANYON 

PMS  OVERLAY.  SEC 

CGNTRACT  TOTAL 

12.930 

* 

630,912  * 552,922  * 115,236 

21X 

97X 

STIMATED  COMPLETION  DATE 


) 


DATE : 0 8 / 07 / 9 ? 


PROJECT  NUMBER  LENGTH 
?6P j E CJ_  DE S j GNAT j ON 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDUING  07/31/92 

t»*  . BUTTE  DISTRICT  Mi  PAGE  NO;  I7 

pRIffi-CBWfigCTflfi  BOflTTBEPTTTIECrPROJECrHANfiSER' 

DRIGTRAL MMKOATE  PERCENT iT  CDRTT 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  MORE  BFG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


NH  50-2(29)70  JIM  GILMAN  EXCAVATING  INC. 

GALLATIN  GATEWAY  - N.  I S.  G.  SS.  PMS.  AND  SIC  FDR  PARTIAL  WIDEN.  I PARTIAL  OVERLAY 

11.608  * 9,159,979  t 2,997,779  t 29,979 


05/2B/92  F.P.M.  McCORHICK, THOMAS 

/ / PHONE  NO  :5B6-50?9 

09/17/99***  IX  OX 


RS-HES  280-1(10)1  SK  CONSTRUCTION,  INC. 

WARREN  SCHOOL  CURVES  G.  GS.  PMS.  AND  S i C 

0.708  $ 589,932  $ 952,022  $ 


07/01/92  F.P.M.  FLYNN,  CLAUDE  J. 

/ / PHONE  NO  : 999-3229 

10/16/92***  OX  OX 


< ' 


MIFsOB/07/9? 


PROJECT  NUMBER  LENGTH 
?RPi|CJ_PESjSNATJON 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  07/31/9? 

»»  GREAT  FALLS  DISTRICT  ***  PAGE  NO:  3 

PRIFE'CONTRfiCTGR  HOHTTDCPT:  ~FTECD~PR07ECT~HAf9AEER~ 

DRlGlBflt  ABAROATE  PERCENT  rCDHTV" 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORV  BEG.  PROJECT  rIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


F 10-2(18)6? 

LOMA  - BIG  SANDY 

20.428 

SLETTEN  CONSTRUCTION  CO. 

G,  GS.  PMS.  & STR’S. 

$ 6.858,812  $ 6,958.186  * 6,797,103 

03/11/91 

04/15/91 

03/08/93*** 

F.P.M.  ENDEFtSON,  GLEN 
PHONE  NO  : 739-4205 

98X 

98X 

1R  15-4(67)216 

SIEBEN  - AUGUSTA  INTERCHANGE 

11.611 

RIVERSIDE  CONTRACTING 
HILLING.  PMS  OVERLAY.  SXC,BR.  REHAB,  6 EPOXY  STRIPING 
% 3,598,820  * 3,170,613  t 

3,545,864 

PEND 

06/24/92 

07/30/91 

08/19/91 

07/17/92 

F.P.M.  THOMSON,  BOB 
PHONE  NO  :727-4350 

100X 

B8X 

F 1-7(91430 

FOF.T  BELKNAP  - E. 

16.372 

SK  CONSTRUCTION,  INC. 

G,  SS,  PMS.  1 SIR'S. 

$ 15,851,998  $ 12,715,057  ♦ 

6,914,070 

08/28/91 

09/24/91 

01/13/94*** 

F.P.M.  TREFTZ . GORDON 
PHONE  NO  -.353-4944 

54X 

32X 

NH  60-2(27)71 

ARMINGTON  JUNCTION 

0.000 

BOST  CONSTRUCTION 

G,  GS,  PMS,  COMFORT  STA.  AND  WEIGH  ST A. 

$ 1,048,007  t 1,106,976  t 

252,117 

02/03/92 

03/23/92 

05/14/93*** 

F.P.M.  THOMSON,  BOB 
PHONE  NO  .-727-4350 

23X 

71X 

RIF  60-1(4)26 

KINGS  HILL  - N.  & S. 

13.400 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

PMS  OVERLAY,  SXC 

1 818,407  t 889,436  $ 184,143 

02/03/92 

04/17/92 

09/01/92*** 

F.P.M.  ENDERSON,  GLEN 

PHONE  NO  : 739-4205 

21X  09/01/92 

RS  255-1(4 '5 

5 MI.  N.  OF  RUDYARD  - N. 

5.638 

MONTGOMERY  CONSTRUCTION 

G,  GS.  6 FMS 

$ 1,695,690  i 1,642,699  * 909,156 

03/12/92 

04/08/92 

07/25/93*** 

F.P.M.  GREGORY.  DOUGLAS 
PHONE  NO  : 355-4309 

55X 

75X 

RS  431-1(4)7 

FAIRFIELD  - POWER 

7.290 

RIVERSIDE  CONTRACTING 

6,  GS,  l PMS 

* 3,122,139  i 2,993,028  i 

2,564,839 

03/12/92 

03/23/92 

11/27/93*** 

F.P.M.  WICKMAN,  TERRY 
PHONE  NO  : 278-79-1 

86X 

51X 

NH  24-3(21)91 

ROGERS  PASS  - E. 

9.341 

D.H.  BLATTNER  l SONS 

WIDENING.  PMS  OVERLAY,  i STR. 

* 8,318,063  ♦ 7,063,696  t 

539,207 

04/14/92 

05/14/92 

07/13/94*** 

F.P.M.  SMITH,  WALT 

PHONE  NO  : 235-4436 

8X 

20X 

RTF  58-1(9)30 

DIVIDE  CREEK  - S.  OF  ST.  MARY 

0.000 

WESTERN  STATES  CONTRACTING 

GRADING  & RIPRAP  (SLIDE  CORF;.) 

t 155,291  t 141,413  * 36,079 

04/14/92 

06/10/92 

01/14/93*** 

F.P.M.  LEO,  DENNIS 

PHONE  NO  : 434-2470 

26X 

32X 

ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDINB  07/31/92 
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X CUNT. 

TIME 

USED 

RTS  534-1(3127 

RIVERSIDE  CONTRACTING 

04/29/92 

F.P.M.  LEO,  DENNIS 

4TH  AVE.  S.  - CONRAD 

RMS  OVERLAY,  SIC 

06/01/92 

PHONE  NO  : 434 -2470 

RT  81007(1)15 

07/01/92*** 

SHELBY  - S.  (FRONTAGE  ROAD) 

PMS  OVERLAY,  SIC 

CONTRACT  TOTAI 

10.858 

$ 713, AH 

$ 709,021 

$ 315,700 

45X 

09/01/92 

IN  0002(38) 

DIAMOND  CONSTRUCTION 

05/20/92 

F.P.M.  WILMOT, 

DOUG 

VAR.  LOG’S.  - DIST.  13 

REVE6JTATI0N  l EROSION  CONTROL 

06/29/92 

PHONE  NO  : 622-5369 

0.000 

J 137,207 

$ 123,843 

$ 20,221 

12/16/92***  16)1 

60X 

NH  2^-3(20)68 

SLETTEN  CONSTRUCTION  CO. 

07/01/92 

F.P.M.  STEEN,  GARY 

LINCOLN  -ELM 

(PARTIAL)  G,  6S.  PMS.  AND  SiC. (PARTIAL)  WIDEN,  PMS  OVERLAY, 

07/27/92 

PHONE  NO  : 727-i 

4350 

8.032 

$ 3,635,428 

i 3,286,904 

t 0 

09/ 1 7/93***  OX 

OX 

STPX  0002(39) 

SWANSTON  EQUIPMENT  CO. 

07/01/92 

F.P.M.  GREGORY, 

, DOUGLAS 

DURABLE  PVNT.  MARKINGS  - SIND. 

DURABLE  PVMT . MARKINGS  INSTAL. 

08/05/92 

PHONE  NO  : 355-4309 

334.800 

t 1,840,995 

% 1,624,530 

$ 0 

09/01/96***  OX 

09/01/96 

great  Ffflxs'OTsrcrcr'rorficr 

fT7;79$;30?" 

■_rw7$25r402" 

51X 

6 


tT 


) 


1 


D_A[E:0P/07/9? 
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CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  07/21/92 
»*»  GLENDIVE  DISTRICT  **♦ 

pRTRE-C0RTftfiCT0R- 

DRT51NSC MfflfflrMTF 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP. 


PAGE  NO:  10 

'MMTTDEPTy'FIECD'PROJECr HflRAGEP 

— PERCENT rCDRTr" 

PROJECT  TIME 

COMPLETED  USED 


F-FLH  37-1(12)9 
BUSBY  - W. 


6,  6S,  i PMS 


K1EWJT  WESTERN  CO. 

11,179.990  * 10,151.933  t 10,192,138 


05/09/90  F.P.H.  LAROQUE,  ARCHIE  G. 
07/09/90  PHONE  NO  :232-l093 
07/27/92  100%  99% 


F-BRF  32-1(9)6  U2 
MACON  - N. 


ASSINIBOINE  l SIOUX  TRIBES 
FENCING  i SEEDING  (NEGOTIATED  TRIBAL  CONTRACT) 

0.000  $ 2071929  I 207,929  $ 160.835 


05/29/90  F.P.M.  QUALE.  KENNETH 

07/09/90  PHONE  NO  :365-2B77 

10/05/92***  77%  OX 


RS  938-1(7)25  U2 
25  MI.  N.  OF  NASHUA  - N. 


0.000 


ASSINIBOINE  & SIOUX  TRIBES  PEND 

FENCING  i SEEDING  (NEGOTIATED  TRIBAL  CONTRACT)  03/09/92 

t 69.566  % 69,566  $ 93,599 


05/29/90  F.P.M.  QUALE,  KENNETH 
07/09/90  PHONE  NO  : 365-2877 
09/25/92***  63X 


OX 


F-BRF  32-1(9)6  U1 
MACON  - N. 


10.391 


PRINCE,  INC. 

WIDENING,  PMS  OVERLAY.  & STR. 

% 3,909.395  * 3,955,992 


3,917,959 


10/05/90  F.P.M.  SAIN,  LARRY 

09/09/91  PHONE  NO  :6$3-1050 

07/30/92  100X  98X 


F 57-5(19)171 
SAND  SPRINGS  - W 


8.116 


WASHINGTON  CONSTRUCTION 

SLOPE  FLATTEN..  PMS  OVERLAY. SiC 

♦ 6,263,863  $ 5.090,677  $ 5,122,389 


APPR 

09/17/92 


10/05/90  F.P.H.  STEWART.  DONALD 
11/13/90  PHONE  NO  :557-2333 
09/02/92***  98X  B?X 


F 25-1 ( 17)9 

9 MI.  N.  OF  CIRCLE  - N. 


G.  GS,  PMS,  l STR. 


SK  CONSTRUCTION,  INC. 

* 5,357,261  ♦ 5,287,999  $ 5,238,599 


12/19/90  F.P.H.  FRIEND,  DAVE 
02/12/91  PHONE  NO  :365-2977 
01/20/93***  99X  88X 


RS  298-2(3)12 

DANIELS  CO.  LINE  - E.  GS,  & PMS 

13.196 


CENTURY  COMPANIES.  JV 
1,193,262  i 1,121,800  t 1.069,191 


03/11/91  F.P.M.  FRETTE,  KURT  L. 

06/29/91  PHONE  NO  .-228-9978 

07/07/92  100X  113X 


BR  9092(8) 

USRS  MAIN  CANAL  - SAVAGE  STR.  i APPR'S. 

0.000 


TRACY  COWDREY  i ASSOC. 

122,592  1 119,518  * 107,519 


03/29/91  F.P.H.  QUALE,  KENNETH 

11/12/91  PHONE  NO  :365-2877 

07/26/92***  90X  90X 


F 1-10(23)581 
WOLF  POINT  - W. 


PMS  OVERLAY 

10.559 


BORDER  STATES  PAVING, INC. 
3,235,969  t 2,788,279  $ 2,957,113 


09/09/91  F.P.M.  ARTHUR,  RONALD  T. 

06/13/91  PHONE  NO  :787-5701 

01/02/93***  B8X  126X 


f»*  ESTIMATED  COMPLETION  DATE 


HONIARA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ERMINE  07/31/92 

***  GLENSIVE  DISTRICT  ***  PAGE  NO:  II 
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DATE:09/07/9? 


F 37-2(9)63 
ASHLAND  - E. 


13.600 


PMS  OVERLAY,  MIN.  MID.,  SIC 


BORDER  STATES  PAVING. INC. 


$ 3,370,683  * 3,202,006  $ 3,015,559 


06/06/91  F.P.M.  SWANSON,  ROBERT  E. 

07/02/91  PHONE  NO  :«6-227i 

01/lH/93*»*  961  821 


RIF  22-2(11)58 
MEDICINE  LAKE  - N. 

RTF  1-8(16)658 
W.  OF  MALTA  - W. 

RTF  23-1(16)28 

28  HI.  S.  OF  MILES  CITY  - S. 

CONTRACT  TOTAL  25.600 


PORTABLE  PAVERS,  INC. 

LEVELING,  RUT  FILLING,  S&C 

LEVELING,  RUT  FILLING,  SIC 

LEVELING,  PMS  OVERLAY,  SIC 

I 908,105  I 837,686  * 753,118 


06/06/91  F.P.M.  ARTHUR,  RONALD  T. 

07/02/91  PHONE  NO  :787-5701 

07/31/92 


1001 


m 


RS  322-1(1)11 
LITTLE  BEAVER  Cfi.-  SE  OF  BAKER 


0.617 


STR.  1 APPR'S. 


COP  CONSTRUCTION  CO. 

» 783,632  % 722,171  I 669,628 


10/02/91  F.P.M.  SCHME1DT,  JOE 

03/16/92  PHONE  NO  : 232-1 093 

10/05/92***  901  521 


F 57-5(16)192 
BIG  DRY  CREEK  - W. 


8.805 


G,  GS,  PMS.  I STR. 


WASHINGTON  CONSTRUCTION 
t 6,108,006  $ 5,666,600  $ 6,282,833 


10/02/9!  F.P.M.  WOLF.  LARRY 
11/15/91  PHONE  NO  : 365-2877 
12/10/93***  781 


351 


IR  96-6(66)138 
MILES  CITY  - E.  I W. 


11.303 


PMS  OVERLAY,  S&C 


. PORTABLE  PAVERS,  INC. 

% 3,876,902  i 2,868,666  $ 1,955,090 


10/30/91  F.P.M.  STEWART,  DONALD 
02/27/92  PHONE  NO  :55?-2333 
05/21/93***  691  381 


BR  9010(8) 

W.  FORK  POPLAR  RIVER 


STR.  & APPR'S. 


EDWARD  T.  COPPS  CONST. 

♦ 366,515  $ 302,162  * 169,810 


12/11/91  F.P.M.  GREUFE,  LARRY 
03/11/92  PHONE  NO  :653-1050 
10/06/92***  661 


681 


SUP  5399(91) 

HMS  STOCKPILES  - DIST.  16 


0.000 


KONITZ  CONTRACTING,  INC. 

CRUSH  & STOCKPILE  GRAVEL 

♦ 586,700  $ 232,700  $ 162,202 


12/11/91  F.P.M.  SAIN.  LARRY 

06/26/92  PHONE  NO  : 653-1050 

03/15/93***  701  03/15/93 


RTF  16-6(7)258 
6 MILES  E.  OF  VANANDA  - E. 

RTF  27-3(5)55 
WIBAUX  CO.  LINE  - N. 

RTF  56-1(3)9 
BIDDIE  - N. 

CONTRACT  TOTA!  31.900 


BORDER  STATES  PAVING, INC. 

LEVELING,  PMS  OVERLAY,  SIC 

PMS  OVERLAY,  S&C 

LEVFLING,  PMS  OVERLAY.  S&C 

* 1,796,310  t 2,033,663  t 1,169,038 


02/03/92  F.P.M.  SWANSON,  ROBERT  E. 
05/19/92  PHONE  NO  :636-2271 
09/01/92*** 


571 


09/01/92 


ESTIMATED  COMPLETION  DATE 


T 


<r 


) 


M[E:0B/07/9P 


PROJECT  NUMBER  LEN6TH 
PBPJECJJESjGNftTJp_N. 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  07/31/92 

***  , 6LENDIVE  DISTRICT  **#  PA6E  NO:  12 

PRfHE'COfiTRfiCTOR  HONTTDEPTT'FIECD'PROJECT'RfiRfiGEfi’ 

ORIGINAL AWARD-  DATE  PERCENT  V CORTT- ' ' 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TINE 

ESTIMATE  AWARD  ANT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IM-IR  99-3(38)85 
FORSYTH  - E.  I H. 

IM-IR  99-3(91)116 
ROSEBUD/CUSTER  CO.LN.-E. 
CONTRACT  TOTAL 


PORTABLE  PAVERS,  INC. 

PMS  OVERLAY,  AND  SIC 
SEAL  & COVER  (HB  LANES  ONLY) 

31.273  * 7,913,961  « 6,019,299  $ 959,213 


09/03/92  F.P.M.  STEWART.  DONALD 
05/05/92  PHONE  NO  :557-2333 
01/22/99**# 


16X  26X 


BRF  92-3(10)73  U2 

MILK  RIVER  - S.  OF  GLASGOW 
STPP  92-3(12)59 

G,  GS.  PMS  X STR.  REM. 

PRINCE, 

INC. 

FORT  PECK  - GLASGOW 

G,  GS,  PMS,  l REM.  STR'S. 

CONTRACT  T0TA1 

16.911  t 

6,291,060  $ 

5,616,307  t 1,559,918 

09/03/92  F.P.M.  FRETTE,  KURT  L. 

09/29/92  PHONE  NO  :228-9978 

09/08/93*## 


28X  22X 


STPP  25-1(18)17 
17  MI.  N.  OF  CIRCLE 


G,  GS,  PMS,  X STR'S. 

10.995 


WASHINGTON  CONSTRUCTION 
10,013,083  $ 8,650,912  ♦ 108,859 


09/29/92  F.P.M.  FRIEND,  DAVE 
07/06/92  PHONE  NO  .-365-2877 
09/29/99###  IX  17X 


STPHS  1-10(251662 
BAINVILLE  - E. 


0.600 


CABLE  GDRL.  INSTALLATION 

t 


OMO  CONSTRUCTION  INC 
60,711  * 70,906  i 


709 


09/29/92  F.P.M.  ARTHUR,  RONALD  T. 
07/28/92  PHONE  NO  : 787-5701 
12/13/92###  IX  150X 


RTF  27-2(10)99 
N.  OF  BAKER  - N. 


10.200 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

MIN.  WIDEN,  PMS  OVERLAY.  SiC 

i 796,591 


797,951 


699,509 


09/29/92  F.P.M.  SWANSON.  ROBERT  E. 
06/08/92  PHONE  NO  :936-£27! 
03/25/93##*  81X  95X 


RTF  1-8(17)996 
DODSON  - W. 

RTF  25-2(5)97 
WOLF  POINT  - S.E. 
CONTRACT  TOTAL 


PMS  OVERLAY,  SiC 


PORTABLE  PAVERS.  INC. 


PMS  OVERLAY,  SEC 

12.700 


529,569  * 989.299  $ 


07/30/92  F.P.M.  ARTHUR,  RONALD  T. 

/ / PHONE  NO  : 787-5701 

05/19/93*## 


OX  OX 


DAIE:0B/_('7/?2 


PROJECT  NUMBER  LENGTH  TYPE  OF  WORK 

PROJECTJESIGNAIION. 


IR  90-9(71)509 

CROW  AGENCY  1NTCH.  - S.  PMS  OVERLAY 

7.917 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  07/31/98 
»h  BILLINGS  DISTRICT  »♦♦ 


FOTK-CMTftJfCTOfi 

ORIETNfiL 

ENGINFER  CONTRACT  CONTRACTOR 

ESTIMATE  AHARD  AMT.  PAYMENTS 


BORDER  STATES  PAVING. INC. 

$ 5,980.805  $ 6,139,568  $ 6,508,151 


ABftJ?D~DATE‘ 
MODIF.  WORK  BEG. 
STATUS  WORK  COMP. 


10/05/90 

03/87/91 

06/08/98 


PAGE  NO:  13 

HORT:DEPT:“FTECD  PR3JECT  RASAGEP- 
'"‘PERCENT  X_CD^7T 

PROJECT  TIME 

COMPLETED  USED 


F.P.M.  RUSSELL, RONALD 
PHONE  NO  : 665-39 19 

100X  100X 


F 57-8(13)97 
MOCCASIN  - E. 


10.600 


G,  GS,  t,  PMS 


EMPIRE  SAND  AND  GRAVEL  CO., INC  APPR 
06/15/98 

6,173,815  < 9,399,979  ♦ 9,969,179 


09/09/91  F.P.M.  TILZEY, RONALD 

05/19/91  PHONE  NO  :53B-8731 

10/05/98***  90X 


72X 


RIF  61-3(10)83 

FRED  ROBINSON  BRIDGE  - N.  I S.  PMS  OVERLAY,  SIC 

19.000 


SLETTEN  CONSTRUCTION  CO. 

583,860  $ 979,111  % 511,996 


06/09/91  F.P.M.  SCHUMAN,  DAVID 

07/09/91  PHONE  NO  : 895-9808 

09/85/98***  98X  11 IX 


F-FLH  37-1(19)19  U8 
BUSBY  - E.  t W. 


G,  GS,  PMS,  i STR'S. 

9.959 


EMPIRE  SAND  AND  GRAVEL  CO., INC  PEND 
07/31/98 

9,586,608  $ 9,933,011  $ 1,995,111 


08/88/91  F.P.M.  OPIE,  BRUCE  E. 

09/30/91  PHONE  NO  .-856-9897 

10/85/93***  89X 


33X 


BRS  919-1(8)0 

E.  ROSEBUD  CR.-S.  OF  ABSAROKEE  STR.  I APPR'S. 

0.369 


TAMIETTI  CONSTRUCTION  CO. 

667,785  ♦ 615,183  $ 657,975 


08/88/91  F.P.M.  STUDEPAKER,  RAYMOND 

09/18/91  PHONE  NO  :858-7389 

10/88/98***  98X  59X 


RS  986-8(9)19 
HANOVER  - E.  I U. 


PMS  OVERLAY,  SIC 

7.870 


CENTURY  COMPANIES,  JV 
798,791  $ 799,509  $ 685,381 


10/08/91  F.P.M.  TILZEY, RONALD 

10/83/91  PHONE  NO  :538-8731 

09/05/98***  83X  68X 


RS  500-1(1)0 
MELSTONE  - N. 


PORTABLE  PAVERS,  INC. 

PEND 

10/08/91 

F.P.M.  SACKS,  RAY 

PMS  OVERLAY,  SLC 

08/03/92 

10/83/91 

PHONE  NO  : 538-8731 

$ 1,073,819  ♦ 913,037  $ 

862,689 

10/19/98*** 

99X 

59X 

BRF-F  16-1(30)1 

EAST  BRIDGE  - BILLINGS  STR’S.  & APPR'S. 

1.108 


COP  CONSTRUCTION  CO. 

13,857,090  % 7,999,953  ♦ 9,338,608 


11/01/91  F.P.M.  SCHUMAN,  DAVID 

11/19/91  PHONE  NO  :295-$B08 

01/88/99***  59X  81 X 


IR  90-8(181)997 

S.  BILLINGS  BLVD.  INTERCHANGE  NEW  INTERCHANGE 

0.000 


MIDLAND  O'LEARY  INC. 

5,397,799  $ 9,150,519  » 8,8B6,686 


18/11/91  F.P.M.  SLOE,  DAVID  A. 

01/89/92  PHONE  NO  :848-3B8? 

10/09/93***  70X  29X 


ESTIMATED  COMPLETION  DATE 


£ 


QATE:08/0?/92 


HOHTAHA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BOREAL' 

CONSTRUCTION  REPORT  FOR  PERIOD  ENID  IMS  17/31/92 
***  BILLINGS  DISTRICT  *#* 
ffiIRrra  


PAGE  NO:  IN 

losofprTiEcrpRBJEcrwwsEP: 


PROJECT  NUMBER  LENGTH 

PROJECT  DESIGNATION 

TYPE  OF  MORK 

— ™sr 

ENGINEER  CONTRACT 

ESTIMATE  AWARD  AMI. 

CONTRACTOR 

PAYMENTS 

MQD1F. 

STATUS 

'MOATE 
WORK  BEG. 
WORK  COMP. 

PERCENT 

PROJECT 

COMPLETED 

rCONTT-" 

TIME 

USED 

NH  16-1(31)2 

EMPIRE  SAND  AND  GRAVEL 

CO.. INC 

02/03/92 

F.P.M.  SCHUHAN, 

DAVID 

MAIN  ST.  1 6TH  AVE. 

N.  - BLSS. 

C & G,  l PHS  (FOR  RT  TURN  LN) 

03/30/92 

PHONE  NO  :24j-9802 

0.100 

I 377,910  t 345,063 

I 

322,395 

07/29/92 

1001 

801 

M 7199(3) 

CENTURY  COMPANIES, 

TV 

02/03/92 

F.P.M.  SACKS,  RAY 

EASING  CR.  DRIVE  - 

LEW1ST0WN 

WIDENING,  PMS  OVERLAY, 

I ST. DRAIN 

02/26/92 

PHONE  NO  : 538-5731 

0.934 

* 553,406  * 617,550 

$ 

646,336 

02/21/93***  981 

1021 

RTF  61-4(6)90 

EMPIRE  SAND  AND  GRAVEL 

CO., INC 

02/03/92 

F.P.M.  SACKS,  RAY 

M0BRID6E  - N. 

PMS  OVERLAY,  SIC 

03/12/92 

PHONE  NO  :538-8731 

8.900 

I 506,023  1 542,671 

♦ 

533,866 

07/13/92 

1001 

09/01/92 

BR  9033(5) 

MACK  IN  CONSTRUCTION  CO 

04/03/92 

F.P.M.  SACKS,  RAY 

MUSSELSHELL  RV.  SE  OF  MELSTQNE 

STR.  I APPR'S, 

04/30/92 

PHONE  NO  : 538-873! 

0.208 

* 381,685  I 371,990 

1 

161,046 

01/15/93***  43X 

351 

NH  53-1(15)6 

EMPIRE  SAND  AND  GRAVEL 

CO., INC 

05/28/92 

F.P.M.  KEGLEY,  MEL 

BILLINGS  - N.W. 

8,  GS.  PMS,  AND  SIC 

07/11/92 

PHONE  NO  :245-33i5 

10.515 

% 8,159,737  % 7,392,323 

$ 

179,822 

11/18/94***  21 

01 

RS  416-1(6)1 

SLETTEN  CONSTRUCTION  CO. 

05/28/92 

F.P.M.  KEGLEY,  MEL 

JELL  I SON  ROAD  APP. 

- BILLINGS 

S,  GS,  PMS.  I STR. 

06/19/92 

PHONE  NO  : 245-33 15 

0.234 

$ 704,621  ♦ 660,392 

♦ 

181,378 

06/24/93***  271 

91 

STPP  37-1(16)19 

E.H.  OFTEDAL  AND  SONS, 

INC. 

07/01/92 

F.P.M.  OPIE,  BRUCE  E. 

BUSBY  - E.  i II. 

6,  GS,  PMS,  AND  SIC 

/ / 

PHONE  NO  : 856-489? 

3.299 

* 4,300,831  $ 4,809,731 

1 

48,096 

07/01/94***  11 

01 

RT  48245(1)16 

TRACY  COWDREY  I ASSOC. 

07/01/92 

F.P.M.  TAYLOR.  DONALD 

VALLEY  CREEK  BRIDGE 
RT  81014(1)18 

BRIDGE  REHAB  I PMS  OVERLAYOF  APPR’S. 

/ / PHONE  NO  : 252-9735 

MURK  CREEK  BRIDGE 

BRIDGE  REHAB  I PMS  OVERLAYOF  APPR’S. 

CONTRACT  TOTAL 

0.237 

♦ 168,443  $ 181,067 

$ 

1,811 

11 

OX 

RS-BRS  306-1(6)2 

AMERICAN  CONTRACTING,  INC. 

07/30/92 

F.P.M.  NEVI1LE. 

GARY 

COLUMBUS  - N. 

G,  6S.  PMS,  I REPL.  STR.  WITH  PIPE 

/ / 

PHONE  NO  :932-4B72 

'■'Brrcmes'frsTRrcrrtiTfics — 

3.911 

* 2,630,993  t 1,983,750 

"S/TfiK'S  TO*  " "f  ~£7  TiTYC/r ' 

$ 0 

08/07/92***  01 

01 

TOTACS'EOR'AEC'PRDIECTST 

■e5Bj3S*j5W"  KHiastfHHn 

t O.TlJjJDd 

iOMTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

/\A  , A 0 ^ ^ , ^CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  08/31/92 

DATE :09/ 1 A/ 9E  OUJ-  cK  7 C* cJ  ^ 7 Ufr  Ht  MISSOULA  DISTRICT  ***  PAGE 

i- FRIflrcORTRBCTOR "fl0fIT7DEPT7'FIE[DTR0JECT' 

— DRlBlBffit MWHHTMTE PERCENT 'V 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  KODIF.  WORK  BEG.  PROJECT 

PROJECT  DESIGNATION  ESTIMATE  _ AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED 


a 


NO!  1 ** 
MfiNfiGER'O" 
CDJ3TT 

TIME  > 
USED  'O 


u L>(  < 

n>  * 


RTM  8113(9' 

HIGGINS  AVE.  BR.  - MISSOULA 
RTF  7-2(13)95 

MADISON  ST.  BR.  - MISSOULA 
CONTRACT  TOTAl 


F-FH  5-9(9)168  i FH  12-1(3) 
FORTINE  - N. 


SMP  3299(91) 

MMS  STOCKPILES  - BIST.  #! 


IR  0002(33) 
BRIDGE  REHAB. 


DIST.  *1 


RT  32166(1)5 

0.5  MILES  E.  OF  NINEMILE 


STPP  77-1(2)0 
HOT  SPRINGS  - E. 

STPP  36-1(7)16 
HOT  SPRINGS  - N.  & S. 
CONTRACT  TOTAL 


0.000 


9.899 


0.000 


0.000 


STPP  36-1(8)9 

BAKERS  GRADE  - N.E.  OF  PLAINS 


STR.  REHAB. 
STR.  REHAB. 


FRONTIER-WEST,  INC. 


APPR  06/09/91  F.P.M.  CHEZICK,  LAWRENCE  J. 

08/21/92  07/29/91  PHONE  NO  :82t>-9957 

07/09/92 


195.739  $ 165,029  t 155,965 


B.  GS.  PMS,  t STR. 


WASHINGTON  CONSTRUCTION 
i 9,952,099  $ 9,997,991  $ 9,956,785 


CRUSH  & STOCKPILE  GRAVEL 


PERFECT  CONCRETE,  INC 
275,100  $ 362,575  $ 


373,935 


0.000 


BR.  DECK  REHAB. 


DICK  ANDERSON  CONSTRUCTION 
922,872  t 930,279  I 712,759 


STR.  REHAB.  I GBRL.  REPLACE 

♦ 105,890 


SCOTT  CONSTRUCTION  INC. 
$ 85,900  t 


30,736 


PMS  OVERLAY,  SIC 
PMS  OVERLAY.  SIC 


A-l  PAVING.  INC. 


11.618 


t 2,206,060  * 2,016,117  » 1,271, 


0.920 


GUARDRAIL  INSTALLATION 


OHO  CONSTRUCTION  INC 
129,119  t 112.906  $ 


92,910 


100X 


10/15/91 


07/02/91  F.P.M.  PIEDALUE,  EUGENE  R. 

08/09/91  PHONE  NO  :381-22l3 

06/22/93***  98%  32% 


12/11/91 

03/10/92 

03/13/92 


F.P.M.  WILLIAMS,  JAMES  R. 
PHONE  NO  :721-1769 

100%  06/30/92 


03/12/92  F.P.M.  MAART,  WILLIAM  C. 

09/10/92  PHONE  NO  :599-6991 


06/16/93*** 


77% 


09/07/92  F.P.M.  CHEZICK,  LAWRENCE  J. 

08/05/92  PHONE  NO  :B26-9957 

10/31/92***  36%  09/01/92 


09/29/92  F.P.M.  CHRI3INGER, KENNETH  L 

05/21/92  PHONE  NO  :?56-705t 

05/03/93*** 


63X 


63% 


09/29/92 

06/26/92 

08/09/92 


F.P.M.  JOHNSON.  ROBERT  L. 
PHONE  NO  : 821 -9968 

100%  87% 


STF'HS  93-1/6)25 

WESTERN  MATERIALS.  INC. 

09/29/92  F.P.M.  WILLIAMS.  JAMES  R. 

W.  OF  LOLO 

LEFT  TURN  BAY  INST. 

(INCL.  G.GS,  PMS,  AND  S&C) 

06/22/92  PHONE  NO  :721-1769 

RTF  7-1(51)79 

FLORENCE  - N.  1 S. 

PMS  OVERLAY.  SIC 

02/11/93*** 

CONTRACT  TOTAL 

3.100 

$ 973.753  $ 362,772  * 318,330 

88X  6' 

■STINATED  COMPLETION  DATE 

- c-  • V ! 

rpi  ipE 

;y 

STATE  DOCUMENTS  COLLECTION 

SEP  24  1992 

r l ^ 4. 

• 1 

MONTANA  STATE  LIERARY 

; ‘ ^ 


) 


DATE  :09/ 14/92 


PROJECT  NUfiBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  08/31/92 
♦*»  MISSOULA  DISTRICT  ♦** 

— "FRIRE'CORTRKTOR 

ffPlffTSSL 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  ilODIF. 

ESTIMATE  AWARD  ANT.  PAYMENTS  STATUS 


PAGE  NO:  2 

HDRT:BEPT:'FIE[D'FRWECT-|WSHfiBEI?' 

aMROBTE PERCENT rrCDRT7" 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


STPP  83-1(19)23 

RIVERSIDE  CONTRACTING 

05/23/92 

F.P.M.  MARIN.  GARY  R. 

LAKE  INEZ  - N. 

WIDEN..  PMS  OVERLAY  AND  SCC 

06/29/92 

PHONE  NO  : 756-7029 

8.389 

t 1.999,870  t 1,790,999  $ 

619,503 

01/29/99*** 

35X  99X 

F 6-1(99)91 

SCHELL I NGER  CONST  CO., INC. 

05/28/92 

F.P.M.  JOHNSON,  ROBERT  L. 

PERHA  - E.  i W. 

8.  GS.  PMS.  1 PMS  OVERLAY 

06/15/92 

PHONE  NO  : 82 1-9968 

8.203 

t 2,181,296  % 1,929,207  $ 

778,907 

10/16/93*** 

90X  92X 

IM  90-2188)110 

WASHINGTON  CONSTRUCTION 

07/01/92 

F.P.M.  MAART,  WILLIAM  C. 

I 90  BRIDGES  - BONNER 

BRIDGE  WIDENING  & APPR'S. 

07/29/92 

PHONE  NO  : 599-6991 

0.395 

$ 9,029,992  1 3,880,912  $ 

327,691 

03/30/93*** 

8x  7x 

BR  9015(16) 

FRONTIER-WEST,  INC. 

07/01/92 

F.P.M.  KALBERG,  J.  GARY 

WHITEFISH  RV.-6  MI.  N.  OF  KAL. 

STR.  & APPR’S. 

08/03/92 

PHONE  NO  : 756-/026 

0.200 

$ 275,928  % 398.129  t 

89,968 

03/09/93*** 

29X  17X 

NH  7-1(55)50 

ALPINE  CONSTRUCTION,  INC. 

07/01/92 

F.P.M.  SULLIVAN.  SHEILA 

S.  OF  MISSOULA 

SIGNING  UPGRADE 

08/12/92 

PHONE  NO  :?21-1769 

A 1.190 

1 233,397  $ 161,999  t 

22,352 

11/01/92*** 

I9X  11/01/92 

M-STPU  8103(6) 

NELCON,  INC. 

07/30/92 

F.P.M.  WILLIAMS,  JAMES  R. 

RESERVE  STREET  - MISSOULA 

G,  GS.  & PCCP  (LIM.  ACC.  FAC.) 

09/03/92 

PHONE  NO  : 721 -1769 

2.169 

t 5.938,237  $ 5,585,621  $ 

55,857 

11/16/99*** 

IX  ox 

"'TTrssoocorsrRrcrrufflLir"' 

f 29,6f9,5ff7  f 22.r53.ff76  f 

■7,795,079 

92? 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  03/31/92 


DATE:09/14/92 

*»»  BUTTE  DISTRICT  *** 

PAGE  NO:  3 
DfiTTDEPTT'FIEtrPROJECT'RBRfiGER- 

FRIflE'CORTRfiCTOR 

R; 

PROJECT  NUMBER  LENGTH 

PROJECT  DESIGNATION 

BRTGTRAE 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

AWARD  DATE 
MODIF.  WORK  BEG. 
STATUS  WORK  COMP. 

PERCENT 

PROJECT 

COMPLETED 

X EDRT. 
TIME 
USED 

F 8-2(29)46 

DICK  ANDERSON  CONSTRUCTION 

03/11/91 

F.P.M.  ENGSTEDT.  CARL 

EAST  HELENA  - E.  i W. 

PCCP  i STR.  REHAB. 

04/15/91 

PHONE  NO  : 444-6326 

3.951 

* 1,620,639  1 1.388,575  1 1,406,867 

07/23/92 

100% 

90% 

RS  278-1(6)0 

JIM  GILMAN  EXCAVATING  INC. 

06/04/91 

F.P.M.  WILLIAMS,  PAUL 

JACKSON  INTERCHANGE  - W. 

G.  GS,  & F'MS 

08/28/91 

PHONE  NO  : 683-6290 

8.700 

t 2,210,857  * 1,821,855  t 1,982,792 

12/07/92***  9BX 

61% 

RTF  13-5(1)93 

JIM  GILMAN  EXCAVATING  INC. 

APPR 

06/04/91 

F.P.M.  WILLIAMS.  PAUL 

THREE  FORKS  - H. 

MILL,  PMS  OVERLAY,  BSC 

08/19/92 

08/05/91 

PHONE  NO  : 683-6290 

RTS  229-1(1)0 

10/26/92*** 

N.  MONTANA  AVE.-  M.  OF  HELENA 

PMS  OVERLAY,  SIC 

RTM  1801(1) 

BREWERY  BYPASS  - BUTTE 

PMS  OVERLAY,  SiC 

RT  47586(1) 

CENTENNIAL  DR,-  W.  OF  BUTTE 

PMS  OVERLAY,  SiC 

RTS  518-1(1)0 

APPR 

MONTANA  CITY  ROAD 

PMS  O'LAY,  GDRL.  INST.,  SIC 

08/28/92 

RTF  69-1(7)32 

APPR 

BOULDER  - S. 

PMS  OVERLAY.  SiC 

09/03/9? 

RTM  5809(9) 

APPR 

N.  MONTANA  AVE.-  HELENA 

PMS  OVERLAY,  SiC 

08/20/92 

RTF  29-4(14)83 

HARRISON  AVE.  - BUTTE 

SEAL  i COVER 

RTF  8-1(15)23 

APPR 

MacDONALD  PASS  (W.  SIDE) 

PMS  OVERLAY,  SiC 

09/02/92 

RTF  29-4(15)78 

BUTTE  - S. 

PMS  OVERLAY.  SiC 

CONTRACT  TOTAL 

39.368 

t 2,995,728  * 2,050,942  $ 2,110,050 

94% 

74% 

IR  90-4(40)229 

SKINNER  ENTERPRISES 

07/02/91 

F.P.M.  HUNTER, LARRY 

CONTINENTAL  DRIVE  INT.-  BUTTE 

PARTIAL  INTERCHANGE  LIGHTING 

10/1B/91 

PHONE  NO  :782-l?9? 

IR  15-1(78)64 

10/26/92*** 

N.  DILLON  INTERCHANGE 

PARTIAL  INTERCHANGE  LIGHTING 

CONTRACT  TOTAL 

0.000 

$ 217,922  $ 218,539  « 213,811 

m 

48X 

RS  BR3  231-1(3)0 

HARONICK  CONST.  CO.,  INC 

07/30/91 

F.P.M.  ENGSTEDT,  CARL 

GREEN  MEADOW  DR.  - HELENA 

G.  GS,  PUS,  i STR’S. 

08/26/91 

PHONE  NO  :444- 

-6326 

3.047 

t 2,932,925  1 2,36B,3?4  ( 2,379,560 

04/20/93***  98X 

86X 

***  ESTIMATED  COMPLETION  DATE 


DfiTE:0?/lA/92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  EKBDING  00/31 /9S 
**♦  BUTTE  DISTRICT  ♦#* 

■pRTHE-CDgTRj(CT0R 

miimr — — 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PAGE  NO:  A 

fBRT:I|BJT:-FIE[1j-pBWKT-WRJ5KR- 

mwmt — percent rcDRir" 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


BR  ROOKIE' 

BEAVERHEAD  RIV.  - SH  OF  DILLON 


0.132 


STR.  fc  APF'R'S. 


TAMIETTI  CONSTRUCTION  CO. 

I 292,732  1 293,876  t 2B5.722 


OB/23/91  F.P.M.  WILLIAMS,  PAUL 

09/17/91  PHONE  NO  :683-6290 

06/0A/92  100%  SOX 


BRF  29-1118)50 

JEFF.RV.-  N.  OF  TWIN  BRIDGES 


0.693 


JIM  GILMAN  EXCAVATING  INC. 

STR.  I APPRS.  (NEW  ALIGNMENT! 

* 2,339,853  * 1,778,982  t 1,498,365 


08/28/91  F.P.M.  GILMAN,  ROBERT 

09/24/91  PHONE  NO  :684-5869 

02/21/93***  BAX  111 


RRS-BRS  205-1(13)28 
BN  RROP  - N.  OF  BOZEMAN 


0.517 


DICK  ANDERSON  CONSTRUCTION 

RROP  REPLACEMENT  & APPRS. 

t 2 .819, AA?  $ 2, 728, 51 A $ 1,318.233 


10/30/91  F.P.M.  SAUNDERS, LESLIE 

02/27/92  PHONE  HO  :222-Sl99 

03/1  A/93***  67X  ASX 


IR  0002(22)  U1 

1-90  BR.  REHAB.  - DIST.  #2 


0.200 


STR.  REHAB. 


SLETTEN  CONSTRUCTION  CO. 

* 1, All, 637  $ 1,346,643  » 932,000 


12/11/91  F.P.M.  HUNTER, LARRY 

03/31/92  PHONE  NO  :?82-1797 

11/01/92*#*  69X  11/01/92 


IR  15-3(A9)163 
BOULDER  HILL  - N.  i S. 


12,378 


JIM  GILMAN  EXCAVATING  INC. 
INPLACE  A5PH.  PVNT.  RECYCLING. PMS  OVERLAY,  AND  SIC 

* 3.890.242  t 3,306,332  t 2,039,297 


03/12/92  F.P.M.  ENGSTEDT,  CARL 

05/0A/92  PHONE  NO  : AAA-6326 

08/23/93***  62%  70X 


IR  0002(22)  U2 
BRIDGE  REHAB.  - DIST.  12 


STR.  REHAB. 


SLETTEN  CONSTRUCTION  CO. 

I 1 ,746,224  $ 1 ,943,436  $ 1,167,365 


03/12/92  F.P.M.  HUNTER, LARRY 

0A/20/92  PHONE  NO  :7B2-1?97 

07/05/93***  60X  SAX 


RS  540-K4)f  t 
CHICO  - N.  L S. 


A.  170 


PMS  OVERLAY.  S&C 


PIONEER  READY  MIX 

654,761  * 5A9.853  t 557,835 


03/12/92  F.P.M.  SAUNDERS, LESLIE 

04/13/92  PHONE  NO  :222-B199 

07/01/93***  98 X 91X 


RTF  13-1(17)75 
HARRISON  - SAPFINGTON  3CT. 
RTF  29-1(21)57 
CACTUS  JCT.  - S.&  W. 
CONTRACT  TOTAL 


29.600 


PMS  OVERLAY,  S l C 
PMS  OVERLAY . SLC 


JIM  GILMAN  EXCAVATING  INC. 


$ 1 , 194,097  $ 1,02 A, 057  t 990, 35A 


03/12/92  F.P.M.  WILLIAMS,  PAUL 

OA/ 15/92  PHONE  NO  : 683-6290 

09/02/92 

100X  09/01/92 


STEP  87-1(5)0 
QUAKE  LAKE  ROAD 


22.A50 


PMS  OVERLAY,  SE.C 


SLETTEN  CONSTRUCTION  CO. 

* 2,526,553  t 2,5A2,439  $ 2.335,620 


0A/03/92  F.P.M.  BPAZILL,  WILLIAM 

05/0A/92  PHONE  NO  :A9A-322A 

07/31/93***  92%  7AX 


***  ESTIMATED  COMPLETION  DATE 


) 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDUING  08/31/ 

92 

DATE:09/19/92 

*»*  BUTTE  DISTRICT  *** 

PAGE  NO:  5 

FFIRE  CORTRBCTOR 

HUNT. DEFT.  FIELD  PROJECT  HARfiGEF" 
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AWARD  DATE 
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WORK  BEG. 
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PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT.  PAYMENTS 
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WORK  COMP.  COMPLETED  USED 

IM-IR  90-5 (50) 56 A 

SLETTEN  CONSTRUCTION  CO. 

09/03/92 

F.P.M.  HELD.  TERRY  (ACTING) 
PHONE  NO  : 999-2903 

MILLIGAN  CANTON  - E.  1 W. 

COLD  MILLING.  PMS  OVERLAY,  S6C 

05/09/92 

10.530 

t 5,930,548  $ 9,598,910  * 2.876,878 

01/12/99*** 

63X  m 

IR  15-9(66)195 

MARWICK  CONST.  CO.,  INC 

09/07/92 

F.P.M.  ENGSTEDT,  CARL 

CAPITOL  INTCH.  - HELENA 

SIGNALS.  1 LEFT  TURN  STORAGE 

07/20/92 

PHONE  NO  : 999-6326 

NH  8-2! 35)AA 

PROSPECT  AVE.  - HELENA 

HES  8-2(33)96 

PAVEMENT  MARKINGS 

11/27/92*** 

PROSPECT  1 18TH  - HELENA 

SIGNAL  IMSTA1 LATIOM 

CONTRACT  TOTAL 

0.814 

i 993,023  * 392,266  $ 393,300 

97X  SOX 

NH  8-4(17)65 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

09/29/92 

F.P.M.  O'BRIEN, MURRAY  (ACT) 

WINSTON  - S.E. 

WIDEN.,  MILL,  PMS  REPL..  SLC 

i 3.691,03?  $ 2.997,101  1 1.607,959 

05/19/92 

PHONE  NO  : 266-9966 

10.570 

09/07/93*** 

69X  37X 

RTF  14-1(6)0 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

09/29/92 

F.P.M.  O’BRIENjMURRAY  (ACT) 

BROADWAY  STREET  - TOWNSEND 

PMS  OVERLAY,  S&C 

05/19/92 

PHONE  NO  : 266-9966 

RTF  14-1(7)11 

DEEP  CREEK  CANYON 

PMS  OVERLAY,  SLC 

10/26/92*** 

CONTRACT  TOTAL 

12.430 

1 630,912  i 552,922  $ 996,771 

SIX  93X 

NH  50-5(59)70 

JIM  GILMAN  EXCAVATING  INC. 

05/28/92 

F.P.M.  McCORMICK. THOMAS 

GALLATIN  6ATEWAY  - N.  & S. 

G.  GS.  PMS.  AND  SLC  FOR  PARTIAL  WIDEN.  & PARTIAL  OVERLAY 

08/10/92 

PHONE  NO  : 586-5079 

11.608 

i 9,159,979  * 2,997,779  t 189,683 

06/13/99*** 

6X  17X 

RS-HES  280-1(10)1 

SK  CONSTRUCTION,  INC. 

07/01/92 

F.P.M.  FLYNN,  CLAUDE  J. 

WARREN  SCHOOL  CURVES 

G.  GS,  PMS.  AND  S l C 

03/07/92 

PHONE  NO  : 994-3229 

0.708 

t 589,932  $ 952,052  i 181,050 

05/05/93*** 

9 OX  92X 

STPHS  59-1(19)7 

OMO  CONSTRUCTION  INC 

08/28/92 

F.P.M.  WILLIAMS.  PAUL 

PHONE  NO  : 683-6290 

E.  OF  VIRGINIA  CITY 

GUARDRAIL,  SIGNING,  & DELIN. 

/ / 

STPHS  357-KD7 

S.  OF  ALDER 

GUARDRAIL.  SIGNING.  1 DELIN. 

11/01/92*** 

CONTRACT  TOTAI 

1.490 

* 51,099  $ 36,265  1 0 

OX  11/01/92 

Bom  ursTfirer  forces 

f 55, 599,393  f 39,759.677  f 55.359,593 

"'72? 

DAT_E|0'?m/?2 


PROJECT  NUMBER  LENGTH 
.™JEC]JESIGNAljON 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  00/31/92 
***  GREAT  FALLS  DISTRICT  *** 

pRIHE-C0RTRgC7DR 

“'DFilGlM  '/WDATE' 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  NORM  BEG. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP. 


PAGE  NO:  fa 

■HDNOEFTTTIECrPROJECrflAM' 
■'"PEREERT  rCDRT7" 

PROJECT  TIME 

COMPLETED  USED 


F 10-2(18)62 

SLETTEN  CONSTRUCTION  CO. 

03/11/91 

F.P.M.  ENDERSQN,  GLEN 

LOMA  - BIG  SANDY 

G,  GS,  PMS,  & SIR’S. 

04/15/91 

PHONE  NO  : 739-4205 

20.428 

$ 

6.858,812  1 6,958,186  t 

6,802,595 

09/01/92 

100X 

98Y. 

F 1-7(9)430 

SK  CONSTRUCTION,  INC. 

08/28/91 

F.P.M.  TREFTZ,  GORDON 

FORT  BELKNAP  - E. 

G,  GS.  PMS.  L STR'S. 

09/24/91 

PHONE  NO  : 353-4944 

16.372 

f 15,851,998  t 12,715.057  * 

7,556,578 

09/25/93*** 

59X 

4tr. 

NH  60-2(27)71 

BOST  CONSTRUCTION 

02/03/92 

F.P.M,  THOMSON,  BOB 

ARMINGTON  JUNCTION 

G.  GS.  PMS.  COMFORT  ST A. 

AND  HEIGH  STA. 

03/23/92 

PHONE  NO  : 727-4350 

0.000 

t 

1,048,007  t 1,106,976  * 

286,281 

06/14/93*** 

26X 

m 

RTF  60-1(4)26 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

02/03/92 

F.P.M.  ENDERSQN,  GLEN 

KINGS  HILL  - N.  & S. 

PMS  OVERLAY,  SLC 

04/17/92 

PHONE  NO  : 739-4205 

13.400 

t 

818,407  t 889,436  i 

839,317 

10/31/92*** 

94X  09/01/92 

RS  255-1(4)5 

MONTGOMERY  CONSTRUCTION 

03/12/92 

F.P.M.  GREGORY,  DOUGLAS 
PHONE  NO  : 355-4309 

5 MI.  N.  OF  RUDYARD  - N. 

G,  GS,  & PMS 

04/08/92 

5.638 

$ 

1,695,690  $ 1,642,699  $ 

1,258,937 

09/15/93*** 

m 

m 

RS  431-1(4)7 

RIVERSIDE  CONTRACTING 

03/12/92 

F.P.M.  HICKMAN,  TERRY 

FAIRFIELD  - POWER 

G,  GS.  & PMS 

03/23/92 

PHONE  NO  : 278-7931 

7.290 

i 

3,122,139  $ 2,993,023  * 

2,622,078 

11/23/93*** 

88X 

69X 

NH  24-3(21)9! 

D.H.  BLATTNER  l SONS 

04/14/92 

F.P.M.  SMITH,  WALT 

ROGERS  PASS  - E. 

WIDENING,  PMS  OVERLAY, 

i STR. 

05/14/92 

PHONE  NO  : 235-4436 

9.341 

$ 

8.318,063  $ 7,063,696  $ 

1,901,044 

06/30/94*** 

27X 

32X 

RTF  58-1(9)30 

WESTERN  STATES  CONTRACTING 

04/14/92 

F.P.M.  LEO,  DENNIS 

DIVIDE  CREEK  - S.  OF  ST.  MARY 

GRADING  l RIPRAP  (SLIDE  CORR.) 

06/10/92 

PHONE  NO  : 434-2470 

0.000 

$ 

155,291  $ 141,413  $ 

102,471 

08/13/92 

1 008 

32X 

RTS  534-1(3)27 

RIVERSIDE  CONTRACTING 

04/29/92 

F.P.M.  LEO,  DENNIS 

PHONE  MO  : 434-2470 

4TH  AVE.  S.  - CONRAD 

PMS  OVERLAY,  SCC 

06/01/92 

RT  81007(1)15 

SHELBY  - S.  (FRONTAGE  ROAD) 

PMS  OVERLAY.  S&C 

10/31/92*** 

CONTRACT  TOTAL 

10.858 

* 

713,444  t 709,021  i 

667,000 

94X  09/01/92 

***  ESTIMATED  COMPLETION  DATE 


) 


HATE:09/14/?2. 


PROJECT  NUMBER  LENGTH 
. E'?P  J EC]_  DE  SI  GN  A Jj  ON 
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CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  08/31/92 

***  GREAT  FALLS  DISTRICT  ***  PAGE  NO:  7 

pRrRE-C5flTRfiCT0R  H0RT:5EPT:"FIEC5"PRBJECT_HfiHBfiER" 

ABAROA7E PERCENT rCDN77“ 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IM  0002(38) 

VAR.  LOG'S.  - D1ST.  #3 


0.000 


DIAMOND  CONSTRUCTION 

REVE6ITATIQN  6 EROSION  CONTROL 

t 137,207  * 123,843  * 


71.358 


05/28/92  F.P.H.  HILMOT,  DOUG 

06/29/92  PHONE  NO  : 622-5369 

01/06/93***  58X  95X 


NH  24-3(20)68 
LINCOLN  - E l W 


SLETTEM  CONSTRUCTION  CO. 

(PARTIAL)  G,  GS.  PHS,  AND  SiC. (PARTIAL)  WIDEN,  PMS  OVERLAY. 

8.032  i 3,635,428  ♦ 3,286,904  I 302,442 


07/01/92  F.P.M.  STEEN,  GARY 

07/27/92  PHONE  NO  :727-4350 

04/22/94***  9!!  14X 


STPX  0002(39) 

DURABLE  PVMT.  HARKINGS  - STWD. 

334.800 


SWANSTON  EQUIPMENT  CO. 

DURABLE  PVMT.  MARKINGS  INSTAL. 

t 1,840,995  i 1,624.530  $ 


132,818 


07/01/92  F.P.M.  GREGORY,  DOUGLAS 

08/05/92  PHONE  NO  s 355-4309 

09/01/96***  8X  09/01/96 


DATE:09/I4/92 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  08/31/92 
***  Gl ENDIVE  DISTRICT  *♦» 
PRTRE-C0STRgCT0{? 


PAGE  NOs  B 
lORTTDEFTrFIEErFRtnECOfiRfiGER' 


PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 



ENGINEER  CONTRACT 

ESTIMATE  AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

MODIF. 

STATUS 

■wnwraTr" 

WORK  BEG. 
WORK  COMP. 

"PERCERT 

PROJECT 

COMPLETED 

ircoiwT — 

TIME 

USED 

F-BRF  32-1(4)6  U2 

ASSINIBOINE  1 SIOU) 

! TRIBES 

05/29/90 

F.P.M.  QUALE. 

KENNETH 

MACON  - N. 

FENCING  l SEEDING 

(NEGOTIATED  TRIBAL  CONTRACT! 

07/09/90 

PHONE  HD  : 365- 

237? 

0.000 

I 207,929  $ 207,929 

$ 171,747 

10/26/92**#  8354 

OX 

RS  438-1(7)25  U2 

ASSINIBOINE  & SIOUX  TRIBES 

PEND 

05/29/90 

F.P.M.  QUALE, 

KENNETH 

25  ML  N.  OF  NASHUA  - N. 

FENCING  l SEEDING 

(NEGOTIATED  TRIBAL  CONTRACT) 

03/04/92  07/09/90 

PHONE  NO  r 365- 

■2877 

0.000 

* 69,566  $ 69,566 

i 46,042 

10/26/92***  66X 

OX 

F 37-2(9)63 
ASHLAND  - E. 


13.600 


BORDER  STATES  PAVING. INC. 

PMS  OVERLAY.  MIN.  HID. , StC 

i 3.370,483  i 3,202,006  $ 3,117,286 


06/04/91  F.P.M.  SWANSON,  ROBERT  E. 

07/02/91  PHONE  NO  :436-2271 

02/03/93***  m m 


R3  322-1(1)11 

LITTLE  BEAVER  CR.-  SE  OF  BAKER  STR.  & APPR'S. 

0.417 


COP  CONSTRUCTION  CO. 

703,632  t 722,171  i 699,499 


10/02/91  F.P.M.  SCHNEIDT,  JOE 

03/16/92  PHONE  NO  *232-1093 

10/26/92***  95X  62X 


F 57-5(16)192 
BIG  DRY  CREEK  - W. 


9,  GS,  PMS,  l STR. 

8.805 


WASHINGTON  CONSTRUCTION 
6,108,004  $ 5,466,600  $ 4,461 ,48E 


10/02/91  F.P.M.  WOLF,  LARRY 

11/15/91  PHONE  NO  :3&5-28?7 

08/10/93***  82X  49X 


IR  94-4(44) 138 
MILES  CITY  - E.  i H. 


PMS  OVERLAY,  S&C 

11,303 


PORTABLE  PAVERS,  INC. 

3,874,902  i 2,848,444  t 2,787,786 


10/30/91  F.P.M.  STEWART,  DONALD 

02/27/92  PHONE  NO  *557-2333 

03/22/93***  98X  5454 


BR  9010(8) 

W.  FORK  POPLAR  RIVER  STR.  I APPR'S. 

0 . 000 


EDWARD  T.  CORPS  CONST. 

346,515  $ 382,162  $ 186,821 


12/11/91  F.P.M.  GREUFE.  LARRY 

03/11/92  PHONE  NO  *653-1050 

11/24/92***  49X  68 X 


SMP  5399(91) 

MMS  STOCKPILES  - DIST.  14 


0,000 


CRUSH  & STOCKPILE  GRAVEL 

i 


KONITZ  CONTRACTING,  INC. 

586,700  $ 232,700  $ 162,202 


12/11/91  F.P.M.  SAIN,  LARRY 

04/24/92  PHONE  HO  *653-1050 

03/15/93***  70S  03/15/93 


RTF  14-6(7)258 

6 MILES  E.  OF  VANANDA  - E. 

LEVELING,  PMS  OVERLAY,  SfcC 

BORDER 

RTF  27-3(5)55 

WIBAUX  CO.  LINE  - H. 

PMS  OVERLAY,  SIC 

STATES  PAVING, INC. 

02/03/92 

F.P.M.  SWANSON,  ROBERT  E. 

05/19/92 

PHONE  NO  : 4 36-2271 

08/26/92 

*♦*  ESTIMATED  COMPLETION  DATE 


J)ATE:09/I4/92 


PROJECT  NUMBER 
PROJECT  DESIGNATION 


LENGTH 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDD1NG  08/31/92 
***  GLENDIVE  DISTRICT  *** 

— PRIRE'CQRTRACTOR 

BOT61M' 

ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PAGE  NO:  9 

‘ — ""ROFITTDEPTrFIECD'FROJECTlfiRfiSER- 

AMROfiTE PERCENT TTCORTT"* 

WORK  BEG.  PROJECT  TIME 


RTF  54-1(3)9 

BIDDIE  - N. 

LEVELING.  PMS  OVERLAY,  SiC 

CONTRACT  TOTAI  31.900 

t 1,794,310  $ 2,033,663 

$ 

1,384,794 

100X  09/01/92 

1H-IR  94-3(38)85 

PORTABLE  PAVERS,  INC. 

04/03/92 

F.P.M.  STEWART.  DONALD 
PHONE  NO  : 557-2333 

FORSYTH  - E.  £ H. 

PMS  OVERLAY,  AND  SLC 

05/05/92 

IM-IR  94-3(41)116 

ROSEBUD/CUSTER  CO.LN.-E.  L H. 

SEAL  & COVER  (WB  LANES  ONLY) 

12/17/93*** 

CONTRACT  TOTAL  31.273 

1 7,413,461  t 6,014,249 

$ 

1,160,705 

19% 

38X 

BRF  42-3(10)73  U2 

PRINCE,  INC. 

04/03/92 

F.P.M.  FRETTE,  KURT  L. 

MILK  RIVER  - S.  OF  GLASGOW 

G,  GS.  PMS  l SIR.  REM. 

04/24/92 

PHONE  NO  :228-94?8 

3TPP  42-3(12159 

FORT  PECK  - GLASGOW 

G,  GS,  PMS,  & REM.  SIR'S. 

04/05/93*** 

CONTRACT  TOTAL  16.411 

$ 6,291,060  $ 5,616,307 

* 

3,206,63B 

49% 

327, 

STF'P  25-1(58)17 

WASHINGTON  CONSTRUCTION 

04/29/92 

F.P.M.  FRIEND,  DAVE 

17  MI.  N.  OF  CIRCLE  - N. 

G,  GS,  PMS.  i STR’S. 

07/06/92 

PHONE  NO  : 365-2877 

10.995 

* 10,013,083  t 8,650,912 

i 

289,202 

09/28/94*** 

3X 

23X 

RTF  27-21.10)44 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

04/29/92 

F.P.M.  SWANSON,  ROBERT  E. 

N.  OF  BAKER  - N. 

MIN.  WIDEN,  PMS  OVERLAY,  S&C 

t 746.541  $ 797,451 

06/08/92 

PHONE  NO  : 436-2271 

10.200 

t 

718,191 

03/27/92 

1007. 

45X 

RTF  1-8(17)446 

PORTABLE  PAVERS,  1 

INC. 

07/30/92 

F.P.M.  ARTHUR,  RONALD  T. 

DODSON  - W. 

RTF  25-2(5)47 

PMS  OVERLAY,  SLC 

/ / 

05/14/93*** 

PHONE  NO  : 787-5701 

WOLF  POINT  - S.E. 

F'MS  OVERLAY.  SLC 

CONTRACT  TOTAL  12.700 

* 529,564  $ 489,244 

$ 

0 

OX 

OX 

RS  537-1(2)0 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

08/28/92 

F.P.M.  SAIN,  LARRY 

PHONE  NO  : 653-1050 

HINSDALE  - N. 

PMS  OVERLAY,  AND  S&C 

/ / 

9.329 

* 1,001,337  $ 892,065 

$ 

0 

11/07/92*** 

OX 

OX 

■■'Gi'ENffrvrursmrcrriirfiCb 

r37,T?5r47r 

t 18,892,445 

soil  

■ 


DATE:09/14/92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  08/31/92 

***  BILLINGS  DISTRICT  ***  PAGE  NO:  10 

FKIfirCORTIMR— fHMT70EPTT-FIECD~PRD3ECT~RffNA6E(r 

— BRIBim — MROBTE PERCENT VCDR7T — 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BFG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


F 57-2(13)47 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

AF'PF: 

04/09/91 

F.P.M.  TILZEY, RONALD 

MOCCASIN  - E.  1 W. 

G,  GS,  l PMS 

06/15/92 

05/14/91 

PHONE  NO  :53B-9731 

10.600 

$ 

6,173,215  t 4,344,479  t 

4,969,179 

02/14/93*** 

98X 

76X 

F-FI.H  37-1  (1  A)  19  UE 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

PEND 

03/28/91 

F.P.M.  OPIE.  BRUCE  E. 
PHONE  NO  :856-4B97 

BUSBY  - E.  1 W. 

G,  GS.  PMS,  fc  STR’S. 

07/31/92 

09/30/91 

A.95A 

* 

4,586,602  « 4,933,011  « 

5.172,108 

10/04/93*** 

98X 

42X 

BRS  419-112)0 

TAMIETTI  CONSTRUCTION  CO. 

08/28/91 

F.P.M.  STUDEBAKER,  RAYMOND 

E.  ROSEBUD  CR.-S.  OF  ABSAROKEE 

STR.  i APPR'S. 

09/12/91 

PHONE  NO  :252-7329 

0.369 

* 

667,725  $ 615,123  % 

657,475 

12/10/92*** 

98X 

59X 

RS  426-2(4)19 

CENTURY  COMPANIES,  JV 

PEND 

10/02/91 

F.P.M.  TILZEY, RONALD 

HANOVER  - E.  1 H. 

PMS  OVERLAY,  SEC 

08/20/92 

10/23/91 

PHONE  NO  :53B-B731 

7.970 

* 

792,741  $ 749,509  $ 

692,727 

11/06/92*** 

91)1 

7BX 

RS  500-1(1)0 

PORT  ABIE  PAVERS,  INC. 

PEND 

10/02/91 

F.P.M.  SACKS,  RAY 

MELSTDNE  - N. 

PMS  OVERLAY,  SEC 

08/03/92 

10/23/91 

PHONE  NO  : 538-8731 

7.924 

* 

1 ,073,219  t 913,037  $ 

069,050 

10/03/92*** 

95X 

SIX 

BRF-F  16-1(30)1 

COP  CONSTRUCTION  CO. 

11/01/91 

F.P.M.  SCHUMAN,  DAVID 

EAST  BRIDGE  - BILLINGS 

STR’S.  E APPR'S. 

11/19/91 

PHONE  NO  :245-9302 

1.100 

* 

13,357,040  * 7,994,453  t 

4,930,451 

08/25/93*** 

60X 

29X 

IR  90-8(121)447 

MIDLAND  O’LEARY  INC. 

12/11/91 

F.P.M.  SLOE,  DAVID  A. 
PHONE  NO  :248-3827 

S.  BILLINGS  BLVD.  INTERCHANGE 

NEW  INTERCHANGE 

01/29/92 

0.000 

i 

5,347,744  $ 4,150,514  t 

3,205,899 

10/26/93*** 

77X 

40X 

M 7199(3) 

CENTURY  COMPANIES,  JV 

02/03/92 

F.P.M.  SACKS,  RAY 

CASINO  CR.  DRIVE  - LEH1ST0HN 

WIDENING,  PMS  OVERLAY, 

E ST. DRAIN 

02/26/92 

PHONE  NO  : 538-8731 

0.934 

$ 

553,406  % 617,550  t 

651,859 

03/11/93*** 

98X 

109X 

BR  9033(5) 

MACK  IN  CONSTRUCTION  CO 

04/03/92 

F.P.M.  SACKS,  RAY 

MUSSELSHELL  RV.-3E  OF  MELSTONE 

STR.  E APPR'S. 

04/30/92 

PHONE  NO  : 539-8731 

0.209 

$ 

391,685  $ 371,990  $ 

221,306 

01/04/93*** 

59X 

55X 

***  ESTIMATED  COMPLETION  DATE 


DATE:09/14/92 


PROJECT  NUMBER 


LENGTH 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  03/31/92 
***  BILLINGS  DISTRICT  *** 

pRIHC-C0RTRJSCTDR 

0R1B1M 

ENGINEER  CONTRACT  CONTRACTOR  MODIF. 


■JUffiROBTE- 
WORK  BEG. 


PAGE  NO:  11 

■RDRT:KPT:"HECD'PR03ECT"RfiSfifiEr 

PERCENT  ^~C0N7“ 

PROJECT  TIME 


NH  53-1(15)6 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

05/28/92  F.P.M.  KEGLEY,  MEL 

BILLINGS  - N.H. 

G,  G3.  PMS,  AND  S&C 

07/11/92  PHONE  NO  :245-3315 

10.515 

t 8.159,737  t 7,392,323  $ 643,310 

10/31/94**#  9X 

11X 

RS  416-1(6)1 

SLETTEN  CONSTRUCTION  CO. 

05/28/92  F.P.M.  KEGLEY,  MEL 

JELL I SON  ROAD  APR.  - BILLINGS 

G.  GS,  PMS,  6 STR. 

06/19/92  PHONE  NO  :245-3315 

0.234 

$ 704,621  $ 660,392  $ 290,234 

08/01/93***  44X 

23X 

STPF'  37-1(16)19 

E.H,  OFTEDAL  AND  SONS,  INC. 

07/01/92  F.P.M.  0P1E,  BRUCE  E. 

08/17/92  PHONE  NO  :856-4897 

BUSBY  - E.  1 U. 

G,  GS,  PMS,  AND  S&C 

3.299 

♦ 4,300,831  ♦ 4,809,731  * 48,096 

02/18/94***  IX 

8X 

RT  48245(1)16 

TRACY  COWDREY  X ASSOC. 

07/01/92  F.P.M.  TAYLOR,  DONALD 

VALLEY  CREEK  BRIDGE 

BRIDGE  REHAB  6 PMS  OVERLAYOF  APPR‘S. 

08/10/92  PHONE  NO  :252-9735 

RT  81014(1)18 

WORK  CREEK  BRIDGE 

BRIDGE  REHAB  & PMS  OVERLAYOF  APPR'S. 

01/20/93*** 

CONTRACT  TOTAL 

0.237 

$ 168,443  $ 181,067  t 30,045 

17)1 

44X 

RS-BRS  306-1(6)2 

AMERICAN  CONTRACTING,  INC. 

07/30/92  F.P.M.  NEVILLE,  GARY 

OB/24/92  PHONE  NO  :932-4B72 

COLUMBUS  - N. 

G,  GS,  PMS.  1 REFL.  STR.  WITH  PIPE 

3.911 

* 2,630,993  $ 1,983,750  $ 0 

10/18/92***  OX 

3X 

HE3  532-1(1)14 

MIDLAND  O’LEARY  INC. 

OB/23/92  F.P.N.  STUDEBAKER,  RAYMOND 

N.  OF  LAUREL 

G,  GS,  PMS,  SIGNING,  LIGHTING,  l FLASHERS 

/ / PHONE  NO  : 252-7329 

HES  4-1(13)43 

E.  OF  JOLIET 

G.  GS,  PMS,  SIGNING,  LIGHTING,  & FLASHERS 

05/28/93*** 

CONTRACT  TOTAL 

0.000 

$ 252,072  $ 279,026  t 0 

OX 

OX 

IM  90-7(62)353 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

08/28/92  F.P.M.  NEVILLE,  GARY 

SPRINGDALE  - E. 

PVHT.  REMOVAL  l PMS  OVERLAY 

/ / PHONE  NO  :932-4872 

IM  90-8(126)403 

NEST  DF  COLUMBUS 

RUMBLE  STRIPS  INSTALLATION 

11/16/93*** 

CONTRACT  TOTAL 

8.414 

$ 4,832,530  * 3.848,743  $ 0 

OX 

OX 

BILLINGS  GlblKllI  1 U 1 hLd  $ j4,4dc,60j  1 43.844<&t 6 $ 22,271,737  43* 

TOTALS  FOR  ALL  PRDJECTo : 

$208,729,104  1177,638,508  $ 98,850,790 

54s 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  09/30/92 


DATE:  10/09/92  CClSL  UUl 

***  MISSOULA  DISTRICT  *** 

PAGE  NO:  1 

flflflT  KCBT  f TrfA'BCnTfrT'flKnirrR 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK 

PROJECT  DESIGNATION 

mine  LuninHuun 

0R1B1M- 

ENGINEER  CONTRACT 

ESTIMATE  AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

MODIF. 

STATUS 

"AWARD" DATE" 
WORK  BEG. 
WORK  COMP. 

nUNI.Utrl.  hltLD  PROJECT  MANAGER 

""PERCENT  X"CDNT"""' 

PROJECT  TIME 

COMPLETED  USED 

F-FH  5-4(9)168  l FH  12-1(3) 
FORTINE  - N. 


G,  GS,  PMS,  & STR. 


WASHINGTON  CONSTRUCTION 
4,952,044  * 4,447,491  $ A, 975, 226 


07/02/91  F.P.M.  PIEDALUE,  EUGENE  R. 

08/09/91  PHONE  NO  :8B1-2813 

07/08/93***  98X  89X 


1R  0002(33) 

BRIDGE  REHAB.  - BIST.  II 


BR.  DECK  REHAB. 


DICK  ANDERSON  CONSTRUCTION 
922,872  $ 930,279  $ 918,107 


03/12/92  F.P.M.  NAART,  WILLIAM  C. 

04/10/92  PHONE  NO  :549-6491 

06/17/93***  99X  60X 


RT  32166(1)5 

0.5  MILES  E.  OF  NINEMILE 


0.000 


SCOTT  CONSTRUCTION  INC. 

STR.  REHAB,  & GDRL.  REPLACE. 

♦ 105,840  * 85,900  * 51,876 


04/07/92  F.P.M.  CHEZICK,  LAWRENCE  J. 

08/05/92  PHONE  NO  .-B26-4457 

12/07/92***  60X  09/01/92 


STPP  77-1(2)0 
HOT  SPRINGS  - E. 

STPP  36-1(7)16 
HOT  SPRINGS  - N.  I S. 
CONTRACT  TOTAL 


PMS  OVERLAY.  SIC 
PMS  OVERLAY,  SIC 

11.618 


A-l  PAVING,  INC. 


2,206,060  i 2,016,117  $ 1,638,776 


STPHS  93-1(6)25 
W.  OF  LOLO 
RTF  7-1(51)74 
FLORENCE  - N.  IS. 
CONTRACT  TOTAL 


WESTERN  MATERIALS, 

LEFT  TURN  BAY  INST.  (INCL.  G,GS,  PMS,  AND  S&C) 


INC. 


PMS  OVERLAY.  S&C 

3-100  t 473,753  * 362,772  $ 358,430 


STPP  83-1(14)23 
LAKE  INE2  - N. 


8.389 


RIVERSIDE  CONTRACTING 

WIDEN.,  PMS  OVERLAY  AND  S&C 

t 1,944,870  i 1,740,999  $ 


936,165 


04/29/92  F.P.M.  CHRJSINGER, KENNETH  L 

05/21/92  PHONE  NO  :756-7056 

05/03/93*** 


01X  79)P  | 

Is! 

04/29/92  F.P.M.  WILLIAMS,  JAMES  R.  ,,<*> 
06/22/92  PHONE  NO  :721-1?69 
02/11/93*** 


96X  89X 

SI  % 

05/28/92  F.P.M.  MARIN,  GARY  R. 

06/29/92  PHONE  NO  .-756-7024 

01/29/94***  54X  60X 


CO 

CO 

ro 


c /> 
o 

c:j 


F 6-1(49)91 
PERMA  - E.  & 


8.203 


G,  GS, 


PMS,  & PMS  OVERLAY 

t 


SCHELL  I NSER  CONST  CO., INC. 
2,181,246  $ 1,924,207  * 1,323,505 


05/28/92  F.P.M.  JOHNSON,  ROBERT  L. 

06/15/92  PHONE  NO  :82l-4468 

10/16/93***  69X  58X 


IM  90-2(88)110 

I 90  BRIDGES  - BONNER 

WASHINGTON  CONSTRUCTION 

BRIDGE  WIDENING  & APPR'S. 

0-395  * 4,829,942  % 3,880,412  $ 

ft*9  n 

07/01/92  F.P.M.  MAART,  WILLIAM  C. 

07/29/92  PHONE  NO  .-549-6491 

03/30/93***  17X  14X 


***  ESTIMATED  COMPLETION  DATE 


DATE: 10/09/92 


PROJECT  NUMBER  LENGTH 
fR  P JEC  J_  DES  J GNA  J J 0N_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  09/30/92 
***  MISSOULA  DISTRICT  *** 

— pRiHE'CDRTRfiCTOfi 

DRlBlRAt ARARD  DATE 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP. 


PAGE  NO:  2 
HDfJTTDEPTTTIECD'FfiOJECT'HANAGER 
PERCENT  VCDRT*'"' 

PROJECT  TIME 

COMPLETED  USED 


BR  9015(16) 
WHITEFISH  RV.-6  MI. 


OF  KAL.  STR.  & APPR'S. 

0.200 


FRONTIER-NEST,  INC. 

275,928  t 398,129  $ 189,865 


07/01/92  F.P.M.  KALBER8,  J.  GARY 

08/03/92  PHONE  NO  .-756-7026 

03/09/93***  53X  99X 


NH  7-1(55)50 
S.  OF  MISSOULA 


S16NIN6  UPGRADE 

91.190 


ALPINE  CONSTRUCTION,  INC. 

233,897  $ 161,999  $ 38,850 


07/01/92  F.P.M.  SULLIVAN,  SHEILA 

08/12/92  PHONE  NO  :721-1769 

11/01/92***  29X  11/01/92 


M-STPU  8103(6) 

RESERVE  STREET  - MISSOULA 


2.169 


NELCON,  INC. 

G,  65,  & PCCP  (LIM.  ACC.  FAC.) 

♦ 5,938,237  $ 5,585,621 


935,892 


07/30/92  F.P.M.  WILLIAMS,  JAMES  R. 

09/03/92  PHONE  NO  :721-l769 

11/16/99***  8X  10X 


STPP  6-1(98)52 
THOMPSON  FALLS  - E. 


RIVERSIDE  CONTRACTING 

WIDENING,  PMS  OVERLAY,  AND  SiC 

9.797  $ 1,637,663  * 1,968,139  $ 


10/01/92  F.P.M.  CHR I SINGER, KENNETH  L 
/ / PHONE  NO  : 756-7056 
09/29/93***  OX  OX 


m 


:iM5<i;OISTK[cr  totals; 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  09/30/90 

**»  BUTTE  DISTRICT  »**  PAGE  NO:  3 

PRIfTCONTRACTOR R0HT7DEPTr~FTeC0~PR0IECT~fWfM6ER ' 

ORlElSAt  AWARD-  DATE  PERCENT  IT  CONTI'” 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

PROJECT  DESIGNATION  ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


DATE : 10/09/9H 


F 8-0(09)46  DICK  ANDERSON  CONSTRUCTION 

EAST  HELENA  - E.  IN.  PCCP  & STR.  REHAB. 

3.951  v * 1,600,639  * 1,388,575  $ 1.406,867 


03/11/91  F.P.M.  ENG3TEDT.  CARL 

04/15/91  PHONE  NO  :444-6306 

07/03/90  100X  90X 


RS  078-1(6)0 

JACKSON  INTERCHANGE  - U.  G,  GS,  4 PMS 

8.700 


JIM  GILMAN  EXCAVATING  INC. 
0,010,857  $ 1,801,855  ♦ 1,985,417 


06/04/91  F.P.M.  WILLIAMS,  PAUL 

08/08/91  PHONE  NO  :683-609O 

09/05/90  100X  61 X 


RTF  13-5(1)93 

JIM  6ILMAN  EXCAVATING  INC. 

APPR 

06/04/91 

THREE  FORKS  - W. 

MILL,  PMS  OVERLAY,  S4C 

08/19/90 

08/05/91 

RTS  009-1(1)0 

09/18/90 

N.  MONTANA  AVE . - N.  OF  HELENA 

PMS  OVERLAY,  S4C 

RTM  1801(1) 

BREWERY  BYPASS  - BUTTE 

PMS  OVERLAY,  S4C 

RT  47586(1) 

CENTENNIA1  DR.-  W.  OF  BUTTE 

PMS  OVERLAY,  S4C 

RTS  518-1(1)0 

APPR 

MONTANA  CITY  ROAD 

PMS  O' LAY,  GDRL.  INST.,  S4C 

09/08/90 

RTF  69-1(7)30 

APPR 

BOULDER  - S. 

PMS  OVERLAY,  S4C 

09/03/90 

RTM  5809(9) 

APPR 

N.  MONTANA  AVE.-  HELENA 

PMS  OVERLAY,  S4C 

08/00/90 

RTF  09-4(14)83 

HARRISON  AVE.  - BUTTE 

SEAL  4 COVER 

RTF  8-1(15)03 

APPR 

HacDONALD  PASS  (W.  SIDE) 

PMS  OVERLAY,  S4C 

09/00/90 

RTF  09-4(15)78 

BUTTE  - S. 

PMS  OVERLAY.  S4C 

CONTRACT  TOTAL  39.868 

♦ 0,995,708  $ 0,050,940  i 0,190.587 

F.P.M.  WILLIAMS,  PAUL 
PHONE  NO  : 683-6090 


100X 


74X 


IR  90-4(40)009 

CONTINENTAL  DRIVE  INT.-  BUTTE 
IR  15-1(78)64 
N.  DILLON  INTERCHANGE 
CONTRACT  TOTAL  0.000 


SKINNER  ENTERPRISES 

PARTIAL  INTERCHANGE  LIGHTING 

PARTIAL  INTERCHANGE  LIGHTING 

$ 017,900  ♦ 018.539 


018,811 


07/00/91  F.P.M.  HUNTER, LARRY 
10/18/91  PHONE  NO  .-780-1797 
09/10/90 


100X 


48X 


RS-BRS  031-1(3)0 

GREEN  MEADOW  DR.  - HELENA  G,  GS,  PMS,  l STR'S. 

3.047 


MARONICK  CONST.  CO.,  INC 
0,930,905  $ 0,368,374  i 0,413,837 


07/30/91  F.P.M.  ENGSTEDT,  CARL 

08/06/91  PHONE  NO  :444-6306 

09/14/90  100X  86X 


ESTIMATED  COMPLETION  DATE 


i) 


iqt)  ) 


DA (E : 10/09/9E 


PROJECT  NUMBER  LEN6TH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDINB  09/30/92 
***  BUTTE  DISTRICT  *** 

PRIHE-COSTRACTOfi 

ORIGINAL 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  HOOIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PAGE  NO:  A 

RONOEPnTLELD-PROJECT-flfiMGER 

AWARD"  DATE PERCENT  V C0NT7 ' ' 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


BRF  29-1118)50 

JEFF .RV. - N.  OF  TWIN  BRID6ES 

0.693 

JIM  61LMAN  EXCAVATING  INC. 

STR.  & APPRS.  (NEW  ALIGNMENT) 

$ 2,339,053  i 1,778,982  t 1,757,488 

08/28/91 

09/24/91 

02/06/93*** 

F.P.M.  GILMAN,  ROBERT 
PHONE  NO  : 684-5869 

m 

89X 

RRS-BRS  205-1(13)28 

BN  RROP  - N.  OF  BOZEMAN 

0.517 

DICK  ANDERSON  CONSTRUCTION 

RROP  REPLACEMENT  & APPRS. 

♦ 2,819,447  $ 2,728,514  t 1,965,569 

10/30/91 

02/27/92 

03/14/93*** 

F.P.M.  SAUNDERS, LESLIE 
PHONE  NO  :222-8199 

m 

51X 

IR  0002(22)  U1 

1-90  BR.  REHAB.  - DIST.  12 

0.200 

SLETTEN  CONSTRUCTION  CO. 

STR.  REHAB. 

♦ 1,411,687  * 1,346,643  $ 1,115,310 

12/11/91 

03/31/92 

06/30/93*** 

F.P.M.  HUNTER, LARRY 

PHONE  NO  : 782-1797 

83X  11/01/92 

IR  15-3(49)163 

BOULDER  HILL  - N.  1 S. 

12.378 

JIM  GILMAN  EXCAVATING  INC. 

INPLACE  ASPH.  PVMT.  RECYCLING, PMS  OVERLAY.  AND  S&C 

* 3,890,242  ♦ 3,306,332  * 2,829,340 

03/12/92 

05/04/92 

08/23/93*** 

F.P.M.  ENGSTEDT,  CARL 
PHONE  NO  :444-6326 

86X 

88  X 

IR  0002(22)  U2 

BRID6E  REHAB.  - DIST.  i2 

0.000 

SLETTEN  CONSTRUCTION  CO. 

STR.  REHAB. 

♦ 1,746,224  t 1,943,436  t 1,594,644 

03/12/92 

04/20/92 

08/12/93*** 

F.P.M.  HUNTER, LARRY 
PHONE  NO  : 782- 1797 

82X 

66X 

RS  540-1(4)11 

CHICO  - N.  & S. 

4.170 

PIONEER  READY  MIX 

PMS  OVERLAY,  S&C 

♦ 654,761  * 549,853  * 576,148 

03/12/92 

04/13/92 

06/22/93*** 

F.P.M.  SAUNDERS, LESLIE 
PHONE  NO  :222-Bl99 

98X 

92X 

STPP  87-1(5)0 

QUAKE  LAKE  ROAD 

22.450 

SLETTEN  CONSTRUCTION  CO. 

PMS  OVERLAY,  SIC 

i 2,526,553  t 2,542,439  * 2,338,080 

04/03/92 

05/04/92 

07/31/93*** 

F.P.M.  BRAZ1LL,  WILLIAM 
PHONE  NO  :494-3224 

92X 

74X 

IM-1R  90-5(50)264 

MILLIGAN  CANYON  - E.  & W. 

10.530 

SLETTEN  CONSTRUCTION  CO. 

COLD  MILLING,  PMS  OVERLAY,  S&C 

$ 5,930,248  $ 4,598,910  $ 3,894,371 

04/03/92 

05/04/92 

01/12/94*** 

F.P.M.  HELD,  TERRY  (ACTING) 
PHONE  NO  : 494-2403 

85X  86X 

IR  15-4(66)192 

CAPITOL  INTCH.  - HELENA 

MH  8-2(35)44 

PROSPECT  AVE.  - HELENA 

HARONICK  CONST.  CO.,  INC 

SIGNALS,  & LEFT  TURN  STORAGE 

PAVEMENT  HARKINGS 

04/07/92 

07/20/92 

06/30/93*** 

F.P.M.  ENGSTEDT,  CARL 
PHONE  NO  .-444-6326 

* ESTIMATED  COMPLETION  DATE 


DATElIO/09/?? 


PROJECT  NUMBER  LENGTH 
PROJECT  .DESIGNATION. 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDIN6  09/30/92 

*♦*  BUTTE  DISTRICT  *»#  PAGE  NO:  5 

pRIfrcmcTOfi host:dept:7iecd'project'hasa5er 

'"ORIRIRM  AWARD' BATE PERCENT  VCDRT:-" 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


HES  8-2(33)46 
PROSPECT  4 18TH  - 
CONTRACT  TOTAL 

HELENA 

0.814 

SI6NAL  INSTALLATION 

$ 

443,023 

i 

NH  8-4(17)65 

EMPIRE 

WINSTON  - S.E. 

WIDEN.,  MILL,  PMS  REPL., 

S6C 

10.570 

i 

3,641,037 

t 

RTF  14-1(6)0 

EMPIRE 

BROADWAY  STREET  - 
RTF  14-1(7)11 

TOWNSEND 

PMS  OVERLAY,  S4C 

DEEP  CREEK  CANYON 
CONTRACT  TOTAl 

12.430 

PMS  OVERLAY,  S4C 

4 

630,912 

t 

342.266  * 

426,602 

98X 

72X 

SAND  AND  GRAVEL 

CO., INC 

04/29/92 

05/19/92 

F.P.M.  O'BRIEN, MURRAY 
PHONE  NO  :266-4466 

(ACT) 

2,497,101  $ 

2,128,178 

09/07/93*** 

85X 

49X 

SAND  AND  GRAVEL 

CO., INC 

04/29/92 

05/19/92 

09/22/92 

F.P.M.  O'BRIEN, MURRAY 
PHONE  NO  : 266-4466 

(ACT) 

552,922  $ 

457,810 

100X 

93X 

NH  50-2(29)70 
GALLATIN  GATEWAY  - N.  4 S. 


11.608 


G,  GS,  PMS,  AND  S4C  FOR 


JIM  GILMAN  EXCAVATING  INC. 
PARTIAL  WIDEN.  4 PARTIAL  OVERLAY 
A, 159,479  $ 2,947,774  $ 494,537 


05/28/92  F.P.M.  McCORMICK, THOMAS 

08/10/92  PHONE  NO  :586-5074 

06/!3/94#ti  174  30X 


RS-HES  280-1(10)1 
WARREN  SCHOOL  CURVES 


6,  GS,  PMS,  AND  S 4 C 

0.708 


SK  CONSTRUCTION,  INC. 

589,932  I 452,022  ♦ 290,707 


07/01/92  F.P.M.  FLYNN.  CLAUDE  J. 

08/07/92  PHONE  NO  .*494-3224 

05/05/931#*  64X  82X 


STPHS  29-1(19)7 
E.  OF  VIRGINIA  CITY 
STPHS  357-1(1)7 
S.  OF  ALDER 
CONTRACT  TOTAL 


GUARDRAIL,  SIGNING,  4 DELIN. 


OMO  CONSTRUCTION  INC 


GUARDRAIL,  SIGNING,  4 DELIN. 

1.490  $ 51,044 


36,265 


33.527 


08/28/92  F.P.M.  WILLIAMS,  PAUL 

09/14/92  PHONE  NO  : 683-6290 

09/16/92 


100X  11/01/92 


STPX  0002(41) 

VAR.  LDC'S. -HELENA  4 BILLINGS 


MARK  RITE  LINES  OF  MONT.. INC 
PAVEMENT  MARKINGS  (FOR  TESTING  4 EVALUATION) 

* 589,026  t 346,767  $ 


10/01/92  F.P.M.  ENGSTEDT,  CARL 

/ ) PHONE  NO  .*444-6326 

11/14/92*1*  OX  OX 





)>) 


^ ) 


DATE: 10/09/92 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ERODING  09/30/92 
***  GRFAT  FALLS  DISTRICT  *** 
'PRIHE'CONTRACTOir 


PAGE  NO:  6 

-RONOEPTrFIECD'PROJECrflANAGER 


PROJECT  NUMBER 

PROJECT  DESIGNATION 

LENGTH 

ORIGINAL 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

'AWARD' DATE 

WORK  BEG. 

WORK  COMP. 

percent 

PROJECT 

COMPLETED 

tcdnt:— 

TIME 

USED 

F 1-7*9)430 

FORT  BELKNAP  - E. 

16.372 

3K  CONSTRUCTION,  INC. 

6,  65,  PMS,  l STR’S. 

$ 15,851,998  $ 12,715,057  $ 

8,637,080 

08/28/91 

09/26/91 

11/15/93*** 

F.P.H.  TREFTZ,  GORDON 

PHONE  NO  : 353-6966 

68X  68X 

NH  60-2(27)71 

ARM1N6T0N  JUNCTION 

0.000 

BOST  CONSTRUCTION 

G,  GS,  PMS.  COMFORT  STA.  AND  HEIGH  STA. 

$ 1,068,007  * 1,106,976  $ 

663,952 

02/03/92 

03/23/92 

06/16/93*** 

F.P.H.  THOMSON,  BOB 
PHONE  NO  .-727-6350 
60X 

120X 

RS  255-1(6)5 

5 MI.  N.  OF  RUDYARD  - N. 

5.638 

MONTGOMERY  CONSTRUCTION 

G,  GS,  & PMS 

$ 1,695,690  * 1,662,699  $ 1,660,200 

03/12/92 

06/08/92 

10/16/93*** 

F.P.H.  GREGORY,  DOUGLAS 

PHONE  NO  : 355-6309 

88X  99X 

RS  431-1(4)7 

FAIRFIELD  - POWER 

7.290 

RIVERSIDE  CONTRACTING 

6.  GS,  l PMS 

♦ 3,122,139  * 2,993,028  % 

2,669,521 

03/12/92 

03/23/92 

12/02/93*** 

F.P.H.  HICKMAN.  TERRY 

PHONE  NO  .-278-7931 

89X  75X 

NH  26-3(21)91 

ROGERS  PASS  - E. 

9.361 

D.H.  BIATTNER  6 SONS 

WIDENING,  PMS  OVERLAY,  l STR. 

t 8,318,063  t 7,063,696  « 

3,059,569 

06/16/9? 

05/16/92 

06/30/96*** 

F.P.M.  SMITH,  WALT 
PHONE  NO  :235-6636 
63X 

61X 

RTF  58-1(9)30 

DIVIDE  CREEK  - S.  OF  ST.  MARY 

0.000 

WESTERN  STATES  CONTRACTING 

GRADING  i RIPRAP  (SLIDE  CORR.) 

$ 155,291  $ 161,613  * 127,556 

06/16/92 

06/10/92 

08/13/92 

F.P.M.  LEO,  DENNIS 
PHONE  NO  : 636-2670 
100X 

32X 

RTS  536-1(3)27 

6TH  AVE.  S.  - CONRAD 

RT  81007(1)15 

SHELBY  - S.  (FRONTAGE  ROAD) 
CONTRACT  TOTAL 

10.858 

RIVERSIDE  CONTRACTING 

PMS  OVERLAY,  SIC 

PMS  OVERLAY,  SIC 

* 713,666  $ 709,021  $ 

692,355 

06/29/92 

06/01/92 

09/10/92 

F.P.M.  LEO,  DENNIS 
PHONE  NO  :636-2670 

100X 

09/01/92 

IM  0002(38) 

VAR.  LOC’S.  - DIST.  13 

0.000 

DIAMOND  CONSTRUCTION 

REVE61TATI0N  l EROSION  CONTROL 

♦ 137,207  $ 123,863  * 

71,358 

05/28/92 

06/29/92 

01/06/93*** 

F.P.H.  WILMOT,  DOUG 
PHONE  NO  : 622-5369 
58X 

95X 

NH  26-3(20)68 

LINCOLN  - E l W 

8.032 

SI.ETTEN  CONSTRUCTION  CO. 

(PARTIAL)  G,  GS,  PMS,  AND  SiC. (PARTIAL)  WIDEN,  PMS  OVER! AY. 

♦ 3,635,628  $ 3.286,906  ♦ 1,266.665 

07/01/92 

07/27/92 

06/22/96*** 

F.P.M.  STEEN,  GARY 
PHONE  NO  : 727-6350 
38X 

25X 

* ESTIMATED  COMPLETION  DATE 


MIEslO  mill 


PROJECT  NUMBER  LENGTH 
PROJECT  .PISJGNAJJON 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDD1NG  09/30/92 
♦ **  GREAT  FALLS  DISTRICT  *** 

PRTHE'CONTRfiCTOR 



ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PAGE  NO:  7 

HOROEFnTTECSTROJECmMGER 

'ADMIT DATE  PERCENT X CDRTT 

WORK  BE6.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


STPX  0002(39)  SHANSTON  EQUIPMENT  CO. 

DURABLE  PVMT.  MARKINGS  - STHD.  DURABLE  PVMT.  HARKINGS  INSTAL. 

334.800  $ 1,840,995  * 1,624,530  $ 639,679 


07/01/92  F.P.M.  GREGORY.  DOUGLAS 

08/05/92  PHONE  NO  : 355-4309 

09/01/96***  39X  09/01/96 


IR  15-8(47)354  RIVERSIDE  CONTRACTING 

SHELBY  - S.  PMS  OVERLAY 

11.190  I 7,068,271  $ 6,149,105  * 


10/01/92  F.P.M.  LEO,  DENNIS 

/ / PHONE  NO  : 434-2470 

07/15/94***  OX  OX 


;7[t; 


BA1.E:  10/ 09/92 


PROJECT  NUMBER  LEN6TH 

iBPMIJfSISNATJPN. 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ERODING  09/30/92 

♦**  GLENDIVE  DISTRICT  ***  PAGE  NO:  8 

PRTflrCOfMfiCTOR' HOfIT:DEPT:'FIE[D'PROJECT'llA«AG£R‘ 

— ORlBlRAr AWARD’ DATE  PERCENT VCDRTT-"" 

EN6INEER  CONTRACT  CONTRACTOR  HODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  _ AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


F-BRF  32-1(9)6  U2 

MACON  - N. 


ASSINIBOINE  l SIOUX  TRIBES 
FENCIN6  & SEEDING  (NEGOTIATED  TRIBAL  CONTRACT) 

0.000  * 207,929  $ 207,929  $ 173,970 


05/29/90  F.P.M.  QUALE,  KENNETH 

07/09/90  PHONE  NO  :365-2877 

10/01/92*##  89X  OX 


RS  938-1(7)25  UP 
25  HI.  N.  OF  NASHUA  - N. 


ASSINIBOINE  1 SIOUX  TRIBES  PEND 

FENCING  i SEEDING  (NEGOTIATED  TRIBAL  CONTRACT)  03/09/92 

♦ 69,566  * 69,566  * 96,092 


05/29/90  F.P.M.  QUALE.  KENNETH 

07/09/90  PHONE  NO  : 365-2877 

10/01/92***  66X 


OX 


F 37-2(9)63 
ASHLAND  - E. 


13.600 


BORDER  STATES  PAVING. INC. 

PMS  OVERLAY,  MIN.  HID..  SiC 

* 3,370,983  $ 3,202,006  i 3,117,286 


06/09/91  F.P.M.  SWANSON,  ROBERT  E. 

07/02/91  PHONE  NO  :936-P271 

02/11/93***  97X  83X 


RS  322-1(1)11 

LITTLE  BEAVER  CR.-  SE  OF  BAKER  STR.  & APPR'S. 

0.917 


COP  CONSTRUCTION  CO. 

783,632  ♦ 722,171  $ 689,999 


10/02/91  F.P.M.  SCHNEIDT,  JOE 

03/16/92  PHONE  NO  :232-l093 

12/07/92***  95X  62X 


F 57-5(16)192 

BIG  DRY  CREEK  - W. 

G,  GS,  PMS,  & STR. 

WASHINGTON  CONSTRUCTION 

8.805 

* 6,108,009  * 5,966,600  $ 5 

10/02/91  F.P.M.  WOLF,  LARRY 

11/15/91  PHONE  NO  :365-2877 

09/06/93***  98X  59X 


IR  99-9(99)138 
MILES  CITY  - E. 


PMS  OVERLAY,  SIC 

11.303 


PORTABLE  PAVERS,  INC. 

3,879,902  $ 2,898,999  * 2,828,790 


10/30/91  F.P.M.  STEWART,  DONALD 

02/27/92  PHONE  NO  :557-2333 

09/05/93***  99X  63X 


BR  9010(8) 

W.  FORK  POPLAR  RIVER  STR.  i APPR'S. 

0.000 


EDWARD  T.  CORPS  CONST. 

396,515  $ 382,162  $ 299,810 


12/11/91  F.P.M.  GREUFE,  LARRY 

03/11/92  PHONE  NO  :653-1050 

01/13/93***  77X  83X 


SMP  5399(91) 

MMS  STOCKPILES  - DIST.  «9 


CRUSH  & STOCKPILE  GRAVEL 
0.000  % 


KONITZ  CONTRACTING,  INC. 

586,700  t 232,700  t 162,202 


12/11/91  F.P.M.  SAIN,  LARRY 

09/29/92  PHONE  ND  : 653-1050 

03/15/93***  70X  03/15/93 


IH-IR  99-3(38)85 
FORSYTH  - E.  & W. 

IM-Ifi  99-3(91)116 
ROSEBUD/CUSTER  CO.LN.-E. 
CONTRACT  TOTAl 


31.273 


PMS  OVERLAY,  AND  SIC 


SEAL  l COVER  (WB  LANES  ONLY) 

♦ 7,913,961 


PORTABLE  PAVERS,  INC. 


♦ 6,019,299  $ 1,979,037 


09/03/92  F.P.M.  STEWART,  DONALD 

05/05/92  PHONE  NO  :557-2333 

12/17/93*** 


33X  98X 


ESTIMATED  COMPLETION  DATE 


V 


=?)) > 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDD1NG  09/30/92 


DATE : 10/09/9? 

fit 

GLENDIVE  DISTRICT  *** 

PAGE  NO:  9 

PRIME  CONTRACTOR 

MONT.  DEPT.  FIELD  PROjECtHARAGER 

ORIGINAL 

ARARD  DATE 

PERCENT  ' rCDRTT" 

PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

ENGINEER 

CONTRACT 

CONTRACTOR 

MODIF. 

WORK  BE 6. 

PROJECT  TIME 

PROJECT  DESIGNATION 

ESTIMATE 

AWARD  AMT. 

PAYMENTS 

STATUS 

WORK  COMP. 

COMPLETED  USED 

BRF  42-3(10)73  U2 

PRINCE,  INC. 

04/03/92 

F.P.M.  FRETTE,  KURT  L. 

MILK  RIVER  - S.  OF  GLASGOW 

G,  GS,  PMS  & STR.  REM. 

04/24/92 

PHONE  NO  :228-9478 

STPP  42-3(12)59 

04/05/93*** 

FORT  PECK  - GLASGOW 

G.  GS.  PMS,  l REM.  STR’S. 

CONTRACT  TOTAL 

16.411 

1 6,291,060 

t 5,616,307 

% 3,064,662 

551  431 

STPP  25-1(18)17 

WASHINGTON  CONSTRUCTION 

04/29/92 

F.P.M.  FRIEND,  DAVE 

17  MI.  N.  OF  CIRCLE  - N. 

G,  GS,  PMS,  l STR'S. 

07/06/92 

PHONE  NO  : 365-2877 

10.995 

% 10,013,083 

t 8,650,912 

i 1,698,185 

09/28/94*** 

201  381 

RTF  1-8(17)446 

PORTABLE  PAVERS,  INC. 

07/30/92 

F.P.M.  ARTHUR.  RONALD  T. 

DODSON  - W. 

RTF  25-2(5)47 

PMS  OVERLAY,  S&C 

/ / 

04/15/93*** 

PHONE  NO  :787-5701 

WOLF  POINT  - S.E. 

CONTRACT  TOTAL 

12.700 

PMS  OVERLAY,  SIC 

i 529,564 

$ 489,244 

* 4,893 

11  01 

RS  537-1(2)0 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

08/28/92 

F.P.M.  SAIN,  LARRY 

HINSDALE  - N. 

9.329 

PMS  OVERLAY,  AND  S&C 

/ / 

PHONE  NO  .*653-1050 

" ' ‘erarowrursTdrcT  'rarer 

♦ 1,001,337 

TW^W.Uff" 

1 892,065 

'■fTOWra 5£" 

♦ 8,920 

12/07/92*** 

11  01 

w ' ) 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  09/30/92 


PATE i 10/09/92 

♦♦*  BILLINGS  DISTRICT  *** 

PA6E  NO:  10 

pRrflrc0f,TfiflCT0R 

MRT;B£pT:-FIKD-pRMKT-MWKR- 

PROJECT  NUMBER  LENGTH 

PROJECT  DESIGNATION 

TYPE  OF  WORK 

ORIGINAL 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

ADAROATE  PERCENT  S'CDRTT" 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 

F-FLH  37-1116)19  U2 

BUSBY  - E.  4 H. 

6.956 

G,  GS,  PMS,  4 STR'S. 

EMPIRE  SAND  AND  GRAVEL  CO.. INC 

t 6,586,602  « 6,933,011  $ 5,283,263 

PEND 

07/31/92 

08/28/91  F.P.M.  OPIE,  BRUCE  E. 

09/30/91  PHONE  NO  :856-6897 

10/06/93**#  98X 

624 

BRS  419-1 (2)0 

E.  ROSEBUD  CR.-S.  OF  ABSAROKEE 

0.369 

STR.  1 APPR’S. 

TAHIETTI  CONSTRUCTION  CO. 

* 667,725  » 615,123  t 657,675 

08/28/91  F.P.M.  STUDEBAKER,  RAYMOND 

09/12/91  PHONE  NO  :252-7329 

12/12/92***  98X  594 

RS  500-1(1)0 

HELSTONE  - N. 

7.926 

PMS  OVERLAY,  S4C 

PORTABLE  PAVERS,  INC. 

♦ 1,073,219  $ 913,037  t 882.750 

PEND 

08/03/92 

10/02/91  F.P.M.  SACKS,  RAY 
10/23/91  PHONE  NO  :538-8731 
10/22/92***  974 

964 

BRF-F  16-1(30)1 

EAST  BRIDGE  - BILLINGS 

1.108 

STR'S.  4 APPR'S. 

COP  CONSTRUCTION  CO. 

i 13,857,060  $ 7,996,653  $ 5,135,250 

11/01/91  F.P.M.  SCHUMAN,  DAVID 

11/19/91  PHONE  NO  :265-9802 

10/23/93***  664 

354 

IR  90-8(121)667 

S.  BILLINGS  BLVD.  INTERCHANGE 

0.000 

NEU  INTERCHANGE 

MIDLAND  O'LEARY  INC. 

i 5,367,766  1 6,150,516  ♦ 3,609,991 

12/11/91  F.P.M.  SLOE,  DAVID  A. 

01/29/92  PHONE  NO  :268-3827 

11/19/93***  874 

684 

M 7199(3) 

CASINO  CR.  DRIVE  - LEU IS TORN 

0.936 

U1DENIN6,  PMS  OVERLAY, 

CENTURY  COMPANIES,  JV 

4 ST. DRAIN 

♦ 553,606  * 617,550  $ 655,028 

02/03/92  F.P.M.  SACKS,  RAY 
02/26/92  PHONE  NO  :536-B731 
03/31/93***  984 

1094 

BR  9033(5) 

MUSSELSHELL  RV.  -SE  OF  MELSTONE 

0.208 

STR.  4 APPR'S. 

MACK IN  CONSTRUCTION  CO 

* 381,685  $ 371,990  $ 288,266 

06/03/92  F.P.M.  SACKS,  RAY 
06/30/92  PHONE  NO  :53&-8731 
01/06/93***  774 

704 

NH  53-1(15)6 

BILL1N6S  - N.U. 

10.515 

6.  GS,  PMS,  AND  S4C 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

♦ 8,159,737  $ 7,392,323  t 1,676,118 

05/2B/92  F.P.M.  KEGLEY,  MEL 
07/11/92  PHONE  NO  :265-3315 
10/31/96***  234 

224 

RS  616-1(6)1 

JELL  ISON  ROAD  APP.  - BILLINGS 

0.236 

G,  GS,  PMS,  4 STR. 

SLETTEN  CONSTRUCTION  CO. 

$ 706,621  I 660,392  * 367,162 

05/28/92  F.P.M.  KEGLEY,  MEL 
06/19/92  PHONE  NO  :265-3315 
08/01/93***  564 

334 

* ESTIMATED  COMPLETION  DATE 


DAI E: 10/09/92. 


PROJECT  NUMBER  LENGTH 
fBPJECJJESJGNAJJON 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  09/30/92 

***  BILLINGS  DISTRICT  »»♦  PA6E  NO:  11 

PRTffi'CMTRKTir  R0RTTSEPT7~FTECD~Pff03ECT~fiMfiGER~ 

DRIBm AWARD* DATE PERCENT S_CDRTT 

ENGINEER  CONTRACT  CONTRACTOR  H0D1F.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


STPP  37-1116)19 
BUSBY  - E.  & W. 


6,  GS,  PHS,  AND  SIC 

3.299 


E.H.  OFTEDAL  AND  SONS,  INC. 

A, 300, 831  * A, 809,731  $ 37A.132 


07/01/92  F.P.M.  OPIE,  BRUCE  E. 

08/17/92  PHONE  NO  :856-AB97 

02/1B/9A***  8X  16X 


RT  A82A5I 1)16 
VALLEY  CREEK  BRIDGE 
RT  8I01A(1)I8 
WORK  CREEK  BRIDGE 
CONTRACT  TOTAL 


TRACY  COWDREY  & ASSOC. 

BRIDGE  REHAB  l PMS  OVERLAYOF  APPR‘S. 

BRIDGE  REHAB  & PMS  OVERLAYOF  APPR'S. 

0.237  $ 168, AA3  * 181,067  ♦ A3, 815 


07/01/92  F.P.M.  TAYLOR.  DONALD 

08/10/92  PHONE  NO  :252-9735 

01/20/93*** 


2AX  ?8X 


RS-BRS  306-1(6)2 
COLUMBUS  - N. 


AMERICAN  CONTRACTING,  INC. 

G,  GS,  PMS,  l REPL.  STR.  WITH  PIPE 

3.911  * 2,630,993  i 1,983,750  ♦ 3AA.0A6 


07/30/92  F.P.M.  NEVILLE,  GARY 

08/2A/92  PHONE  NO  :932-A8?2 

08/15/92***  17X  1AX 


HES  532-1(1)14 
N.  OF  LAUREL 
HES  A-1(13»A3 
E.  OF  JOLIET 
CONTRACT  TOTAL 


MIDLAND  O'LEARY  INC. 

G,  GS,  PMS,  SIGNING,  LIGHTIN6,  1 FLASHERS 

G.  GS.  PHS,  SIGNING,  LIGHTING.  1 FLASHERS 
0.000  t 252,072  ♦ 279,026  * 8.9A6 


08/28/92  F.P.M.  STUDEBAKER.  RAYMOND 

09/11/92  PHONE  NO  :252-7329 

03/16/93*** 


3X 


OX 


IM  90-7(62)353 
SPRINGDALE  - E. 
IM  90-8 ( 126>A03 
WEST  OF  COLUMBUS 
CONTRACT  TOTAL 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

PVHT.  REMOVAL  1 PMS  OVERLAY 
RUMBLE  STRIPS  INSTALLATION 

8-A1A  t A, 832, 530  t 3,8A8,7A3  * A9.327 


08/28/92  F.P.M.  NEVILLE.  GARY 

09/21/92  PHONE  NO  .-932-A872 

11/16/93*** 


IX 


3X 


BR  905A ( 5 ) 

AMERICAN  FORKS.  OF  HARLOWTOWN  STR.  1 APPR'S. 

0.A35 


DICK  ANDERSON  CONSTRUCTION 
320, 69A  ♦ 275,818  * 


10/01/9?  F.P.M.  SACKS,  RAY 

/ / PHONE  NO  : 538-8731 

12/07/92***  OX  OX 


RS  308-1(12)6 
BEARCREEK  E.  1 W. 


1.A95 


MONTGOMERY  CONSTRUCTION 

WIDEN.. G.GS. PMS  OVERLAY,  SIC 

i 977,560  ♦ 999".  698  $ 


10/01/92  F.P.M.  SCHUMAN,  DAVID 

/ / PHONE  NO  .*245-9802 

10/06/92***  OX  OX 


"'ffmrnies'DrsmrcrTam's  rforcwr 

l5I5£5;FOR;ficc;pRojECTsir;;;;;;;:;:;;;;::;;; wu^im^is- 


■'r«F‘u?^™rff1f75l7« wr 

:mi5L.35 ir:^?S55fiiiio“rr““r”“r — — wr 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

_ , ^ n . , construction  report  for  period  enduing  10/31/92 

DATE : 1 1 /iO/98  £)C,LC  cJ  0?  H ***  MISSOULA  DISTRICT  *** 

PRIK"COHTRACTOR 

BR1ETOE 

PROJECT  NUMBER  LENGTH  TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

PROJECT  DESIGNATION  ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


U,  .. 


c* 


PAGE  NO:  1 
HONTTDEPTrnECD-pROJECT-fIflNAGER';  fb 
'flHftRITDATE  PERCENT  VCORTT"' , 

WORN  BEG.  PROJECT  TIME  TS> 

WORK  COMP.  COMPLETED  USED 


F-FH  5-4(9)168  I FH  12-1(3) 
FORTINE  - N. 


1R  0002(33) 

BRIDGE  REHAB.  - DIST.  il 


STPP  77-1(2)0 
HOT  SPRINGS  - E. 

STPP  36-1(7)16 
HOT  SPRINGS  - N.  X S. 
CONTRACT  TOTAL 


STPP  83-1 ( 14)23 
LANE  INEZ  - N. 


.389 


F 6-1(49191 
PERMA  - E.  6 H. 


8.203 


IN  90-2(88)110 
I 90  BRIDGES  - BONNER 


0.395 


Bfi  9015(16) 

WH1TEF1SH  RV.-6  MI.  N.  OF  NAL. 


0.200 


NH  7-1(55)50 
S.  OF  MISSOULA 


41.190 


M-STPU  8103(6) 

RESERVE  STREET  - MISSOULA 


ESTIMATED  COMPLETION  DATE 


G,  SS.  PHS,  L STR. 


WASHINGTON  CONSTRUCTION 
$ 4,952,044  * 4,447,491  * 5,030,726 


0.000 


BR.  DECK  REHAB. 


DICK  ANDERSON  CONSTRUCTION 
$ 922,872  $ 930,279  t 918,107 


11.618 


PMS  OVERLAY,  S&C 
PMS  OVERLAY,  StC 


A-l  PAVING,  INC. 


* 2,206,060  $ 2,016,117  $ 1,699,478 

RIVERSIDE  CONTRACTING 


WIDEN.,  PMS  OVERLAY  AND  S&C 

t 1,944,870  $ 1,740,999  $ 1,602,435 


SCHELL  I NGER  CONST  CO., INC. 

G,  GS,  PMS,  l PMS  OVERLAY 

$ 2,181,246  $ 1,924,207  $ 1,966,742 


„ WASHINGTON  CONSTRUCTION 

BRIDGE  WIDENING  S=  APPR'S. 

* 4,029,942  $ 3,880,412  t 828,142 


STR.  i APPR'S. 


FRONTIER-WEST,  INC. 

t 275,928  $ 348,129  $ 227,752 


SIGNING  UPGRADE 


ALPINE  CONSTRUCTION,  INC. 
t 233,847  $ 161,944  $ 150,352 


NELCON,  INC. 

6,  GS,  i PCCP  (LIM.  ACC.  FAC.) 

t 5.938,237  $ 5,585,621  $ 698,163 


STVwc  DOoUMEiJTS  CuLLECiJCrl 


f 'O'j  1 9 1992 


MONTANA  STATE  LIBRARY 
1515  E.  6th  AYE. 


07/02/91  F.P.M.  PIEDALUE,  EUGENE  R. 

08/09/91  PHONE  NO  :881-22l3 

06/29/93***  98X  95X 


03/12/92  F.P.M.  MAART,  WILLIAM  C. 

04/10/92  PHONE  NO  : 549-6491 

05/12/93***  m 60X 


04/29/92  F.P.M.  CHR I SI  MGER , KENNETH  L 
05/21/92  PHONE  NO  : 756-7056 
03/30/93*** 


84% 


89% 


05/28/92  F.P.M.  MARIN,  GARY  R. 

06/29/92  PHONE  NO  : 756-7024 

01/29/94***  92X 


81X 


05/28/92  F.P.M.  JOHNSON,  ROBERT  L. 

06/15/92  PHONE  NO  :82l-446B 

10/16/93***  98%  78X 


07/01/92  F.P.M.  MAART,  WILLIAM  C. 

07/29/92  PHONE  NO  : 549-6491 

09/04/93***  21X  23X 


07/01/92  F.P.M.  KALBERG,  J.  GARY 

08/03/92  PHONE  NO  :756-7026 

04/25/93***  65X  68% 


07/01/92  F.P.M.  SULLIVAN,  SHEILA 

08/12/92  PHONE  NO  : 721-1769 

06/30/93***  93X  11/01/92 


07/30/92  F.P.M.  WILLIAMS,  JAMES  R. 

09/03/92  PHONE  NO  : 721-1769 

12/22/94***  12X  21X 


^ 0 U Srtft) 


1 


MIEs.il/iq/9a. 


PROJECT  NUMBER  LEN6TH 
fftOJECT_  DESIGNAT]  GN_  _ 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDINS  10/31/90 

*h  MISSOULA  DISTRICT  ***  PAGE  NO:  2 

PRIfirCORTR/TO  HONirDEPTrFIELD'FROIECrRANAGER- 

BHTCIM  ' AWARD* DATE  PERCENT VCDNT” 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORN  COMP.  COMPLETED  USED 


STPP  6-1(98)52 
THOMPSON  FALLS  - E. 


RIVERSIDE  CONTRACTING 

WIDENING.  PMS  OVERLAY,  AND  SIC 

9.797  $ 1,637,663  t 1,968.139  * 19,683 


10/01/92  F.P.M.  CHRI3INGER, KENNETH  L 

11/09/92  PHONE  NO  : 756-7056 

09/29/93***  IX  OX 


IR  90-1(117)93 

RIVERSIDE  CONTRACTING 

SUPERIOR  - E.  t W. 

MILL,  FILL,  PMS  OVERLAY,  S & C 

RTS  257-1(2)0 

SUPERIOR  - S.E. 

SPOT  PMS  LEVELING,  SiC 

CONTRACT  TOTAL 

25.196  i 7,611,308  * 7,279,801  $ 

10/16/92  F.P.M.  JOHNSON,  ROBERT  L. 

/ / PHONE  NO  : 821-4968 

08/19/99*** 


OX 


OX 


NH  5-3(93)119 
3 LOC'S.  - NALISPELL 
NH  1-2(63)136 

6TH  AVE.  i US  2-COLUMBIA  FALLS  BOUNCING  BALL  FLASHERS 

F 5-3(36)115 

US  93  & GRANDVIEW  - KALS.  SIGNAL  INSTALLATION 

CONTRACT  TOTAL  0.000  $ 285,592  t 285,883 


SIGNAL  INSTALLATION 


MONTANA  LINES,  INC 


10/30/92  F.P.M.  TOMBRINK,  DAN 

/ / PHONE  NO  : 756-7023 

09/10/93*** 


OX 


OX 


STPHS-RTF  7-2(18)87 
LOLO  - MISSOULA 


0.900 


NELCON,  INC. 

SAFETY  RELATED  IMPROVEMENTS 

$ 217,982  $ 210,359 


10/30/92  F.P.M.  SULLIVAN,  SHEILA 

/ / PHONE  NO  : 721 -1769 

07/10/93***  OX  OX 


A/R  1192(73) 

TURAH  INTERCHANGE 

STR.  REHAB. 

FRONTIER-WEST,  INC. 

0.000 

* 39,000  $ 55,987 

10/30/92  F.P.M.  MAART.  WILLIAM  C. 

/ / PHONE  NO  :599-6991 

07/09/93***  OX  OX 


>:rr 


DATE : 1 1 / 10/92 


MONTANA  DEPAfiTMtfti  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  10/31/92 
***  BUTTE  DISTRICT  *** 
PRIHE~CORTRACTOR" 


^'1 


PAGE  NO:  3 

■HOmrDEPTrFIECB'PROJECT'WWBER- 


PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

DRTE1RAL 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

AWARD* DATE 

WORK  BEG. 

WORK  COMP. 

"PERCENT  rtDNT:— 

PROJECT  TIME 

COMPLETED  USED 

F 8-2(29)46 

EAST  HELENA  - E.  IN. 

3.951 

PCCP  l STR.  REHAB. 

DICK  ANDERSON  CONSTRUCTION 

< 1,620,639  $ 1,388,575  * 1,412,790 

03/11/91 

04/15/91 

07/23/92 

F.P.M.  ENGSTEDT.  CARL 
PHONE  NO  :444-6326 

100S 

90X 

RS-BRS  231-1(3)0 

GREEN  MEADOW  DR.  - HELENA 

3.047 

G,  GS,  PMS,  l STR'S. 

MARONICK  CONST.  CO.,  INC 

i 2,932,925  % 2,368,374  * 2,423,509 

07/30/91 

08/26/91 

09/14/92 

F.P.M.  ENGSTEDT,  CARL 
PHONE  NO  :444-6326 

100X 

86X 

BRF  29-1(18)50 

JEFF.RV.-  N.  OF  TWIN  BRIDGES 

0.693 

JIM  6ILMAN  EXCAVATING  INC. 

STR.  i APPRS.  (NEW  ALIGNMENT) 

* 2.339,853  $ 1,778,982  $ 1,812,704 

08/28/91 

09/24/91 

01/22/93*** 

F.P.M.  GILMAN,  ROBERT 
PHONE  NO  :684-5869 

98X 

107X 

RRS-BRS  205-1(13)28 

BN  RROP  - N.  OF  BOZEMAN 

0.517 

DICK  ANDERSON  CONSTRUCTION 

RROP  REPLACEMENT  t APPRS. 

$ 2,819,447  * 2,728,514  $ 2,183,065 

10/30/91 

02/27/92 

03/28/93*** 

F.P.M.  SAUNDERS, LESLIE 
PHONE  NO  :222-8199 

80X 

59'/, 

IR  0002(22)  U1 

1-90  BR.  REHAB.  - DIST.  12 

0.200 

STR.  REHAB. 

SLETTEN  CONSTRUCTION  CO. 

« 1,411,687  $ 1,346,643  * 1,222,678 

12/11/91 

03/31/92 

10/29/92 

F.P.M.  HUNTER, LARRY 

PHONE  NO  : 782- 1797 

100X  11/01/92 

IR  15-3(49)163 

BOULDER  HILL  - N.  1 S, 

12.378 

INPLACE  ASPH.  PVHT. 

JIM  GILMAN  EXCAVATING  INC. 
RECYCLING. PMS  OVERLAY.  AND  SIC 

$ 3,890,242  t 3,306,332  $ 2,940,876 

03/12/92 

05/04/92 

07/02/93*** 

F.P.M.  ENGSTEDT,  CARL 
PHONE  NO  :444-6326 

89X 

106X 

IR  0002(22)  U2 

BRIDGE  REHAB.  - DIST.  #2 

0.000 

STR.  REHAB. 

SLETTEN  CONSTRUCTION  CO. 

» 1,746,224  * 1,943,436  $ 1,681,968 

03/12/92 

04/20/92 

06/16/93*** 

F.P.M.  HUNTER, LARRY 
PHONE  NO  : 782- 1797 

m 

81X 

RS  540-1(4)11 

CHICO  - N.  & S. 

4.170 

PMS  OVERLAY,  SIC 

PIONEER  READY  MIX 

i 654,761  $ 549,853  i 578,702 

PEND 

10/22/92 

03/12/92 

04/13/92 

10/23/92 

F.P.M.  SAUNDERS, LESLIE 
PHONE  NO  :222-B199 

100X 

92X 

STPP  87-1(5)0 

QUAKE  LAKE  ROAD 

22.450 

PMS  OVERLAY,  SXC 

SLETTEN  CONSTRUCTION  CO. 

* 2,526,553  * 2,542,439  $ 2,358,647 

04/03/92 

05/04/92 

10/19/92 

F.P.M.  6RAZILL.  WILLIAM 

PHONE  NO  : 494-3224 

100X  74X 

ESTIMATED  COMPLETION  DATE 


> 


DATE: 11/10/92 


PROJECT  NUMBER  LENGTH 
PROJECJ  _PESJ6Nfl]J0N___. . 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  10/31/92 

***  BUTTE  DISTRICT  ***  PAGE  NO:  4 

PRIRE'CONTRACTOR  H0ST:DEPT:-FIECD"PR03ECT"HBH»GPR" 

ABAROflTE  PERCENT  T CONTT-- ' 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


IM-IR  90-5(50)264  SLETTEN  CONSTRUCTION  CO. 

MILLIGAN  CANYON  - E.  6 W.  COLD  MILLING,  PMS  OVERLAY,  SLC 

10.530  $ 5,930,248  ♦ 4,598,910  $ 4,304,519 


04/03/92  F.P.M.  HELD,  TERRY  (ACTING) 

05/04/92  PHONE  NO  .-494-2403 

09/05/93***  94X  98X 


IR  15-4(66)192 

MARONICK  CONST.  CO.,  INC 

CAPITOL  INTCH.  - HELENA 

SIGNALS,  l LEFT  TURN  STORAGE 

NH  8-2(35)44 

PROSPECT  AVE.  - HELENA 

PAVEMENT  MARKINGS 

HES  8-2(33)46 

PROSPECT  i 18TH  - HELENA 

SIGNAL  INSTALLATION 

CONTRACT  TOTAL 

0.814  i 443,023  * 442,902  » 436,143 

04/07/92  F.P.M.  ENGSTEDT,  CARL 

07/20/92  PHONE  NO  -.444-6326 

10/09/92 


100*4 


72X 


NH  8-4(17)65 
WINSTON  - S.E. 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

WIDEN.,  MILL,  PMS  REPL.,  SIC 

10.570  i 3,641,037  * 2,497,101  * 2,260,431 


04/29/92  F.P.M.  O'BRIEN, MURRAY  (ACT) 

05/19/92  PHONE  NO  :266-4466 

10/16/93***  91X  61X 


NH  50-2(29)70 
GALLATIN  GATEWAY  : 


S. 

11.608 


G,  GS,  PMS,  AND  SiC 


JIM  6ILMAN  EXCAVATING  INC. 

FOR  PARTIAL  WIDEN.  I PARTIAL  OVERLAY 
* 4,159,479  $ 2,947,774  t 1,042,491 


05/28/92  F.P.M.  McCORMICK, THOMAS 

08/10/92  PHONE  NO  :586-5074 

06/13/94***  35X  49)1 


RS-HES  280-1(10)1 

SK  CONSTRUCTION,  INC. 

WARREN  SCHOOL  CURVES 

G,  GS,  PMS,  AND  S 6 C 

0.708 

t 589,932  ♦ 452,022  $ 

07/01/92  F.P.M.  FLYNN,  CLAUDE  J. 

08/07/92  PHONE  NO  : 494-3224 

06/30/93***  95X  129X 


STPHS  29-1(19)7 
E.  OF  VIRGINIA  CITY 
STPHS  357-1(117 
S.  OF  ALDER 
CONTRACT  TOTAL 


1.490 


GUARDRAIL,  SIGNING, 
GUARDRAIL,  SI6NING, 


OMO  CONSTRUCTION  INC 

l DELIN. 

I DELIN. 

♦ 51,044  $ 36,265  * 


33,527 


08/28/92  F.P.M.  WILLIAMS,  PAUL 

09/14/92  PHONE  NO  :683-6290 

09/16/92 


100X  11/01/92 


STPX  0002(41) 

VAR.  LOC'S. -HELENA  l BILLINGS 


MARK  RITE  LINES  OF  MONT. 
PAVEMENT  MARKINGS  (FOR  TESTING  6 EVALUATION) 

$ 589,026  * 346,767  t 


, INC 


10/01/92  F.P.M.  ENGSTEDT,  CARL 

/ / PHONE  NO  :444-6326 

11/05/93***  OX  OX 





zm 


J 

DAT_E:J_l/l_g/?8 


PROJECT  NUMBER  LENGTH 
. fBPJECT  JESJ  6NAJJ  ON 


TYPE  OF  WORK 


MONTANA  DEPARTH&f  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDD1NG  10/31/92 
**♦  GREAT  FALLS  DISTRICT  *** 

PRTfrccracTOR  

ORlBIRAt  AWARD"  DATE' 

ENGINEER  CONTRACT  CONTRACTOR  fIGDIF.  WORK  BEG. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP. 


PAGE  NO:  5 

■HORTTDEPTT'FIECD'PROJECrRANSEER' 
"'PERCENT  5'CDNT:"' 

PROJECT  TIME 

COMPLETED  USED 


F 1-7(91930 

FORT  BELKNAP  - E. 

16.372 

G,  GS,  PMS,  t STR'S. 

SK  CONSTRUCTION,  INC. 

* 15,851,998  * 12,715,057  $ 

10,911,212 

08/28/91 

09/29/91 

12/17/93*** 

F.P.M.  TREFTZ,  GORDON 
PHONE  NO  :353-99<*9 

82* 

56* 

NH  60-2(27)71 

ARMINGTON  JUNCTION 

0.000 

BOST  CONSTRUCTION 

6,  GS,  PMS,  COMFORT  STA.  AND  WEIGH  STA. 

» 1,098,007  $ 1,106,976  $ 

573,168 

02/03/92 

03/23/92 

07/19/93*** 

F.P.M.  THOMSON,  BOB 
PHONE  NO  :727-9350 

52* 

197X 

RS  255-1(9)5 

5 HI.  N.  OF  RUDYARD  - N. 

5.638 

G,  GS,  t PMS 

MONTGOMERY  CONSTRUCTION 

$ 1,695,690  $ 1,692,699  $ 1,999,909 

03/12/92 

09/08/92 

10/01/93*** 

F.P.M.  GREGORY.  DOUGLAS 
PHONE  NO  : 355-9309 

88* 

99* 

RS  931-1(9)7 

FAIRFIELD  - POWER 

7.290 

G,  GS,  i PMS 

RIVERSIDE  CONTRACTING 

$ 3,122,139  * 2,993,028  » 

2,666,890 

03/12/92 

03/23/92 

12/07/93*** 

F.P.M.  WICKMAN,  TERRY 
PHONE  NO  :278-7931 

89* 

77* 

NH  29-3(21)91 

ROGERS  PASS  - E. 

9.391 

WIDENING,  PMS  OVERLAY 

D.H.  BLATTNER  & SONS 

, l STR. 

♦ 8,318,063  ♦ 7,063,696  * 

9,187,097 

09/19/92 

05/19/92 

06/30/99*** 

F.P.M.  SMITH,  WALT 

PHONE  NO  :235-9936 

59* 

52* 

NH  29-3(20)68 

LINCOLN  - E l W 

8.032 

(PARTIAL)  G,  GS,  PMS, 

SLETTEN  CONSTRUCTION  CO. 

AND  SIC. (PARTIAL)  WIDEN,  PMS  OVERLAY. 

$ 3,635,928  f 3,286,909  i 2,925,303 

07/01/92 

07/27/92 

09/22/99*** 

F.P.M.  STEEN.  GARY 

PHONE  NO  : 727-9350 

79* 

91* 

STPX  0002(39) 

DURABLE  PVHT.  MARKINGS  - 

STWD. 

339.800 

SWANSTON  EQUIPMENT  CO. 

DURABLE  PVMT.  MARKINGS  INSTAL. 

* 1,890,995  $ 1,629,530  $ 

1,096,501 

07/01/92 

08/05/92 

09/01/96*** 

F.P.M.  GREGORY,  DOUGLAS 

PHONE  NO  : 355-9309 

67X  09/01/96 

IR  15-8(97)359 

SHELBY  - S. 

11.190 

PMS  OVERLAY 

RIVERSIDE  CONTRACTING 

♦ 7,068,271  $ 6,199,105  * 

0 

10/01/92 

10/29/92 

07/15/99*** 

F.P.M.  LEO,  DENNIS 

PHONE  NO  : 939-2970 

0* 

OX 

1H  15-5(89)298 

HARDY  CREEK  - N. 

8.259 

PMS  OVERLAY,  AND  S&C 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

(NB  ONLY) 

* 1,699,600  * 1,519,780  $ 0 

10/30/92 
/ / 

09/29/93*** 

F.P.M.  WlLMOT,  DOUG 
PHONE  NO  :622-5369 

OX 

0* 

ESTIMATED  COMPLETION  DATE 


) 


|AIlLi_i/io/?e. 


PROJECT  NUMBER  LENGTH 
. PRO JECT-PfSIGNAT I ON 


TVPE  OF  yORK 


'MIC'/ 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDIN6  10/31/92 

***  GREAT  FALLS  DISTRICT  ***  PAGE  NO:  6 

PRM-COMCM H0HT:DEPT:_FIECD“PR03ECT"HAHB5ER“ 

ABMTMTE  PERCENT  ^"CDWTT 

ENGINEER  CONTRACT  CONTRACTOR  MQSIF.  WORK  BES.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


BR  9003(18)  SLETTEN  CONSTRUCTION  CO. 

MILK  RIVER  - ZURICH  STR.  i APPR’S. 

0.436  $ 1,050,626  $ 665,350  t 0 


10/30/92  F.P.M.  SPRINGER.  JAY 

/ / PHONE  NO  : 727-4350 

11/16/93***  OX  OX 


NH  10-1(12)4 
BLACK  EAGLE  - N.  t S. 


0.758 


P.C.C.P.  REHABILITATION 

$ 


UNITED  MAT  * LS  OF  GREAT  FALLS 
1,518,593  $ 1,090,404  * 


10/30/92  F.P.M.  THOMSON.  BOB 

/ / PHONE  NO  : 727-4350 

12/12/92***  OX  OX 


. 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  10/31/92 


DATE : 1 1 / 10/92 

GLENDIVE  DISTRICT  *** 

PAGE  NO:  7 

PRIME  CONTRACTOR 

HONT. DEPT.  FIELD  PROJECT  MANAGER’ 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

ENGINEER 

ESTIMATE 

ORIGINAL 
CONTRACT 
AWARD  AMT. 

CONTRACTOR 

PAYMENTS 

i 

M0D1F. 
STATUS  1 

AWARD  DATE 
WORK  BEG. 
WORK  COMP. 

PERCENT 

PROJECT 

COMPLETED 

% COUTV 
TIME 

USED 

F-BRF  32-1(4)6  U2 

ASSIN1B01NE  6 SIOUX  TRIBES 

05/29/90 

F.P.M.  QUALE,  1 

'ENNETH 

MACON  - N. 

FENCING  I SEEDING 

(NEGOTIATED  TRIBAL  CONTRACT) 

07/09/90 

PHONE  NO  : 365-2877 

0.000 

$ 207,929 

$ 207,929 

* 208,536 

06/30/93***  98% 

0% 

RS  438-1(7)25  U2 

ASSIN1B0INE  & SIOUX  TRIBES 

PEND 

05/29/90 

F.P.M.  QUALE.  1 

KENNETH 

25  HI.  N.  OF  NASHUA  - N. 

FENCING  & SEEDING 

(NEGOTIATED  TRIBAL  CONTRACT) 

03/04/92 

07/09/90 

PHONE  NO  : 365-2877 

0.000 

» 69,566 

i 69,566 

f 58,630 

06/30/93***  84% 

0% 

F 37-2(9)63 

BORDER  STATES  PAVING, INC. 

06/04/91 

F.P.M.  SWANSON 

. ROBERT  E. 

ASHLAND  - E. 

PMS  OVERLAY,  MIN. 

MID. , S4C 

07/02/91 

PHONE  NO  :436-2271 

13.600 

$ 3,370,483 

* 3,202,006 

t 3,117,836 

02/07/93***  97X 

92% 

RS  322-1(1)11 

COP  CONSTRUCTION  CO. 

10/02/91 

F.P.M.  SCHNEIDT.  JOE 

LITTLE  BEAVER  CR.-  SE  OF  BAKER 

STR.  1 APPR'S. 

03/16/92 

PHONE  NO  : 232- 

1093 

0.417 

$ 783,632 

♦ 722,171 

$ 697,801 

10/22/92 

100% 

62% 

F 57-5(16)192 

BIB  DRY  CREEK  - W. 

G,  GS,  PMS,  i STR. 

WASHINGTON  CONSTRUCTION 

8.805 

t 6,108,004  $ 5,466,600  $ ! 

10/02/91  F.P.M.  WOLF,  LARRY 

11/15/91  PHONE  NO  :365-2G?7 

10/10/93***  99%  b6X 


IR  94-4(44)138 
MILES  CITY  - E. 


PMS  OVERLAY,  SIC 

11.303 


PORTABLE  PAVERS,  INC. 

3,874,902  $ 2,848,444  $ 2,834,093 


10/30/91  F.P.H.  STEWART,  DONALD 

02/27/92  PHONE  NO  :557-P333 

03/18/93***  99%  781 


BR  9010(81 

W.  FORK  POPLAR  RIVER  STR.  t APPR'S. 

0.000 


EDWARD  T.  CORPS  CONST. 

346,515  $ 382,162  * 328,132 


12/11/91  F.P.M.  GREUFE,  LARRY 

03/11/92  PHONE  NO  :653-1050 

01/13/93***  86%  92% 


SMP  5399(911 

MMS  STOCKPILES  - DIST.  14 


CRUSH  1 STOCKPILE  GRAVEL 

0.000  t 


KONITZ  CONTRACTING,  INC. 

586,700  $ 232,700  $ 162,202 


12/11/91  F.P.M.  SAIN,  LARRY 

04/24/92  PHONE  NO  :653-1050 

03/15/93***  70%  03/15/93 


IM-IR  94-3(38)85 
FORSYTH  - E.  L W. 

IM-IR  94-3(41)116 
ROSEBUD/CUSTER  CO.LN.-E. 
CONTRACT  TOTAL 


31.273 


PMS  OVERLAY,  AND  SIC 

SEAL  l COVER  (WB  LANES  ONLY) 

i 7,413,461 


PORTABLE  PAVERS,  INC. 

t 6,014,249  i 3,845,186 


04/03/92  F.P.M.  STEWART,  DONALD 

05/05/92  PHONE  NO  :557-2333 

12/17/93*** 


64% 


61% 


ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENT  Of  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  10/31/92 


DATE : 11/1 0/92 

***  GLENDIVE  DISTRICT  *** 

PAGE 

PRIME-CONTRACTOR 

MONT. DEFT.  FIELD  PROJECT" 

ORIGINAL 

AWARD  DATE 

PERCENT  " X" 

PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT  CONTRACTOR 

MODIF. 

WORK  BEG. 

PROJECT 

PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT.  PAYMENTS 

STATUS 

WORK  COMP. 

COMPLETED 

BRF  92-3(10)73  U2 

PRINCE,  INC. 

09/03/92 

F.P.M.  FRETTE,  KURT  L. 

MILK  RIVER  - S.  OF  GLAS60W 

G,  GS,  PMS  1 STR.  REM. 

09/29/92 

PHONE  NO  .-228-9978 

STPP  92-3(12)59 

06/30/93*** 

FORT  PECK  - GLASGOW 

G.  GS,  PMS,  l REM.  STR'S. 

CONTRACT  TOTAL 

16.911 

* 

6,291,060  $ 5,616,307  t 3,966,827 

62X 

STPP  25-1(18)17 

WASHINGTON  CONSTRUCTION 

09/29/92 

F.P.M.  FRIEND,  DAVE 

17  HI.  N.  OF  CIRCLE  - N. 

G,  GS,  PMS,  X STR'S. 

07/06/92 

PHONE  NO  -.365-2877 

10.995 

* 

10,013,083  % 8,650,912  $ 3,912,589 

09/28/99*** 

39X 

RTF  1-8(17)996 

PORTABLE  PAVERS,  INC. 

07/30/92 

F.P.M.  ARTHUR.  RONALD 

DODSON  - W. 

RTF  25-2(5)97 

PMS  OVERLAY,  SiC 

/ / 

02/01/93*** 

PHONE  NO  : 787-570 1 

WOLF  POINT  - S.E. 

CONTRACT  TOTAL 

12.700 

PMS  OVERLAY,  SIC 

$ 

529,569  t 989,299  $ 9,893 

IX 

RS  537-1(2)0 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

08/28/92 

F.P.M.  SAIN,  LARRY 

HINSDALE  - N. 

9.329 

PMS  OVERLAY,  AND  SIC 

/ / 

PHONE  NO  : 653- 1050 

% 

1,001,337  $ 892,065  t 8,920 

08/29/93*** 

IX 

BR  9096(7) 

L.  SCANLAN  CONTRACTOR 

10/30/92 

F.P.M.  GREUFE,  LARRY 

BEAVER  CR.  - N.  OF  REDSTONE 

0.290 

STR.  t APPR'S. 

/ / 

PHONE  NO  : 653- 1050 

$ 

297,516  t 298,355  i 0 

07/31/93*** 

OX 

NH  57-5(18)201 

JORDAN  - W. 

11.373 

G,  GS,  PMS,  L STR. 

E.H.  OFTEDAL  AND  SONS,  INC. 

10/30/92 
/ / 

F.P.M.  LARQQUE,  ARCHIE 
PHONE  NO  :232-1093 

“TOUIVrffrSTITrCTTOTACS' 

* 8,379,799  $ 7,532,091  * 0 

— 

07/29/99*** 

OX 

NO:  8 
MANAGER" 

mrr~ 

TIME 

USED 


53X 

50X 

T. 

OX 

OX 

OX 

G. 

OX 


DATE : 1 1 / 10/92 


MONTANA  DEPARTM&Sf  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDBIN6  10/31/92 
***  BILLINGS  DISTRICT  *** 


PRIME-CONTRACTOR 

HOROEPTrFTELD-PROJECT-NAMr 

PROJECT  NUMBER  LENGTH 

PROJECT  DESIGNATION 

TYPE  OF  WORK 

ORIGINAL 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

AWARD’  DATE  PERCENT  TTCDNT’’” 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 

F-FLH  37-1(19)19  U2 

BUSBY  - E.  t H. 

9.959 

G,  GS,  PMS,  l STR’S. 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

$ 9,586,602  $ 9,933,011  t 5,285,399 

PEND  08/28/91  F.P.M.  OPIE,  BRUCE  E. 

07/31/92  09/30/91  PHONE  NO  :856-9697 

05/06/93***  98X 

96X 

BRF-F  16-1(30)1 

EAST  BRIDGE  - BILLINGS 

1.108 

STR’S.  1 APPR’S. 

COP  CONSTRUCTION  CO. 

t 13,857,090  $ 7,999,953  $ 

5,897,972 

11/01/91  F.P.M.  SCHUMAN,  DAVID 

11/19/91  PHONE  NO  :295-9802 

12/09/93***  73X 

93X 

IR  90-8(121)997 

S.  BILLINGS  BLVD.  INTERCHANGE 

0.000 

NEW  INTERCHANGE 

MIDLAND  O'LEARY  INC. 

$ 5,397,799  $ 9,150,519  $ 

3,807,900 

12/11/91  F.P.M.  SLOE,  DAVID  A. 

01/29/92  PHONE  NO  :29B-3827 

12/29/93***  92X 

59X 

BR  9033(5) 

MUSSELSHELL  RV.-SE  OF  MELSTONE 

0.208 

STR.  1 APPR'S. 

MACKIN  CONSTRUCTION  CO 

♦ 381,685  % 371,990  $ 

350,561 

09/03/92  F.P.M.  SACKS,  RAY 
09/30/92  PHONE  NO  :53B-8731 
10/27/92  100X 

70X 

NH  53-1(15)6 
BILLINGS  - N.H. 


G,  GS,  PMS,  AND  SLC 

10.515 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
* 8,159,737  i 7,392,323  * 2,869,083 


05/28/92  F.P.M.  KEGLEY,  MEL 

07/11/92  PHONE  NO  .-295-3315 

10/31/99***  39X  36X 


RS  916-1(6)1 

JELLISON  ROAD  APP.  - BILLINGS  G,  GS,  PMS,  & STR. 

0.239 


SLETTEN  CONSTRUCTION  CO. 

709,621  $ 660,392  t 592,559 


05/28/92  F.P.M.  KEGLEY,  MEL 

06/19/92  PHONE  NO  :295-3315 

08/01/93***  90X  97X 


STPP  37-1(16)19 
BUSBY  - E.  I W. 


G,  GS,  PMS,  AND  SIC 

3.299 


E.H.  OFTEDAL  AND  SONS,  INC. 
9,300,831  $ 9,809,731  $ 635,629 


07/01/92  F.P.M.  OPIE,  BRUCE  E. 

08/17/92  PHONE  NO  :8S6-9897 

02/18/99***  13X  27X 


RT  98295(1)16 
VALLEY  CREEK  BRIDGE 
RT  81019(1)18 
WORK  CREEK  BRIDGE 
CONTRACT  TOTAL 


TRACY  COMDREY  l ASSOC. 

BRIDGE  REHAB  S,  PMS  OVERLAYOF  APPR'S. 

BRIDGE  REHAB  t PMS  OVERLAYOF  APPR’S. 

0-237  $ 168,993  * 181,067  t 195,359 


07/01/92  F.P.M.  TAYLOR,  DONALD 

08/10/92  PHONE  NO  :252-9735 

03/01/93*** 


80X 


116X 


RS-BRS  306-1(6)2 
COLUMBUS  - N. 


3.911 


AMERICAN  CONTRACTING, 
GS,  PMS,  l REPL.  STR.  KITH  PIPE 

♦ 2,630,993  t 1,983,750  » 


902,63 


07/30/92  F.P.M.  NEVILLE.  6ARY 

08/29/92  PHONE  NO  :932-A872 

03/29/99***  96X  29X 


***  ESTIMATED  COMPLETION  DATE 


>PORT 

HONIARA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDDING  10/31/92 


DATE  s 1 1 / 10/92 

ttt 

BILLINGS  DISTRICT 

m 

PAGE  NO:  10 

PRIME  CONTRACTOR 

MONT. DEPT.  FIELD  PROJECT  MANAGER 

TOI6IM. 

AWARD  DATE 

PERCENT  X CONT. 

PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

ENGINEER 

CONTRACT  CONTRACTOR 

HOBIF. 

WORK  BEG. 

PROJECT 

TIME 

PROJECT  DESIGNATION 

ESTIMATE 

AWARD  AMT , 

PAYMENTS 

STATUS 

WORK  COMP. 

COMPLETED 

USED 

HES  532-1(1119 

MIDLAND  O'LEARY  INC. 

00/28/92 

F.P.M.  STUDEBAKER,  RAYMOND 

N.  OF  LAUREL 

G,  35,  PNS,  SIGNING,  LIGHTING,  6 FLASHERS 

09/11/92 

PHONE  NO  : 252-7329 

HES  9-1(13)93 

03/05/93*-** 

E.  OF  JOLIET 

S,  GS.  PNS,  SIGNING.  LIGHTING.  1 FLASHERS 

CONTRACT  TOTAL 

0.000 

$ 

252,072 

$ 279,026  * 

212,906 

76X 

OX 

IN  90-7(62)353 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

08/28/92 

F.P.M.  NEVILLE,  GARY 

SPRINGDALE  - E. 

PVNT.  REMOVAL  L PNS  OVERLAY 

09/21/92 

PHONE  NO  : 932-9872 

IN  90-8(126)903 

09/29/99*** 

WEST  OF  COLUMBUS 

RUMBLE  STRIPS  INSTALLATION 

CONTRACT  TOTAL 

8.919 

( 

9,832,530 

1 3,898,793  $ : 

1,282,806 

33X 

21X 

BR  9059(5) 

DICK  ANDERSON  CONSTRUCTION 

10/01/92 

F.P.M.  SACKS,  RAY 

ANERICAN  FQRK-S.  OF  HARLOWTOWN 

STR.  1 APPR'S. 

/ / 

PHONE  NO  :538-B731 

0.935 

* 

320,699 

* 275,816  $ 

2,758 

09/03/93*** 

IX 

OX 

RS  308-1(12)6 

MONTGOMERY  CONSTRUCTION 

10/01/92 

F.P.M.  SCHUMAN.  DAVID 

BEARCREEK  E.  & M. 

WIDEN., 8, SS, PNS  OVERLAY, 

SkC 

/ / 

PHONE  NO  : 295-9802 

1.995 

$ 

977,560 

t 999,698  $ 

9,998 

09/10/93*** 

IX 

OX 

NH  53-2(5)39 

SK  CONSTRUCTION,  INC. 

10/30/92 

F.P.M.  TILZEY, RONALD 

BROADVIEW  - N. 

G,  SS,  PNS,  SIC,  i STR. 

/ / 

PHONE  NO  : 538-873 1 

6.299 

$ 

6,068,012 

t 5,330,988  $ 

0 

07/29/99*** 

OX 

OX 

Tffijwresr-- rwrr;wr" r?r;wrew m 

— ]n 


u 


DATE  Ll.2/09 /92  CsuLr.  <5>a  ia?P_3_L!_Lo£_. 


PROJECT  NUMBER  LENGTH  TYPE  OF  WORK 

fBPJECT-PESIBNATJPN- 


) 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  END1N6  11/30/92 
***  MISSOULA  DISTRICT  **» 

PRIRE'COfiTRfiCTOR 

OftTiflFWit 

ENGINEER  CONTRACT  CONTRACTOR 
ESTIMATE AWARD_  AMT. PAYMENTS, 


ABARD'DATE' 
MODIF.  WORK  BEG. 
STATUS  WORK  COMP. 


PA6E  NO:  1 

mont:dept:_ftecd_project_haraser" 

PERCENT  ^“CDRTI 

PROJECT  TIME 

COMPLETED  USED 


(X 

O 


F-FH  5-4(9)168  l FH  12-1(3) 

FORTINE  - N.  G,  GS,  PMS,  l STR. 

A.  099 


WASHINGTON  CONSTRUCTION 
4 ,952,044  ♦ 4,447,491  $ 5,030,726 


07/02/91  F.P.M.  PIEDALUE,  EUGENE  R. 

00/09/91  PHONE  NO  :B81-2213 

07/10/93***  98X  96X 


IR  0002(33) 

BRIDGE  REHAB.  - DIST.  tl  BR.  DECK  REHAB. 

0.000 


DICK  ANDERSON  CONSTRUCTION 
922,872  $ 930,279  $ 918,107 


03/12/92  F.P.M.  MAART,  WILLIAM  C. 

04/10/92  PHONE  NO  :549-6491 

04/16/93***  99X  60X 


STPP  77-1(2)0 

HOT  SPRINGS  - E. 

PMS  OVERLAY,  SIC 

A-l  PAVING,  INC. 

STPP  36-1(7)16 

HOT  SPRINGS  - N.  1 S. 

PMS  OVERLAY,  SIC 

CONTRACT  TOTAL 

11.618 

* 2,206,060  * 2,016,117  f 

1 ,699, A78 

04/89/92  F.P.M.  CHRISINGER, KENNETH  L 

05/21/92  PHONE  NO  : 756-7026 

03/27/93*** 

BAX  09X 


STPP  83-1 <14)23 
LAKE  INEZ  - N. 


8.389 


RIVERSIDE  CONTRACTING 

WIDEN. , PMS  OVERLAY  AND  SIC 

$ 1 , 9AA ,870  $ 1,740,999  « 1 ,608,435 


05/28/92  F.P.M.  MARIN,  GARY  R. 

06/29/92  PHONE  NO  :756-702A 

01/19/94***  92X  82X 


F 6-11A9191 
PERMA  - E.  I W. 


8.203 


G,  GS,  PMS,  t PMS  OVERLAY 

S 


SCHELLINGER  CONST  CO., INC. 
2,181,8A6  $ 1,92A,207  $ 2,011,000 


05/28/92  F.P.M.  JOHNSON,  ROBERT  L. 

06/15/92  PHONE  NO  :822-A838 

10/2A/93***  98X  82X 


IN  90-2(88)110 
I 90  BRIDGES  - BONNER 


0.395 


BRIDGE  W1DENIN6  l APPR'S. 

$ 


WASHINGTON  CONSTRUCTION 
A ,829,948  « 3,880,A12  $ 1,138,043 


07/01/92  F.P.M.  MAART,  WILLIAM  C. 

07/29/92  PHONE  NO  :5A^-6A91 

09/0A/93***  29X  26X 


BR  9015(16) 

WHITEFISH  RV.-6  MI.  N.  OF  KAL.  STR.  I APPR'S. 

0.200 


FRONTIER-WEST,  INC. 

275,928  ♦ 3A0, 129  $ 227,752 


07/01/92  F.P.M.  KALBERG,  J.  GARY 

08/03/92  PHONE  NO  :755-3210 

06/0A/93***  65X  69X 


NH  7-1(55)50 

S.  OF  MISSOULA  SIGNING  UPGRADE 

A 1 . 190 


ALPINE  CONSTRUCTION,  INC. 

233, 8A7  t 161, 9AA  $ 150,352 


07/01/92  F.P.M.  SULLIVAN,  SHEILA 

08/12/92  PHONE  NO  .-721-1769 

U/OA/92  100X  11/01/92 


M-STPU  8103(6) 

RESERVE  STREET  - MISSOULA 


2.169 


NELCON,  INC. 

6,  GS,  1 PCCP  (LIM.  ACC.  FAC.  I 

$ 5,938,237  $ 5,585,621 


07/30/92  F.P.M.  WILLIAMS,  JAMES  R. 
09/03/92  PHONE  NO  :721-1769 
698,163  _ 18/22/94***  12X  85X 

STATE  DOCUMENTS  COLLECiiun 


4TED  COMPLETION  DATE 


3 1 G 1S92 


if 


3NTANA  STATE  LIBRARY 
1515  E.  6th  AVE. 
[LENA.  MONTANA  59620 


hou  9Z9 


)ATE: 12/09/92 


PROJECT  NUMBER  LEN6TH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENi  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDIN6  11/30/92 
***  MISSOULA  DISTRICT  it* 

PfilHrCONTRfiCTOR 

ni 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PAGE  NO:  2 

BDRT:DEpT:-FIE[D-pRDjECT-HflRflBER- 

' AWARD' DATE PERCENT' VCDNTT"' 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


STPP  6-1148)52 
THOMPSON  FALLS  - E. 


IR  90-1(117)43 
SUPERIOR  - E.  I W. 
ITS  257-1(2)0 
SUPERIOR  - S.E. 
CONTRACT  TOTAL 


4.797 


25.196 


5-3(43)114 
3 LOCS.  - KALI  SPELL 
1-2(63)136 
6TH  AVE.  I US  2-C0LUHB1A  FALLS 
F 5-3(36)115 

JS  93  l GRANDVIEW  - KALS. 

CONTRACT  TOTAL  0.000 


STPHS-RTF  7-2(18)87 
LOLO  - MISSOULA 


RIVERSIDE  CONTRACTING 

WIDENING,  PMS  OVERLAY,  AND  SIC 

$ 1,637,663  * 1,468,134  * 


HILL,  FILL,  PMS  OVERLAY,  S l C 
SPOT  PMS  LEVEL I N6,  SIC 


RIVERSIDE  CONTRACTING 


0.400 


♦ 7,611,308  i 7,279,801  $ 

MONTANA  LINES,  INC 

♦ 285,542  i 285,883  $ 

NELCON,  INC. 

SAFETY  RELATED  IMPROVEMENTS 

♦ 217,482  $ 210,354  % 


SIGNAL  INSTALLATION 
BOUNCING  BALL  FLASHERS 
SI6NAL  INSTALLATION 


14,683 


97,411 


10/01/92  F.P.M.  CHR1SINGER, KENNETH  L 

11/04/92  PHONE  NO  : 756-7026 

01/30/94***  IX  OX 


10/16/92  F.P.M.  JOHNSON,  ROBERT  L. 

11/23/92  PHONE  NO  :822-4B38 

07/29/94*** 


10/30/92  F.P.M.  TOMBRINK.  DAN 

/ / PHONE  NO  : 257-2353 

09/16/93*** 


2,105 


10/30/92 
/ / 

07/10/93*** 


F.P.M.  SULLIVAN,  SHEILA 
PHONE  NO  : 721 -1769 
IX 


A/R  1192(73) 

TURAH  INTERCHANGE 


0.000 


STR.  REHAB. 


FRONTIER-WEST,  INC. 
39,000  $ 55,987  t 


560 


10/30/92  F.P.M.  MAART,  WILLIAM  C. 

/ / PHONE  NO  :549-6491 

07/22/93***  IX  OX 


RS  487-1(4)0 

B.N.  OVERPASS-WHI TEF ISH 


STPHS  5-3(41)130 
W.  OF  WHITEFISH 


SCHELL  I NGER  CONST  CO., INC. 

G,  GS,  l PMS  (APPROACHES  ONLY) 

0-191  $ 873,447  ♦ 593,493  $ 0 


OMO  CONSTRUCTION  INC 

SIGNING,  GDRL . , l DELINEATION 

* 52,264  t 39,406  ♦ 0 


12/07/92  F.P.M.  KALBERG,  J.  GARY 

/ / PHONE  NO  : 755-3210 

07/30/93***  OX  OX 


12/07/92  F.P.M.  MITCHELL,  JAMES  D. 

/ / PHONE  NO  : 756-7050 

02/06/93***  OX  OX 


w 


DAIEs 12/09/98. 


PROJECT  NUHBER  LENGTH 
PBMCJJfSJGNAJiPN. 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  11/30/90 
***  BUTTE  DISTRICT  *** 

pRIf)rC0HTRfiCT0R 

— DR1B1M 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 


ABARD'DATE' 

MODIF.  WORK  BEG. 
STATUS  WORK  COMP. 


PAGE  NO:  3 

hort:dept:'fiecd‘project‘harager‘ 

PERCENT  rCDHTT"- 

PROJECT  TIME 

COMPLETED  USED 


BRF  09-1(18)50  JIM  GILMAN  EXCAVATING  INC. 

JEFF.RV.-  N.  OF  TWIN  BRID6ES  STR.  I APPRS.  (NEW  ALIGNMENT) 

0.693  * 0,339,053  * 1,778,980  ♦ 1,899,370 


08/08/91  F.P.M.  GILMAN,  ROBERT 

09/09/91  PHONE  NO  :6B9-5B69 

06/30/93***  98X  109X 


RRS-BRS  005-1(13)08 
BN  RROP  - N.  OF  BOZEMAN 


0.517 


RROP  REPLACEMENT  l APPRS. 

* 


DICK  ANDERSON  CONSTRUCTION 
0,819,997  $ 0,708,519  $ 0,183,065 


10/30/91  F.P.M.  SAUNDERS, LESLIE 

00/07/90  PHONE  NO  .*000-8199 

03/09/93***  SOX  59X 


IR  0000(20)  U1 

1-90  BR.  REHAB.  - DIST.  »2 

STR.  REHAB. 

SLETTEN  CONSTRUCTION  CO. 

0.200 

% 1,911,687  % 1,396,693  t 1,220,678 

10/11/91  F.P.M.  HUNTER, LARRY 

03/31/90  PHONE  NO  :780-1797 

10/09/90  100X  11/01/90 


IR  15-3(99)163 
BOULDER  HILL  - N.  I S. 


JIM  GILMAN  EXCAVATIN6  INC. 
INPLACE  ASPH.  PVMT.  RECYCLING.PMS  OVERLAY,  AND  SIC 
12.378  $ 3,890,390  * 3,306,330  $ 3,996,058 


03/10/90  F.P.M.  ENGSTEDT,  CARL 

05/09/90  PHONE  NO  :999-6306 

07/10/93***  89X  106X 


IR  0000(00)  UO 

BRIDGE  REHAB.  - DIST.  #0  STR.  REHAB. 

0.000 


SLETTEN  CONSTRUCTION  CO. 
i 1,796,009  $ 1,993,936  $ 1,752,001 


03/10/90  F.P.M.  HUNTER, LARRY 

09/30/93  PHONE  NO  :782-1797 

09/05/93***  90X  88X 


IM-IR  90-5(50)069 
MILLIGAN  CANYON  - E.  & U. 


10.530 


SLETTEN  CONSTRUCTION  CO. 

COLD  M1LL1N6,  PMS  OVERLAY,  SIC 

$ 5,930,098  i 9,598,910  $ 9,950,813 


09/03/90  F.P.M.  HELD.  TERRY  (ACTING) 

05/09/92  PHONE  NO  :0B5-3ll 1 

08/07/93***  97X  9BX 


IR  15-9(66)192 
CAPITOL  INTCH. 

NH  8-0(35)99 
PROSPECT  AVE.  - HELENA 
HES  8-2(33)96 
PROSPECT  X 18TH 
CONTRACT  TOTAL 


HELENA 


HELENA 


0.019 


SIGNALS,  l LEFT  TURN  STORAGE 
PAVEMENT  MARKINGS 
SIGNAL  INSTALLATION 


MARONICK  CONST.  CO. 


* 993,023  ♦ 992,902 


, INC 


< 


936,193 


09/07/92  F.P.M.  ENGSTEDT,  CARL 

07/20/90  PHONE  NO  :999-6306 

10/09/90 


100X 


72X 


NH  8-9(17)65 
WINSTON  - S.E. 


10.570 


WIDEN.,  MILL,  PMS  REPL. 


i 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

s&c  1 

3,691,037  « 2,997,101  $ 0,069,911 


09/29/92  F.P.M.  O'BRIEN, MURRAY  (ACT) 

05/19/92  PHONE  NO  :266-9966 

10/09/93***  91X  66X 


ESTIMATED  COMPLETION  DATE 


c 


DATE: 12/09/92 


PROJECT  NUMBER  LENGTH 
PROJECT  DESIGNATION 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  11/30/92 
**»  BUTTE  DISTRICT  *** 

PRIdrCOfiTRACTOR 

DR1G1M 

TYPE  OF  WORK  EN6INEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 


PAGE  NO:  9 
HOROEPrTTECD-pfiOJECrRANAGER- 
AHAROATE  PERCENT"  VCNTT"' 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 


NH  50-2(29)70 

GALLATIN  GATEWAY  - N.  IS. 


11.608 


JIM  6ILMAN  EXCAVATING  INC. 

G,  GS,  PMS,  AND  SIC  FOR  PARTIAL  WIDEN.  L PARTIAL  OVERLAY 

$ 9,159,979  $ 2,997,779  $ 1,129,362 


05/28/92  F.P.M.  McCORMICK, THOMAS 

08/10/92  PHONE  NO  :5B6-5079 

06/13/99***  38X  99X 


RS-HES  280-1(10)1 
WARREN  SCHOOL  CURVES 


0.708 


G,  GS,  PMS,  AND  S l C 


SK  CONSTRUCTION,  INC. 

i 589,932  % 952,022  $ 935,955 


07/01/92  F.P.M.  FLYNN,  CLAUDE  J. 

08/07/92  PHONE  NO  :999-3229 

06/30/93***  96X  129X 


STPX  0002(91) 

VAR.  LOC'S. -HELENA  & BILLINGS 


MARK  RITE  LINES  OF  MONT., INC 
PAVEMENT  HARKINGS  (FOR  TESTING  l EVALUATION) 

« 589,026  $ 396,767  * 0 


10/01/92  F.P.M.  ENGSTEDT.  CARL 

/ / PHONE  NO  : 999-6326 

08/18/93***  OX 


IM  15-2(61)119 
NISSLER  - S. 

IM  15-1(89)13 
LIMA  - S. 
CONTRACT  TOTAL 


2.123 


INTERSTATE  FENCING 
INTERSTATE  FENCIN6 


RAINBOW  CONSTRUCTION 


97,921  $ 36,585  i 


12/07/92  F.P.M.  DOUGHERTY,  HUGH  (ACT 

/ / PHONE  NO  :999-3229 

02/07/93*** 


STPP  99-1(7)2 
DILLON  - N. 


7.181 


EMPIRE  SAND  AND  6RAVEL  CO., INC 
G,  GS,  PMS,  SIC,  AND  REPL.  STR  W/PIPE 

$ 5,930,397  $ 9,220,290  i 0 


12/07/92  F.P.M.  WILLIAMS,  PAUL 

/ / PHONE  NO  :683-6290 

12/29/99***  OX 


STPHS  375-1(3)9 
S.  OF  BUTTE 

0.000 

roiTF  UrSTffrCTTffTflS — 


MONTANA  LINES,  INC 

OVERHEAD  FLASHER  INSTALLATION 

♦ 11,163  ♦ 12,951  $ 0 


12/07/92  F.P.M.  DOUGHERTY,  HUGH  (ACT 

/ / PHONE  NO  :999-3229 

02/06/93***  OX  OX 


_7(J  r 


DATE: 12/09/92 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDIN6  11/30/92 
»**  GREAT  FALLS  DISTRICT  *** 
"PRIHE'CORTRftCTOR" 


PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

DRicm 

TYPE  OF  UORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

"AWARD" DATE 

WORK  BEG. 

WORK  COMP.  1 

F 1-719)430 

FORT  BELKNAP  - E. 

16.372 

SK  CONSTRUCTION,  INC. 

G,  GS,  PMS,  i STR'S. 

$ 15,851,998  $ 12,715,057  ♦ 11,219,996 

08/28/91 

09/24/91 

12/18/93#** 

NH  60-2(27)71 

ARRINGTON  JUNCTION 

0.000 

BOST  CONSTRUCTION 

G,  GS,  PMS,  COMFORT  STA.  AND  WEIGH  STA. 

* 1,048,007  ♦ 1,106,976  * 725,682 

02/03/92 

03/23/92 

07/19/93*** 

RS  255-1(4)5 

5 MI.  N.  OF  RUDYARD  - N. 

5.638 

MONTGOMERY  CONSTRUCTION 

G,  GS,  i PMS 

♦ 1,695,690  $ 1,642,699  * 1,453,353 

03/12/92 

04/08/92 

09/11/93*** 

RS  431-1(4)7 

FAIRFIELD  - POHER 

7.290 

RIVERSIDE  CONTRACTING 

G,  GS,  X PMS 

$ 3,122,139  t 2,993,028  ♦ 2,746,588 

03/12/92 

03/23/92 

12/11/93*** 

NH  24-3(21)91 

ROGERS  PASS  - E. 

9.341 

D.H.  BLATTNER  X SONS 

WIDENING,  PMS  OVERLAY,  X STR. 

i 8,318,063  $ 7,063,696  $ 4,531,894 

04/14/92 

05/14/92 

06/30/94*** 

NH  24-3(20)68 

LINCOLN  - E l H 

8.032 

SLETTEN  CONSTRUCTION  CO. 

(PARTIAL)  G,  GS,  PMS,  AND  SXC. (PARTIAL)  WIDEN,  PMS  OVERLAY, 

* 3,635,428  $ 3,286,904  $ 2,839,625 

07/01/92 

07/27/92 

04/22/94*** 

STPX  0002(39) 

DURABLE  PVMT.  MARKINGS  - STUD. 

334.800 

SWANSTON  EQUIPMENT  CO. 

DURABLE  PVMT.  MARKINGS  INSTAL. 

♦ 1,840,995  « 1,624,530  i 1,096,501 

07/01/92 

08/05/92 

09/01/96*** 

IR  15-8(47)354 

SHELBY  - S. 

11.190 

RIVERSIDE  CONTRACTING 

PMS  OVERLAY 

* 7,068,271  $ 6,149,105  $ 315,417 

10/01/92 

10/24/92 

01/08/95*** 

IM  15-5(89)248 

HARDY  CREEK  - N. 

8.259 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

PMS  OVERLAY,  AND  SIC  INB  ONLY) 

♦ 1,694,600  $ 1,519,780  i 0 

10/30/92 

12/01/92 

09/24/93*** 

PAGE  NO:  5 

hont:dept;‘fie[D‘project'harager‘ 

"■'PERCENT  rCDNT:"' 

PROJECT  TIME 


F.P.M.  TREFTZ,  GORDON 
PHONE  NO  : 353-9944 


59X 


F.P.M.  THOMSON,  BOB 
PHONE  NO  : 727-4350 

66X  156X 


F.P.M.  GREGORY.  DOUGLAS 
PHONE  NO  : 265-6821 
88% 

F.P.M.  HICKMAN,  TERRY 
PHONE  NO  .-278-7931 
92X 

F.P.M.  SMITH,  HALT 
PHONE  NO  :235-4436 
64X 


99X 


79X 


F.P.M.  STEEN,  GARY 
PHONE  NO  : 362-4756 
86X 


53X 


43X 


F.P.M.  GREGORY,  DOUGLAS 
PHONE  NO  : 265-6821 

67X  09/01/96 


F.P.M.  LEO,  DENNIS 
PHONE  NO  : 434-2470 

5X  OX 


F.P.M.  HILMOT,  DOUG 
PHONE  NO  : 727-4350 
OX 


ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENi  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  11/30/92 
DATE: 12/09/92  ***  6REAT  FALLS  DISTRICT  *** 


PAGE  NO:  6 


PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  HORK 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

‘AWARD* BATE 

WORK  BEG. 

WORK  COMP. 

‘ PERCENT' 

PROJECT 

COMPLETED 

rcDHr:-" 

TIME 

USED 

BR  9003(18) 

MILK  RIVER  BR.  - ZURICH 

0.436 

STR.  L APPR’S. 

SLETTEN  CONSTRUCTION  CO. 

* 1,050,626  * 665,350  $ 0 

10/30/92 

11/24/92 

11/16/93*** 

F.P.H.  SPRINGER,  JAY 
PHONE  NO  : 353-4944 

OX 

OX 

NH  10-1(12)4 

BLACK  EAGLE  - N.  1 S. 

0.758 

UNITED  MAT'LS  OF  GREAT  FALLS 

P.C.C.P.  REHABILITATION 

$ 1,518,593  $ 1,090,404  t 0 

10/30/92 

/ / 

11/08/93*** 

F.P.M.  THOMSON,  BOB 
PHONE  NO  -.727-4350 

OX 

OX 

ffREffTWSTrsnrrcrrarffcs' 

t 46,844,411  1 39,857,530  » 24,929,056 

£3X 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  11/30/92 


DATE: 12/09/92 

»**  GLENDIVE  DISTRICT  *** 

PAGE  NO:  7 

HfiBT  nFPT~"FTrnrPDmrrT  hsoscpp 



"AHARD"  DATE 

"PERCENT  rCDNT""" 

PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

EN61NEER  CONTRACT 

CONTRACTOR 

HODIF. 

HORK  BE6. 

PROJECT 

TIME 

PROJECT  DESIGNATION 

ESTIMATE  AHARD  AMT. 

PAYMENTS 

STATUS 

HORK  COMP. 

COMPLETED 

USED 

F 37-2(9)63 

BORDER  STATES  PAVING, INC. 

06/04/91 

F.P.M.  SWANSON,  ROBERT 

£. 

ASHLAND  - E. 

PMS  OVERLAY,  MIN.  HID.,  S&C 

07/02/91 

PHONE  NO  : 436-2271 

13.600 

i 

3,370,483  $ 3,202,006 

$ 3,127,481 

02/08/93*** 

98X 

92X 

F 57-5(16)192 

WASHINGTON  CONSTRUCTION 

10/02/91 

F.P.M.  WOLF,  LARRY 

BIG  DRY  CREEK  - W. 

6,  GS,  PMS,  & STR. 

11/15/91 

PHONE  NO  : 365-2877 

8.805 

* 

6,108,004  * 5,466,600 

♦ 5,443,311 

09/05/93*** 

100X 

66X 

IR  94-4(44)138 

PORTABLE  PAVERS,  INC. 

10/30/91 

F.P.M.  STEWART,  DONALD 

MILES  CITY  - E.  & U. 

11.303 

PMS  OVERLAY,  SIC 

02/27/92 

PHONE  NO  :232-1093 

$ 

3,874,902  $ 2,848,444 

$ 2,835,455 

03/18/93*** 

100X 

81X 

BR  9010(8) 

EDHARD  T.  COPPS  CONST. 

12/11/91 

F.P.M.  6REUFE,  LARRY 

W.  FORK  POPLAR  RIVER 

0.000 

STR.  1 APPR’S. 

03/11/92 

PHONE  NO  : 653-1050 

$ 

346,515  $ 382,162 

« 381,826 

06/30/93*** 

100X 

100X 

SMP  5399(91) 

KONITZ  CONTRACTING, 

INC. 

12/11/91 

F.P.M.  SAIN.  LARRY 

MMS  STOCKPILES  - DIST.  14 

0.000 

CRUSH  & STOCKPILE  GRAVEL 

04/24/92 

PHONE  NO  :653-1050 

1 

586,700  * 232,700 

t 162,863 

03/15/93*** 

70X  03/15/93 

IM-IR  94-3(38)85 

PORTABLE  PAVERS.  INC. 

04/03/92 

F.P.M.  STEWART,  DONALD 

FORSYTH  - E.  1 W. 

IM-IR  94-3(41)116 
ROSEBUD/CUSTER  CO.LN.-E.  S.  W 

PMS  OVERLAY,  AND  S&C 

SEAL  & COVER  (MB  LANES  ONLY) 

05/05/92 

12/17/93*** 

PHONE  NO  :232-1093 

CONTRACT  TOTAL 

' 31.273 

« 

7,413,461  * 6,014,249 

* 4,978,531 

83X 

65X 

BRF  42-3(10)73  U2 

MILK  RIVER  - S.  OF  6LAS60U 
STPP  42-3(12)59 

FORT  PECK  - GLASGOW 

G,  GS,  PMS  i,  STR.  REM. 

G,  GS,  PMS,  l REM.  STR’S. 

PRINCE,  INC. 

04/03/92 

04/24/92 

06/30/93*** 

F.P.M.  FRETTE,  KURT  L. 
PHONE  NO  : 228-9478 

CONTRACT  TOTAL 

16.411 

t 

6,291,060  * 5,616,307 

♦ 4,075,745 

73X 

55X 

STPP  25-1(18)17 

17  MI.  N.  OF  CIRCLE  - N. 

10.995 

G,  GS,  PMS,  t STR’S. 

WASHINGTON  CONSTRUCTION 

04/29/92 

07/06/92 

F.P.M.  FRIEND,  DAVE 
PHONE  NO  : 365-2877 

1 10,013,083  $ 8,650,912 

i 4,113,328 

09/28/94*** 

48X 

52X 

ESTIMATED  COMPLETION  DATE 


t; 


- 


DATE: 18/09/92 


MONTANA  DEPARTNENl  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  11/30/98 
***  GLENDIVE  DISTRICT  *** 


PAGE  NO:  8 

■hont:dept:"fiecd"project_haraser' 


PROJECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

' AWARD' DATE 

WORK  BEG. 

WORK  COMP.  i 

'PERCENT 

PROJECT 

COMPLETED 

X'CDNT 

TIME 

USED 

RTF  1-8(17)496 

PORTABLE  PAVERS,  INC. 

07/30/98 

F.P.M.  ARTHUR,  RONALD  T. 

DODSON  - U, 

PMS  OVERLAY,  SIC 

/ / 

PHONE  NO  :787-5701 

RTF  85-8(5)47 

08/01/93*** 

WOLF  POINT  - S.E. 

PMS  OVERLAY,  SIC 

CONTRACT  TOTAL 

18.700 

* 589,564  * 489,844  $ 4,893 

IX 

OX 

RS  537-1(8)0 

EMPIRE  SAND  AND  6RAVEL  CO., INC 

08/88/98 

F.P.M.  SAIN,  LARRY 

HINSDALE  - N. 

PMS  OVERLAY,  AND  S&C 

11/23/92 

PHONE  NO  : 653- 1050 

9.389 

$ 1,001,337  % 898,065  i 8,980 

08/84/93*** 

IX 

OX 

BR  9046(7) 

L.  SCANLAN  CONTRACTOR 

10/30/92 

F.P.M.  GREUFE,  LARRY 

BEAVER  CR.  - N.  OF  REDSTONE 

STR.  1 APPR'S. 

/ / 

PHONE  NO  : 653- 1050 

0.890 

♦ 897,516  ♦ 848,355  $ 8,483 

07/31/93*** 

IX 

OX 

NH  57-5(18)801 

E.H.  OFTEDAL  AND  SONS,  INC. 

10/30/98 

F.P.M.  LAROBUE,  ARCHIE  G. 

JORDAN  - U. 

G,  GS,  PMS,  l STR. 

/ / 

PHONE  NO  : 238- 1093 

11.373 

$ 8,374,794  t 7,538,041  $ 75,317 

07/89/94*** 

IX 

OX 

rarrvr  DrsnrrcTTiJTAcs' 

4 40,8O7l4r9  4 4r^575,08£  4 85,0fflJ54 

MTEciS/09/92 

PROJECT  NUHBER  LENGTH 


TYPE  OF  NORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  11/30/92 

***  BILLINGS  DISTRICT  ***  PAGE  NO:  9 

PRIRE'CORTRACTOR RONOEPTT'FIEtXPROJECniANflGER- 

0R1B1M  AflAROATE  PERCENT  rCDUTT" 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TINE 


PROJECT  DESIGNATION 

EST IRATE  AWARD  ANT. 

PAYMENTS 

STATUS 

NORK  CONP. 

COMPLETED 

USED 

F-FLH  37-1 <14)19  U2 

BUSBY  - E.  L N. 

4.954 

G,  GS,  PMS,  6 STR'S. 

EMPIRE  SAND  AND  6RAVEL 

$ 4,586,602  $ 4,933,011  * 

CO., INC 

5,302,986 

PEND 

07/31/92 

08/28/91 

09/30/91 

11/18/92 

F.P.H.  OPIE,  BRUCE  E. 
PHONE  NO  : 592-3548 
100X 

46X 

BRF-F  16-1(30)1 

EAST  BRID6E  - BILLINGS 

1.108 

STR'S.  t APPR'S. 

COP  CONSTRUCTION  CO. 

♦ 13,857,040  t 7,994,453  t 

6,119,581 

11/01/91 

11/19/91 

12/04/93*#* 

F.P.H.  SCHUNAN,  DAVID 
PHONE  NO  : 245-9802 

m 

46X 

IR  90-0(121)447 

S.  BILLINGS  BLVD.  INTERCHANGE 

0.000 

NEW  INTERCHANGE 

NIDLAND  O'LEARY  INC. 

* 5,347,744  1 4,150,514  $ 

3,940,535 

12/11/91 

01/29/92 

12/23/93*** 

F.P.H.  SLOE,  DAVID  A. 
PHONE  NO  :248-3827 

95X 

63X 

NH  53-1(15)6 

BILLINGS  - N.N. 

10.515 

G,  GS,  PMS,  AND  SIC 

ENPIRE  SAND  AND  GRAVEL 

♦ 8,159,737  $ 7,392,323  $ 

CO., INC 

4,605,351 

05/28/92 

07/11/92 

10/31/94*** 

F.P.H.  KE6LEY,  HEL 
PHONE  NO  :652-8560 

62X 

41X 

RS  416-1(6)1 

JELL  ISON  ROAD  APP.  - BILLINGS 

0.234 

6,  GS,  PNS,  & STR. 

SLETTEN  CONSTRUCTION  CO. 

* 704,621  ♦ 660,392  * 659,171 

05/28/92 

06/19/92 

09/23/93*** 

F.P.H.  KEGLEY,  HEL 
PHONE  NO  : 652-8560 

100X 

52X 

STPP  37-1(16)19 

BUSBY  - E.  1 H. 

3.299 

6,  GS,  PNS,  AND  S&C 

E.H.  OFTEDAL  AND  SONS, 

t 4,300,831  t 4,809,731  $ 

INC. 

831,915 

07/01/92 

08/17/92 

02/18/94*** 

F.P.H.  OPIE,  BRUCE  E. 
PHONE  NO  :592-3548 

17X 

29X 

RT  48245(1)16 

VALLEY  CREEK  BRIDGE 

RT  81014(1)18 

TRACY  COWDREY  i ASSOC. 
BRIDGE  REHAB  & PNS  OVERLAYOF  APPR‘S. 

07/01/92 

08/10/92 

11/05/92 

F.P.H.  TAYLOR,  DONALD 
PHONE  NO  : 252-9735 

WORK  CREEK  BRID6E 

CONTRACT  TOTAL 

0.237 

BRIDGE  REHAB  & PNS  OVERLAYOF  APPR’S. 

« 168,443  $ 181,067  % 

148,098 

100X 

116% 

RS-BRS  306-1(6)2 

COLUMBUS  - N. 

3.911 

„ „ AMERICAN  CONTRACTING,  1 

G,  GS,  PNS,  l REPL.  STR.  WITH  PIPE 

« 2,630,993  » 1,983,750  $ 

INC. 

1,309,097 

07/30/92 

08/24/92 

03/24/94*** 

F.P.H.  NEVILLE,  GARY 
PHONE  NO  :932-4872 

66X 

34X 

HES  532-1(1)14 

N.  OF  LAUREL 

6,  GS,  PNS,  SIGNING, 

NIDLAND  O'LEARY  INC. 
LIGHTING,  l FLASHERS 

08/28/92 

09/11/92 

F.P.H.  STUDEBAKER,  RAYHOND 
PHONE  NO  .-252-7329 

* ESTIMATED  COMPLETION  DATE 


MONTANA  DEPARTMENi  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  11/30/92 
*#*  DILI INBS  DISTRICT  »** 

PAGE  NO:  10 

PROJECT  NUMBER 

LEN6TH 

TYPE  OF  WORK  ENGINEER 

ESTIMATE 

CONTRACT 
AWARD  AMT. 

CONTRACTOR  MODIF. 
PAYMENTS  STATUS 

HHHKU  unit 

WORK  BEG. 
WORK  COMP. 

rtm.cn  i 

PROJECT 

COMPLETED 

* turn . 
TIME 
USED 

HES  4-1(13)43 

03/05/93#** 

E.  OF  JOLIET 

G.  GS.  PMS.  SIGNING.  LIGHTING.  1 FLASHERS 

CONTRACT  TOTAL 

0.000 

« 252,072 

* 279,026 

« 212,906 

76X 

OX 

Id  90-7(62)353 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

08/28/92 

F.P.M.  NEVILLE,  GARY 

SPRINGDALE  - E. 

PVMT.  REMOVAL  i PMS  OVERLAY 

09/21/92 

PHONE  NO  : 932-4872 

IN  90-8(126)403 

04/24/94*** 

NEST  OF  COLUMBUS 

RUMBLE  STRIPS  INSTALLATION 

CONTRACT  TOTAL 

8.414 

♦ 4,832,530 

* 3,848,743 

$ 2,543,178 

66X 

27X 

BR  9054(5) 

DICK  ANDERSON  CONSTRUCTION 

10/01/92 

F.P.M.  SACKS. 

RAY 

AMERICAN  FORK-S.  OF  HARLOUTOUN 

STR.  1 APPR’S. 

11/09/92 

PHONE  NO  :53b- 

8731 

0.435 

* 320,694 

♦ 275,818 

$ 5,546 

07/28/93***  2X 

OX 

RS  308-1(12)6 

MONTGOMERY  CONSTRUCTION 

10/01/92 

F.P.M.  SCHUMAN 

, DAVID 

BEARCREEK  E.  1 U. 

WIDEN., G,GS, PMS  OVERLAY,  SIC 

/ / 

PHONE  NO  :245- 

9802 

1.495 

i 977,560 

$ 999,698 

$ 9,998 

01/31/94***  IX 

OX 

NH  53-2(5)34 

SK  CONSTRUCTION,  INC. 

10/30/92 

F.P.M.  TILZEY, RONALD 

BROADVIEW  - N. 

G,  GS,  PMS,  SIC,  & STR. 

/ / 

PHONE  NO  :538-8731 

6.294 

% 6,068,012 

% 5,330,488 

$ 0 

07/29/94***  OX 

OX 

NH  57-2(18)34 

EMPIRE  SAND  AND  6RAVEL  CO.. INC 

12/07/92 

F.P.M.  SACKS, 

RAY 

STANFORD  - E.  IN. 

G,  GS,  PMS,  SIC,  l STR. 

/ / 

PHONE  NO  :538-8731 

ifrcr  tugs — urerffrcrTtiTfirff- 

12.815 

$ 10,462,974 



♦ 8,574,276 

■T5rfrr?ff<r 

$ 0 



02/07/93***  OX 

OX 

DiLLinoj  viamiLi  ivinij 

T0TBCS'F0R"fi[C‘PR03ECTS: 

j25^97^55r 

9 J1 ill J I COT 

f CJiOOOt JOL 

"1108*883^2 

55X 

DATE : 01  /OB/ 93  QCLC  _ _«*  MISSOULA  DISTRICT.*** 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/9? 


PROJECT  NUMBER 


LENGTH 


TYPE  OF  WORK 


ENGINEER 


PRIHE~COflTRfiCTOfi~ 


CONTRACT 


CONTRACTOR  MODIF.  WORK  BEG. 


JAM  11  1393 

MONTANA  STATE  LIBRARY 
IIJS  %■  6th  A'YE- 

HILINA,  MON"' f PAGE  NO-  7 

R0NT7DEPT:  FTELD'PROJECT-RAm 
' ' AWARD"  DATE  PERCENT  V CDTfT. " ' 


PROJECT 


TIME 


PROJECT  DESIGNATION  _ ESTIMATE AWARD. AHT. fAYMENTS_  STATUS  WORK  COMP.  _ COMPLETED  USED 


F-FH  5-4(9)168  i FH  12-1(3) 

FORTINE  - N.  6,  GS,  PMS,  l STR. 

A.  899 


WASHINGTON  CONSTRUCTION 
4,952,044  i 4,4*»7,491  $ 5,075,891 


07/02/91  F.P.M.  PIEDALUE,  EUGENE  R. 

08/09/91  PHONE  NO  :881-22l3 

07/10/93***  98X  96* 


1R  0002(33) 

BRIDGE  REHAB.  - DIST.  «1 

BR.  DECK  REHAB. 

DICK  ANDERSON  CONSTRUCTION 

0.000 

$ 

922,872  $ 930,279  $ 918,107 

03/12/92  F.P.M.  MAART,  WILLIAM  C. 

04/10/92  PHONE  NO  .-549-6491 

04/16/93***  99X  60X 


STPP  77-1(2)0 
HOT  SPRINGS  - E. 
STPP  36-1(7)16 
HOT  SPRINGS  - N, 
CONTRACT  TOTAL 


PMS  OVERLAY.  S&C 


A-l  PAVING,  INC. 


PMS  OVERLAY,  SIC 


2,206,060  $ 2,016,117  $ 1,711,633 


04/29/92  F.P.M.  CHRISINGER. KENNETH  L 

05/21/92  PHONE  NO  : 756-7026 

03/27/93*** 


85X 


B9X 


STPP  83-1(14)23 
LAKE  INEZ  - N. 


8.389 


RIVERSIDE  CONTRACTING 

WIDEN.,  PMS  OVERLAY  AND  StC 

$ 1,944,870  i 1,740,999  * 1,668,404 


05/28/92  F.P.M.  MARIN,  GARY  R. 

06/29/92  PHONE  NO  : 756-7024 

01/19/94***  96X  82X 


F 6-1(49)91 
PERMA  - E.  t 


8.203 


G,  GS, 


PMS,  1 PMS  OVERLAY 

$ 


SCHELLINGER  CONST  CO., INC. 
2,181,246  * 1,924,207  * 2,011,000 


05/28/92  F.P.M.  JOHNSON,  ROBERT  L. 

06/15/92  PHONE  NO  :822-4838 

10/24/93***  98X  82X 


IM  90-2(88)110 
I 90  BRIDGES  - BONNER 


0.395 


BRID6E  WIDENING  £,  APPR'S. 

1 


WASHINGTON  CONSTRUCTION 
4,829,942  $ 3,880,412  * 1,205,587 


07/01/92  F.P.M.  MAART,  WILLIAM  C. 

07/29/92  PHONE  NO  :549-649l 

09/04/93***  31X  26X 


BR  9015(16) 

WHITEFISH  RV.-6  MI.  N.  OF  KAL.  STR.  L APPR'S. 

0.200 


FRONTIER-WEST,  INC. 

275,928  ♦ 348,129  * 269,432 


07/01/92  F.P.M.  KALBERG,  J.  GARY 

08/03/92  PHONE  NO  :755-3210 

06/04/93***  77X  69X 


NH  7-1(55)50 

S.  OF  MISSOULA 

SIGNING  UPGRADE 

ALPINE  CONSTRUCTION,  INC. 

41.190 

i 233,847  * 161,94*1  * 

07/01/92  F.P.M.  SULLIVAN,  SHEILA 

08/12/92  PHONE  NO  :7?1-I769 

11/04/92  100X  11/01/92 


M-STPU  8103(6) 

RESERVE  STREET  - MISSOULA 


2.169 


NELCON,  INC. 

G.  GS,  l PCCP  (L1M.  ACC.  FAC.) 

i 5,938,237  $ 5,585,621 


1,269,033 


07/30/92  F.P.M.  WILLIAMS.  JAMES  R. 

09/03/92  PHONE  NO  : 721-1769 

12/22/94***  23X  25X 


ESTIMATED  COMPLETION  DATE 


. 


DATE:_01_/_08/93 


PROJECT  NUMBER  LENGTH 
f RO j f C T_  D E SJ  BN  AJ J 0 N_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/92 

***  MISSOULA  DISTRICT  ***  PA6E  NO:  2 

PRTflrCORTRflCTOR  HDRTTDEPTrFIEtrPROJECrHMIAGEr 

mw  TOTr — - ^tBIT  CDWT-. 


ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

JSTJMAJE. _AWA_R])__AMJ_. f A V«ENJ S_ _ _ SJ ATU S_ _ WORk  C DMP_. C OHPL EJ ED USED 


STPP  6-1(48)52 
THOMPSON  FALLS  - E. 


4.797 


RIVERSIDE  CONTRACTING 

WIDENING.  PMS  OVERLAY.  AND  SIC 

« 1,637,663  « 1.468.134  * 


191,480 


10/01/92  F.P.M.  CHRISINGER, KENNETH  L 

11/04/92  PHONE  NO  :756-7026 

01/30/94***  13X  OX 


IR  90-1(117)43 
SUPERIOR  - E.  & 
RTS  257-1(2)0 
SUPERIOR  - S.E. 
CONTRACT  TOTAL 


RIVERSIDE  CONTRACTING 

10/16/92 

F.P.M.  JOHNSON.  ROBERT  L 

MILL,  FILL,  PMS  OVERLAY,  S l C 

11/23/92 

PHONE  NO  : 822-4838 

SPOT  PMS  LEVELING,  S&C 

25.196  * 7,611,308  * 7,279,801  t 

101,860 

07/29/94*** 

IX 

NH  5-3(43)114 

3 LOG'S.  - KALI  SPELL  SIGNAL  INSTALLATION 

NH  1-2(63)136 

6TH  AVE.  I US  2-COLUMBIA  FALLS  BOUNCING  BALL  FLASHERS 

F 5-3(36)115 

US  93  l GRANDVIEW  - KALS.  SIGNAL  INSTALLATION 

CONTRACT  TOTAL  0.000 


MONTANA  LINES,  INC 


285,542  $ 285,883 


10/30/92  F.P.M.  TuMBRINK,  DAN 

/ / PHONE  NO  : 257-2353 

09/16/93*** 


OX 


STPHS-RTF  7-2(18)87 
LOLO  - MISSOULA 


0.400 


nfi  rnw  imp 

SAFETY  RELATED  IMPROVEMENTS  ' 

t 217,482  » 210,354 


2,105 


10/30/92  F.P.M.  SULLIVAN,  SHEILA 

/ / PHONE  NO  : 721 -1769 

07/10/93***  IX  OX 


A/R  1192(73) 

TURAH  INTERCHANGE  STR.  REHAB. 

0.000 


FRONTIER-WEST,  INC. 

39,000  $ 55,987  * 560 


10/30/92  F.P.M.  MAART.  WILLIAM  C. 

/ / PHONE  NO  : 549-6491 

07/22/93***  IX  OX 


RS  487-1(4)0 

B.N.  OVERPASS-WHITEFISH 


SCHELL INGER  CONST  CO., INC. 

APPR.  GR.  {,  HICK  DRAIN  INSTALLATION 

0-191  $ 873,447  i 593,493  ♦ 5,936 


12/07/92  F.P.M.  KALBERG,  J.  GARY 

/ / PHONE  NO  : 755-3210 

07/30/93***  IX  OX 


STPHS  5-3(41)130 
W.  OF  WHITEFISH 


OHO  CONSTRUCTION  INC 

SIGNING,  GDRL. . & DELINEATION 

0-942  * 52,264  $ 39,406  $ 


12/07/92  F.P.M.  MITCHELL,  JAMES  D. 

/ / PHONE  NO  : 756-7050 

05/28/93***  OX  OX 


irrsmT : mrsTMt  Tffrcr? 


w 


DATE : 01 /08/93 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/92 
***  BUTTE  DISTRICT  *♦* 

PAGE  NO:  3 

PRIME  CONTRACTOR 

MONT. DEPT.  FIELD  PROJECT  MANAGER 

PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

ORIGINAL 

ENGINEER  CONTRACT  CONTRACTOR  MODIF. 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS 

AWARD  DATE 

WORK  BEG. 

WORK  COMP. 

PERCENT  \ C0NT7'" 

PROJECT  TIME 

COMPLETED  USED 

BRF  29-1(18)50 

JEFF .RV . - N.  OF  TWIN  BRIDGES 

0.693 

STR.  & APPRS. 

JIM  GILMAN  EXCAVATING  INC. 

(NEW  ALIGNMENT) 

t 2,339.853  t 1,778,982  t 1,899,370 

08/28/91 

09/29/91 

06/30/93*** 

F.P.M.  GILMAN,  ROBERT 
PHONE  NO  ; 689 -5869 

98X 

109X 

RRS-BRS  205-1(13)28 

BN  RROP  - N.  OF  BOZEMAN 

0.517 

RROP  REPLACEMENT  & APPRS 

$ 

DICK  ANDERSON  CONSTRUCTION 

2,819,997  * 2,728,519  * 2,211,999 

10/30/91 

02/27/92 

03/29/93*** 

F.P.M.  SAUNDERS, LESLIE 
PHONE  NO  : 222-8 199 

81X 

59X 

IR  0002(22)  Ui 

1-90  BR.  REHAB.  - DIST.  12 

0.200 

STR.  REHAB. 

1 

SLETTEN  CONSTRUCTION  CO. 

1,911,687  » 1,396,693  « 1,239,218 

12/11/91 

03/31/92 

10/29/92 

F.P.M.  HUNTER, LARRY 

PHONE  NO  : 782-1 797 

100X  11/01/92 

IR  15-3(99)163 

BOULDER  HILL  - N.  1 S. 

12.378 

INPLACE  ASPH. 

JIM  GILMAN  EXCAVATING  INC. 

PVMT.  RECYCLING. PMS  OVERLAY.  AND  SEC 

i 3.890,292  t 3,306,332  * 2,996,258 

03/12/92 

05/09/92 

07/10/93*** 

F.P.M.  ENGSTEDT,  CARL 
PHONE  NO  : 999-6326 

89X 

106X 

IR  0002(22)  U2 

BRIDGE  REHAB.  - DIST.  #2 

0.000 

STR.  REHAB. 

$ 

SLETTEN  CONSTRUCTION  CO. 

1.796,229  $ 1,993,936  * 1,770,690 

03/12/92 

09/20/92 

09/25/93*** 

F.P.M.  HUNTER, LARRY 
PHONE  NO  : 782-1797 

91X 

68X 

IM-JR  90-5(50)269 

MILLIGAN  CANYON  - E.  1 U. 

10.530 

COLD  MILLING, 

SLETTEN  CONSTRUCTION  CO. 

PMS  OVERLAY,  SIC 

* 5,930,298  * 9,598,910  t 9,950,813 

09/03/92 

05/09/92 

08/27/93*** 

F.P.M.  HELD,  TERRY 
PHONE  NO  : 285-31 11 

97X 

98X 

NH  8-9(17)65 

WINSTON  - S.E. 

10.570 

WIDEN.,  MILL, 

PMS  REPL 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

s&c 

3,691,037  $ 2,997,101  * 2,290,922 

09/29/92 

05/19/92 

10/09/93*** 

F.P.M.  O'BRIEN, MURRAY 
PHONE  NO  : 266-9466 

92X 

(ACT) 

66X 

NH  50-2(29)70 

GALLATIN  GATEWAY  - N.  1 S. 

11.608 

G,  GS,  PMS,  AND  SIC  FOR 

* 

JIM  GILMAN  EXCAVATING  INC. 

PARTIAL  WIDEN.  & PARTIAL  OVERLAY 

9,159,979  t 2,997,779  $ 1,125,923 

05/28/92 

08/10/92 

06/13/99*** 

F.P.M.  McCORMlCK, THOMAS 

PHONE  NO  : 586-5079 

38X  99X 

RS-HES  280-1(10)1 

WARREN  SCHOOL  CURVES 

0.708 

G.  GS.  PMS.  AND  S l C 

$ 

SK  CONSTRUCTION,  INC. 

589,932  * 952,022  t 935,955 

07/01/92 

08/07/92 

06/30/93*** 

F.P.M.  FLYNN,  CLAUDE  J 
PHONE  NO  :999-3229 

96X 

129X 

ESTIMATED  COMPLETION  DATE 


D_ATE:_01_/08/93 


PROJECT  NUMBER  LENGTH 
PRO  JECT_  DESJ  GM  AJJ  0N_ 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/92 
***  BUTTE  DISTRICT  *** 

PRTfirCORTRACTOR 

mimi 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 


TrtMIfMTF 

MODIF.  WORK  BEG. 
STATUS  WORK  COMP. 


PAGE  NO:  4 

-'RONOEFTrFIECD'PROJECrHANAGER- 

"-piRron rw.~~~ 

PROJECT  TIME 

COMPLETED  USED 


STPX  0002(41) 

MARK  RITE  LINES  OF  MONT., INC 

10/01/92 

F.P.M.  ENGSTEDT,  CARL 

VAR.  LOG'S. -HELENA  i BILLINGS 

PAVEMENT  MARKINGS 

(FOR  TESTING  6 EVALUATION) 

/ / 

PHONE  NO  : 444-6326 

3.800 

t 

589,026  * 346,767  t 0 

08/18/93*** 

OX 

OX 

IM  15-2(61)119 

RAINBOW  CONSTRUCTION 

12/07/92 

F.P.M.  DOUGHERTY.  HUGH 

NISSLER  - S. 

INTERSTATE  FENCING 

/ / 

PHONE  NO  :494-3224 

IM  15-1(84)13 

06/18/93*** 

LIMA  - S. 

INTERSTATE  FENCING 

CONTRACT  TOTAL 

2.133 

$ 

<17,421  $ 36,585  * 368 

IX 

OX 

STPP  49-1(7)2 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

12/07/92 

F.P.M.  WILLIAMS.  PAUL 

DILLON  - N. 

G.  GS.  PMS,  SIC.  AND  REPL. 

STR  W/PIPE 

/ / 

PHONE  NO  : 683-6290 

7.181 

♦ 5 

,430,347  t 4,220,290  $ 42,205 

12/24/94*** 

IX 

OX 

STPHS  375-1(3)4 
S.  OF  BUTTE 


0.000 


MONTANA  LINES,  INC 

OVERHEAD  FLASHER  INSTALLATION 

$ 11,163  * 12,951 


131 


12/07/92  F.P.M.  DOUGHERTY,  HUGH 

/ / PHONE  NO  : 494-3224 

06/18/93***  IX  OX 


0OTTE" 


{ 'M.IWSA  ‘ . I I 1 I0?i35GM 


ToT 


'll rSTfiTTF  TOTALS' 


DATE:01/08/93 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 

CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/92 
***  6REAT  FALLS  DISTRICT  »** 

PAGE  NO:  5 

PRISE  CONTRACTOR 

ROROEPrTIECDTROJECrflANAGER' 

AWARD  DATE  PERCENT 

X "cONT7““ 

PROTECT  NUMBER 

LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT  CONTRACTOR  M0D1F. 

WORK  BEG.  PROJECT 

TIME 

PROJECT  DESIGNATION 

ESTIMATE  AWARD  AMT. 

PAYMENTS  STATUS 

WORK  COMP.  COMPLETED 

USED 

F 1-7(9)A30 

SK  CONSTRUCTION.  INC. 

08/28/91  F.P.M.  TREFTZ.  GORDON 

FORT  BELKNAP  - E. 

G,  GS,  PMS.  L STR'S. 

09/29/91  PHONE  NO  : 353-9999 

16.372 

t 

15,851,998  ♦ 12,715,057  » 

11,902,915 

12/18/93***  90X 

59X 

NH  60-2(27)71 

DOST  CONSTRUCTION 

02/03/92  F.P.M.  THOMSON,  BOB 

ARMINGTON  JUNCTION 

G.  GS.  PMS.  COMFORT  STA. 

AND  WEIGH  STA. 

03/23/92  PHONE  NO  :727-9350 

0.000 

$ 

1.098,007  $ 1,106,976  t 

789,997 

07/19/93***  71% 

156% 

RS  255-1(9)5 

MONTGOMERY  CONSTRUCTION 

03/12/92  F.P.M.  GREGORY.  DOUGLAS 

5 MI.  N.  OF  RUDYARD  - N. 

G,  GS,  6 PMS 

09/08/92  PHONE  NO  :265-6821 

5.638 

♦ 

1,695,690  $ 1,692,699  * 

1.953,353 

09/11/93***  88% 

99X 

RS  931-1(9)7 

RIVERSIDE  CONTRACTING 

03/12/92  F.P.M.  WICKMAN.  TERRY 

FAIRFIELD  - POWER 

G,  GS,  l PMS 

03/23/92  PHONE  NO  :278-7931 

7.290 

$ 

3,122,139  $ 2,993,028  $ 

2,751,167 

12/11/93***  92X 

79X 

NH  29-3(21)91 

D.H.  BLATTNER  l SONS 

09/19/92  F.P.M.  SMITH.  WALT 

ROGERS  PASS  - E. 

WIDENING,  PMS  OVERLAY 

STfi. 

05/19/92  PHONE  NO  :235-993b 

9.391 

$ 

8,318.063  $ 7,063,696  $ 

9,619,979 

06/30/99***  65% 

53X 

NH  29-3(20)68 

SLETTEN  CONSTRUCTION  CO. 

07/01/92  F.P.M.  STEEN,  GARY 

LINCOLN  - E l H 

(PARTIAL)  G,  GS,  PMS, 

AND  SJ.C, (PARTIAL)  WIDEN.  PMS  OVERLAY. 

07/27/92  PHONE  NO  :362-9756 

8.032 

$ 

3,635,928  * 3,286,909  $ 

2,901,116 

09/22/99***  88% 

93X 

STPX  0002(39) 

SWANSTON  EQUIPMENT  CO. 

07/01/92  F.P.M.  GREGORY.  OfiUGI  AS 

DURABLE  PVMT.  MARKINGS  - 

STUD. 

DURABLE  PVMT.  MARKINGS  INSTAL. 

08/05/92  PHONE  NO  :265-682l 

339.800 

♦ 

1.890,995  t 1,629,530  * 

1,096,501 

09/01/96***  67% 

09/01/96 

IR  15-8(97)359 

RIVERSIDE  CONTRACTING 

10/01/92  F.P.M.  LEO,  DENNIS 

SHELB V - S. 

PMS  OVERLAY 

10/29/92  PHONE  NO  -.939-2970 

11.190 

S 

7,068,271  $ 6,199,105  t 

719,795 

01/08/95***  12% 

OX 

1M  15-5(89)298 

EMPIRE  SAND  AND  GRAVEL 

CO., INC 

10/30/92  F.P.M.  WILMOT,  DOUG 

HARDY  CREEK  - N. 

PMS  OVERLAY,  AND  SIC 

(NB  ONLY) 

12/01/92  PHONE  NO  :727-9350 

8.259 

1,699,600  i 1,519,780  t 

277,016 

01/18/99***  18)1 

OX 

ESTIMATED  COMPLETION  DATE 


I 


DATE:_01_/_08/9_3 


PROJECT  NUMBER  LEN6TH 
f ROJECJ_  DES J GNAJJ  ON 


TYPE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/98 

*»»  GREAT  FALLS  DISTRICT  tt*  PAGE  NO:  6 

pRTflE-C0STRfiCT0R  ROROEFTrFIECOROJECrHfiNAGEfT 

1M JrtftTflf  DATE  PIRtENT VIMT.'" 

ENGINEER  CONTRACT  CONTRACTOR  MODIF.  WORK  BEG.  PROJECT  TIME 

ESTIMATE  AWARD  AMT.  PAYMENTS  STATUS  WORK  COMP.  COMPLETED  USED 


BR  9003(18) 

MILK  RIVER  BR.  - ZURICH 

0.436 

STR.  1 APPR'S. 

* 

SLETTEN  CONSTRUCTION  CO. 

1,050,626  * 665,350  $ 100,365 

10/30/92 

11/24/92 

10/10/93**#- 

F.P.M.  SPRINGER.  JAY 
PHONE  NO  : 353-4944 

15* 

OX 

NH  10-1(12)4 

BLACK  EAGLE  - N.  1 S. 

0.758 

P.C.C.P.  REHABILITATION 

t 

UNITED  MAT'LS  OF  GREAT  FALLS 

1,518,593  » 1,090,404  t 0 

10/30/92 
/ / 

1 1/08/93*** 

F.P.M.  THOMSON,  BOB 
PHONE  NO  :727-4350 

OX 

ox 

emr TMA  ircnmit  I'M? 


'B5f 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/92 


DATE:01 /08/93 

***  GLENDIVE  DISTRICT  *** 

PAGE  NO:  7 

PRIHrCDRTRACTOIT  " 

HONT.DEPT.  FIECD'PROJECT'HflWGER' 

PROJECT  NUMBER 

PROJECT  DESIGNATION 

LENGTH 

BT0TJ1M 

TYPE  OF  WORK  ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

mm  WE  PERCENT  VW.‘" 

WORK  BEG.  PROJECT  TIME 

WORK  COMP.  COMPLETED  USED 

F 37-2(9)63 

ASHLAND  - E. 

13.600 

BORDER  STATES  PAVING, INC. 

PMS  OVERLAY,  MIN.  MID.,  SLC 

i 3,370,683  « 3,202,006  t 3,135,837 

06/06/91  F.P.M.  SWANSON.  ROBERT 

07/02/91  PHONE  NO  :636-227l 

12/11/92  100* 

E. 

92* 

F 57-5(16)192 

BIG  DRY  CREEK  - H. 

8.805 

WASHINGTON  CONSTRUCTION 

G,  GS,  PMS,  & STR. 

* 6,108,006  $ 5,666,600  i 5,676,236 

10/02/91  F.P.M.  WOLF,  LARRY 
11/15/91  PHONE  NO  :365-2877 
09/05/93***  98* 

66* 

IR  96-6(66)138 

MILES  CITY  - E.  1 K. 

11.303 

PORTABLE  PAVERS,  INC. 

PMS  OVERLAY,  SiC 

t 3,876,902  i 2,868,666  $ 2,866,831 

10/30/91  F.P.M.  STEWART,  DONALD 

02/27/92  PHONE  NO  .*232-1093 

03/ 18/93***  100* 

81* 

BR  9010(8) 

W.  FORK  POPLAR  RIVER 

0.000 

EDWARD  T.  COPPS  CONST. 

STR.  1 APPR'S. 

♦ 366,515  t 382,162  $ 386,781 

12/11/91  F.P.M.  GfiEUFE,  LARRY 

03/11/92  PHONE  NO  : 653- 1050 

06/30/93***  98* 

100* 

IM-IR  94-3(38)85 

FORSYTH  - E.  i H. 

IM-IR  94-3 ( 41 ) 1 16 
ROSEBUD/CUSTER  CO.LN.-E.  1 W. 
CONTRACT  TOTAL 

31.273 

PORTABLE  PAVERS,  INC. 

PMS  OVERLAY,  AND  StC 

SEAL  l COVER  IWB  LANES  ONLY) 

* 7,613,661  $ 6,016,269  $ 5,009,818 

06/03/92  F.P.M.  STEWART,  DONALD 

05/05/92  PHONE  NO  : 232- 1093 

12/17/93*** 

83* 

65* 

BRF  42-3(10)73  U2 

MILK  RIVER  - S.  OF  GLASGOW 
STPP  62-3(12)59 

FORT  PECK  - GLASGOW 

CONTRACT  TOTAL 

16.611 

PRINCE,  INC. 

G,  GS,  PMS  l STR.  REM. 

G,  GS,  PMS,  t,  REM.  STR'S. 

t 6,291,060  i 5,616,307  $ 6,150,369 

06/03/92  F.P.M.  FRETTE,  )URT  L. 

06/26/92  PHONE  NO  :22B:9678 

06/30/93*** 

76* 

55* 

STPP  25-1(18)17 

17  MI.  N.  OF  CIRCLE  - N. 

10.995 

WASHINGTON  CONSTRUCTION 

G,  GS,  PMS,  i STR'S. 

i 10,013,083  $ 8,650,912  ♦ 6,160,122 

06/29/92  F.P.M.  FRIEND,  DAVE 
07/06/92  PHONE  NO  : 365-2877 
09/28/96*#*  68* 

52* 

RTF  1-8(17)666 

DODSON  - W. 

RTF  25-2(5)67 

WOLF  POINT  - S.E. 

CONTRACT  TOTAL 

12.700 

PORTABLE  PAVERS,  INC. 

PMS  OVERLAY,  SIC 

PMS  OVERLAY,  SiC 

* 529,566  $ 689,266  $ 6,893 

07/30/92  F.P.M.  ARTHUR,  RONALD  1 

/ / PHONE  NO  : 787-5701 

02/01/93*** 

1* 

f. 

OX 

ESTIMATED  COMPLETION  DATE 


• 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/92 
DATE :Oi /08/93  tt*  GLENDIVE  DISTRICT  *** 


PAGE  NO:  8 

'MRT:DEPT:7TECD"PR0JECT‘MHRfiER" 


PROJECT  NUMBER 
PROJECT  DESIGNATION 

LENGTH 

TYPE  OF  WORK 

ENGINEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

'WARD"  DATE 

WORK  BEG. 

WORK  COMP. 

PERCENT  ^ X CONT. 
PROJECT  TIME 
COMPLETED  USED 

RS  537-1(2)0 

EMPIRE  SAND  AND  GRAVEL 

CO., INC 

08/28/92 

F.P.M.  SAIN,  LARRY 

HINSDALE  - N. 

PMS  OVERLAY,  AND  S&C 

11/23/92 

PHONE  NO  : 653-1050 

9.329 

t 1,001,337  * 892,065  t 

179,332 

08/29/93*** 

20X 

OX 

BR  9096(7) 

L.  SCANLAN  CONTRACTOR 

10/30/92 

F.P.M.  GREUFE,  LARRY 

BEAVER  CR.  - N.  OF  REDSTONE 

STR.  i APPR'S. 

/ / 

PHONE  NO  : 653- 1050 

0.290 

$ 297,516  i 298,355  $ 

2,983 

07/31/93*** 

IX 

OX 

NH  57-5(18)201 

E.H.  OFTEDAL  AND  SONS, 

INC. 

10/30/92 

F.P.M.  LAROQUE,  ARCHIE 

G. 

JORDAN  - W. 

G,  GS,  PMS,  l STR. 

12/09/92 

PHONE  NO  :232T093 

11.373 

* 8,379,799  $ 7,532,091  * 

178,193 

0^/1 1/95*** 

2X 

OX 

GLTNUTVE  TrSTRTCT  TOTALS' 

$ <*7,620,719  i 41, 342, 386  1 2j, 499,824 

62  X 

MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/98 


DATE:01/08/93 

***  BILLINGS  DISTRICT  *** 

PAGE  NO:  9 

PRIHE'CONTRACTOR 

HCROEPrTTECD'FROJECOAMGHT 

PROJECT  NUMBER  LENGTH 

PROJECT  DESIGNATION 

TYPE  OF  WORK 

EN6INEER  CONTRACT  CONTRACTOR 

ESTIMATE  AWARD  AMT.  PAYMENTS 

MODIF. 

STATUS 

AWARD  DATE 

WORK  BEG. 

WORK  COMP. 

Percent  VW"‘ 

PROJECT  TIME 

COMPLETED  USED 

F-FLH  37-1(19)19  U2 

BUSBY  - E.  t W. 

9.959 

G,  GS,  PMS,  t STR'S. 

* 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

9,586,602  t 9,933,011  t 5,308,656 

PEND  08/28/91 

07/31/92  09/30/91 

11/18/92 

F.P.H.  OPIE,  BRUCE  E. 
PHONE  NO  : 592-3598 
100X 

96X 

BRF-F  16-1(30)1 

EAST  BRIDGE  - BILLINGS 

1.108 

STR'S.  6 APPR'S. 

t 

COP  CONSTRUCTION  CO. 

13,857,090  t 7,999,953  $ 6,198,926 

11/01/91 

11/19/91 

12/09/93*** 

F.P.M.  SCHUMAN,  DAVID 
PHONE  NQ  : 295-9802 
?8X 

96X 

IR  90-8(121)997 

S.  BILLINGS  BLVD.  INTERCHANGE 

0.000 

NEW  INTERCHANGE 

* 

MIDLAND  O'LEARY  INC. 

5,397,799  * 9,150,519  * 9,097,655 

12/11/91 

01/29/92 

12/23/93*** 

F.P.M.  SLOE,  DAVID  A. 
PHONE  NO  : 298-3827 

96X 

63X 

NH  53-1(15)6 

BILLINGS  - N.W. 

10.515 

G,  GS,  PMS,  AND  SIC 

$ 

EMPIRE  SAND  AND  GRAVEL  CO., INC 

8,159,737  $ 7,392,323  t 5,212,363 

05/28/92 

07/11/92 

10/31/99*** 

F.P.M.  KEGLEY,  MEL 
PHONE  NO  :252-983l 

71X 

9 IX 

RS  916-1(6)1 

JELL I SON  ROAD  APP.  - BILLINGS 

0.239 

G,  GS,  PMS,  l STR. 

i 

SLETTEN  CONSTRUCTION  CO. 

709,621  $ 660,392  * 679,952 

05/28/92 

06/19/92 

09/23/93*** 

F.P.H.  KEGLEY,  MEL 
PHONE  NO  : 252-9831 

98X 

52X 

STPP  37-1(16)19 

BUSBY  - E.  t W. 

3.299 

G,  6S,  PMS,  AND  SIC 

* 

E.H.  OFTEDAL  AND  SONS,  INC. 

9,300,831  * 9,809,731  * 1,092,695 

07/01/92 

08/17/92 

02/18/99*** 

F.P.M.  OPIE,  BRUCE  E. 
PHONE  NO  : 592-3598 

22X 

29X 

RT  98295(1)16 

VALLEY  CREEK  BRIDGE 

RT  81019(1)18 

WORK  CREEK  BRIDGE 

CONTRACT  TOTAL 

0.237 

TRACY  COWDREY  l ASSOC. 

BRIDGE  REHAB  i PMS  OVERLAYOF  APPR'S. 

BRIDGE  REHAB  l PMS  OVERLAYOF  APPR'S. 

* 168,993  $ 181,067  $ 198,098 

07/01/92 

08/10/92 

11/05/92 

F.P.M.  TAYLOR,  DONALD 
PHONE  NO  : 252-9735 

100X 

1 16X 

RS-BRS  306-1(6)2 

COLUMBUS  - N. 

3.911 

G,  GS,  PMS,  & REPL. 

STR. 

f 

AMERICAN  CONTRACTING,  INC. 

WITH  PIPE 

2,630,993  t 1,983,750  t 1,979,377 

07/30/92 

08/29/92 

03/29/99*** 

F.P.M.  NEVILLE,  GARY 
PHONE  NO  : 932-9872 

79X 

39X 

HES  532-1(1)19 

N.  OF  LAUREL 

G,  GS,  PMS,  SIGNING, 

MIDLAND  O'LEARY  INC. 

LIGHTING,  l FLASHERS 

08/28/92 

09/11/92 

F.P.H.  STUDEBAKER,  RAYMOND 
PHONE  NO  : 252-7329 

ESTIMATED  COMPLETION  DATE 


DATE:01_/_0|/_93 


PROJECT  NUMBER  LENGTH 
PROJECT,  DESJGNATJPK 


TV PE  OF  WORK 


MONTANA  DEPARTMENT  OF  TRANSPORTATION 
CONSTRUCTION  BUREAU 

CONSTRUCTION  REPORT  FOR  PERIOD  ENDING  12/31/92 
**♦  BILLINGS  DISTRICT  »** 

pRTHrcQfjTRflCT0R 

mm- 

ENGINEER  CONTRACT  CONTRACTOR 
ESTJMAJE_ AH  ARD.  ML- PAVJIEjlJS_ 


PAGE  NO:  10 

Mort:dept:7ikd;prmkt;hw»m 


mwmr~~mmrr  rmrr' 

MODIF.  WORK  BEG.  PROJECT  TIME 

STATUS  WORK  COMP . _ _ _ COMPLETED USED 


HES  9-1(13)43 
E.  OF  JOLIET 
CONTRACT  TOTAL 


G.  GS,  PMS,  SIGNING,  LIGHTING.  & FLASHERS 
0.000  $ 252,072  t 279,026  * 215,850 


03/05/93*** 


77X 


OX 


IM  90-7(62)353 
SPRINGDALE  - E. 
IH  90-8(126)403 
WEST  OF  COLUMBUS 
CONTRACT  TOTAL 


EMPIRE  SAND  AND  GRAVEL  CO., INC 

PVMT.  REMOVAL  l PMS  OVERLAV 
RUMBLE  STRIPS  INSTALLATION 

0.414  * 4,832,530  t 3,848,743  * 2,881,700 


08/28/92  F.P.M.  NEVILLE,  GARY 

09/21/92  PHONE  NO  :932-4872 

04/24/94*** 


75X 


27X 


BR  9054(5) 

AMERICAN  FORK-S.  OF  HARLOWTOWN  STR.  L APPR'S. 

0.435 


DICK  ANDERSON  CONSTRUCTION 
320,694  * 275,818  » 61,639 


10/01/92  F.P.M.  SACKS,  RAV 

11/09/92  PHONE  NO  :53&-S731 

07/28/93***  22X  OX 


RS  308-1(12)6 
BEARCREEK  E.  & W. 


1.495 


MONTGOMERY  CONSTRUCTION 

WIDEN. ,G,GS, PMS  OVERLAV,  SIC 

i 977,560  * 999,698  < 


9,998 


10/01/92  F.P.M.  SCHUMAN,  DAVID 

/ / PHONE  NO  : 245-9802 

01/31/94***  IX  OX 


NH  53-2(5)34 
BROADVIEW  - N. 


6.294 


G,  GS,  PMS,  StC,  & STR. 


SK  CONSTRUCTION,  INC. 
$ 6,068,012  » 5,330,488  t 


53,304 


10/30/92  F.P.M.  TILZEY, RONALD 

/ / PHONE  NO  : 538-8731 

06/30/93***  IX  OX 


NH  57-2(18)34 
STANFORD  - E. 


12.815 


G,  GS,  PMS,  SIC,  l STR. 


« 


EMPIRE  SAND  AND  GRAVEL  CO., INC 
10,462,974  i 8,574,276  * 0 


12/07/92  F.P.M.  SACKS,  RAV 

/ / PHONE  NO  :53B-8731 

08/26/94***  OX  OX 


f nr  digs  unTTKirr  total's  T5?rfi,w1w"fT  tet 

iMOLiLttOTJECTs 


■ V,V  I 


